City Of Chicago Solicitation #7345,6 


Construction Solicitation #7345,6 (BID) 


1186934: Damen Green Line Elevated CTA Station - The work includes the 
construction of a new Damen Avenue Elevated CTA Station located on the Chicago 
Transit Authority’s (CTA) Green Line. 


Specification Number:1186934 
Required for use by: CHICAGO DEPARTMENT OF TRANSPORTATION 


Bid/Proposal Submittal Date and Time: 11:00 AM Central Time, 10-MAR-2021 


Deadline for Questions: 04:00 PM Central Time, 05-FEB-2021 

Buyer: TERRELL, LYNNETTE 

Email Address: Lynnette.Terrell @cityofchicago.org 

Phone Number: 3127447664 

Pre-Solicitation Conference Date and Time: 01:00 PM Central Time, 22-JAN-2021 
Pre-Solicitation Conference Location: via Conference Call - 712-770-5505, CODE 650-260 
Site Visit Date & Time: N/A 

Site Visit Location: N/A 


Please submit your response to: 


http://www.cityofchicago.org/eProcurement 
iSupplier vendor portal registration is required. 
Allow 3 business days to complete registration. 


LORI E. LIGHTFOOT SHANNON E. ANDREWS 


MAYOR CHIEF PROCUREMENT OFFICER 


Specification Number: 1186934 
Type of Funding: CITY 
Title: 1186934: Damen Green Line Elevated CTA Station 


City Of Chicago 


Table of Contents 


1 Header Information...........0...:ccccecceececeeseeeeeeeeeeceseeeseeseeeseenseeaes 
1.1 General Information............ccceeccesceeseesceeseeneeesecneeeseeneenees 
D2V TORI eesisascisvawedette Sovsiadiwscctooctescvsnseventeteussd soevudensdeuemnceas® 
1.3 Requirements... eee eee eeeeeeereecseeeecsecaececsseeeensees 
1,4: Attachments sisc.ccceetesincssceeete dedee ie ivastadeneeenatieoevanetees 
1.5 Response Rules... eee ee ceeececeseeeeceeeeeeeeseeeeeeseeeaeaes 

2:Price: Schedule sted te ivieieatienncnl ce Nuhin oats 
2A Toi INfOrMatiOn 5.002 cciees sever eesenssth cetenst ed betaetadeccdens 
2 2 Tsiné Detail sv.tia0 sseiienctenean adie seat vauctinen cies 

DDN LANE sscsvedeivassdecicts ccothsvatecosenveetedevszeestets Ais toventeeseteds 
Di 2D VANE ?D tseceiestootedescts Metessswtiedh tupivdetitessteni euietetentteeteas 
DDB LANES Sscevedeteasdesscts ccvtedccencesiceseceeseecouseein puis teveeteeseands 
DD Taine: Ae so sscsetes is eee eae PS 
DDO LAMe! Dy sas shots che sishs ss see ieis tease Ssh eles ec ees ehe 
232-6 Leanne Oe. os2c eee esti dee ie eee 
D220 LACT sc05 os edidle vss havea ie Gs eee 
228 TEAMS Oe. casecerelsdeatetters ices eastern aaah aaa 
2D Qu Denine Oe seccabesedbowes hive tisicesucabsesutthteeas tis ctv vousdeeventoeseuye 
22:10 Lime: lO vivian ccecten aeseceee aves ates vat asaavavences aentehieeds 
22.11 Lime: VV eidiccicnecnciaediahlaavaaiadiacsiss del: 
22:12 ime 12 ie ee i ee 
D213 Lime 13s se ieccisdesr ce eeleeedveetalevgvia alaavsveacevteeeadens 
22:14, Lime lA sie aided ie ae eae eee 


22 V9 VIMO 1D istecticiss eels ekiagh havent Gaia 


Specification Number: 1186934 
Type of Funding: CITY 
Title: 1186934: Damen Green Line Elevated CTA Station 


Solicitation #7345,6 


Page 2 


City Of Chicago 


1 Header Information 


1.1 General Information 


Title 1186934: Damen Green Line Elevated CTA Station 
Description 1186934: Damen Green Line Elevated CTA Station - The work includes 
the construction of a new Damen Avenue Elevated CTA Station located 
on the Chicago Transit Authority’s (CTA) Green Line. 
Amendment Date 22-FEB-2021 16:50:30 


Amendment Addendum 2 - Notice of Bid Postponement 


Solicitation #7345,6 


Description 
Preview Date 08-JAN-2021 10:30:00 Open Date 08-JAN-2021 10:30:00 
Close Date 11:00 AM Central Award Date Not Specified 
Time, 10-MAR-2021 
Time Zone Central Time Buyer TERRELL, LYNNETTE 
Quote Style Sealed Email Lynnette.Terrell @ cityofchica 
go.org 
Event Construction Outcome Construction Standard PO 


1.2 Terms 
Ship-To Address 084- CDOT RM400 Bill-To Address 084- CDOT RM400 
30 N. LA SALLE ST. 30 N. LA SALLE ST. 
ROOM 400 ROOM 400 
Chicago, IL 60602 Chicago, IL 60602 
United States United States 
Payment Terms IMMEDIATE Carrier 
FOB Freight Terms Paid 


1.3 Requirements 


<B>KEY SOLICITATION PARA METERS</B> 


BID DEPOSIT: 5% of the Total Base Bid 


Type No Response Required 


PERFORMANCE BOND: When required by the Chief Procurement Officer the successful bidder or 
bidders shall, within seven (7) calendar days of receipt of notice from the City, furnish a performance 
bond in the full amount of the contract. 


Type No Response Required 


DPS UNIT: Construction 


Type No Response Required 


PRE-BID/PRE-PROPOSAL CONFERENCE: Strongly Sugested 


Type No Response Required 


<B>COMMODITIES/WORK 
SERVICES/HEAVY EQUIPMENT/SMALL 
ORDERS/CONSTRUCTION/JOC 
CHECKLIST</B> 
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<B>COMMODITIES/WORK 
SERVICES/HEAVY EQUIPMENT/SMALL 
ORDERS/CONSTRUCTION/JOC 
CHECKLIST</B> 


This is a checklist of all supporting documents that must be attached to your bid response. Attach all 
documents specified below. After attaching, click "YES" to indicate that the attachment was completed. 


Type No Response Required 


- Award Criteria Determination completed. - (Construction) 
Circle one from the response values below: 

YES 

NO 


- Proposal Page completed, signed and notarized - (ALL) 
Circle one from the response values below: 

YES 

NO 


- Proposal To Be Completed By a Corporation - (ALL) 
Circle one from the response values below: 

YES 

NO 


- Proposal To Be Completed By a Partnership - (ALL) 
Circle one from the response values below: 

YES 

NO 


- Proposal To Be Completed By a Joint Venture - (ALL) 
Circle one from the response values below: 

YES 

NO 
- Proposal To Be Completed By a Sole Proprietor - (ALL) 


Circle one from the response values below: 
YES 
NO 


- Certificate of Filing of Economic Disclosure Statement and Affidavit (EDS) - (ALL) 


Circle one from the response values below: 
YES 
NO 


BID INCENTIVE / PREFERENCE AFFIDAVIT(S) 


Type No Response Required 


- Chicago Business Affidavit - (ALL) 
Circle one from the response values below: 

YES 

NO 


- Small Business/Veterans Preference Joint Venture - (ALL) 


Circle one from the response values below: 
YES 
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<B>COMMODITIES/WORK 
SERVICES/HEAVY EQUIPMENT/SMALL 
ORDERS/CONSTRUCTION/JOC 
CHECKLIST</B> 

NO 
- Alternatively Powered Vehicles affidavit - (ALL) 


Circle one from the response values below: 
YES 
NO 
- Affidavit of Uncompleted Work (Construction) 


Circle one from the response values below: 
YES 
NO 
- Department of Procurement Services Bid Bond (Construction) 


Circle one from the response values below: 

YES 

NO 
- Contractor’s Affidavit Regarding Removal of All Waster Materials and Identification of all Legal Dump 
Sites (Construction) 


Circle one from the response values below: 
YES 
NO 
- Schedule AP: Letter of Intent to Hire/Sponsor Union Apprentices (Construction) 


Circle one from the response values below: 
YES 
NO 

M/W/VBE DOCUMENTS 


Type No Response Required 
- Schedule B - MBE/WBE Affidavit of Joint Venture - (ALL) 


Circle one from the response values below: 
YES 
NO 
- Schedule C and C-V - - MBE/WBE Letter of Intent To Perform As a Subcontractor or Supplier - (ALL) 


Circle one from the response values below: 
YES 
NO 
-Schedule D and D-V- Compliance Plan Regarding MBE and WBE Utilization - (ALL) 


Circle one from the response values below: 
YES 
NO 
- Schedule F - Report of Subcontractor Solicitations - (Construction) 


Circle one from the response values below: 
YES 
NO 
- Schedule H -Documentation of Good Faith Efforts (Construction) 
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<B>COMMODITIES/WORK 
SERVICES/HEAVY EQUIPMENT/SMALL 
ORDERS/CONSTRUCTION/JOC 
CHECKLIST</B> 


Circle one from the response values below: 
YES 

NO 

- Request for Full or Partial Waiver - (ALL) 
Circle one from the response values below: 
YES 

NO 


- Letters of Certification for all M/W/VBE’s - (ALL) 


Circle one from the response values below: 
YES 
NO 


<B>OPTIONAL LGBT-OWNED BUSINESS 
ENTERPRISE SURVEY</B> 


Mayor Lori E. Lightfoot introduced a resolution acknowledging LGBT-Owned Business Enterprises 
(LGBTBEs) and their contributions to Chicago's economy and residents, which passed in City Council on 
January 15, 2020. In collaboration with the Department of Law, the Department of Procurement Services 
is tasked with gathering information to assess the activity of LGBTBEs as related to government 
contracting. In order to assist the City with gathering this information, we ask you to take a moment to fill 
out the optional LGBT Business Enterprises Survey. For more information, visit 
www.chicago.gov/lgbtbiz. This survey is optional and not a requirement of bidding. 

Type No Response Required 

<B>AWARD CRITERIA DETERMINATION - 

CANVASSING FORMULA</B> 


LINE 1. Base Bid, in Figures 


Provide your answer below 


LINE2. Percentage of the total journey worker hours that the Contractor proposes to be worked by 
minority Journey workers during construction of the Project. (Maximum figure .70) Supplier needs to 
calculate and enter manually 


Provide your answer below 


LINE3. Multiply Line 2 by Line 1 by 0.04 Supplier needs to calculate and enter manually 
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<B>AWARD CRITERIA DETERMINATION - 
CANVASSING FORMULA</B> 


Provide your answer below 


LINE4. Percentage of the total Apprentice hours that the Contractor proposes to be worked by minority 
Apprentices during construction of the project. (Maximum figure .70) Supplier needs to calculate and 
enter manually 


Provide your answer below 


LINES. Multiply Line 4 by Line 1 by 0.03 Supplier needs to calculate and enter manually 


Provide your answer below 


LINE. Percentage of the total Laborer hours that the Contractor proposes to be worked by minority 
Laborers during construction of the project. (Maximum figure .70) Supplier needs to calculate and enter 
manually 


Provide your answer below 


LINE7. Multiply Line 6 by Line 1 by .01 Supplier needs to calculate and enter manually 


Provide your answer below 
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<B>AWARD CRITERIA DETERMINATION - 
CANVASSING FORMULA</B> 


LINES. Percentage of the total Journey worker hours that the Contractor proposes to be worked by female 
Journey workers during construction of the project. (Maximum figure .15) Supplier needs to calculate 
and enter manually 


Provide your answer below 


LINE9. Multiply Line 8 by Line 1 by 0.04 Supplier needs to calculate and enter manually 


Provide your answer below 


LINE 10. Percentage of the total Apprentice hours that the Contractor proposes to be worked by female 
Apprentices during construction of the project. (Maximum figure .15) Supplier needs to calculate and 
enter manually 


Provide your answer below 


LINE11. Multiply Line 10 by Line 1 by 0.03 Supplier needs to calculate and enter manually 


Provide your answer below 


LINE12. Percentage of the total Laborer hours that the Contractor proposes to be worked by female 
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<B>AWARD CRITERIA DETERMINATION - 
CANVASSING FORMULA</B> 


Laborers during construction of the project. (Maximum figure .15) Supplier needs to calculate and enter 
manually 


Provide your answer below 


LINE13. Multiply Line 12 by Line 1 by 0.01 Supplier needs to calculate and enter manually 


Provide your answer below 


LINE14. Summation of Lines 3, 5, 7, 9, 11, and 13 Supplier needs to calculate and enter manually 


Provide your answer below 


LINE15. Subtract Line 14 from Line 1 = Award Criteria Figure Supplier needs to calculate and enter 
manually 


Provide your answer below 


1.4 Attachments 
Name Data Type Description 
Attachment 00: Addendum _| File Attachment 00: Addendum 2_Addendum 1, 
2_Addendum 1, Clarification Clarification 1, 2,3 and 4 
1, 2,3 and 4 
Attachment 01: File Attachment 01: eProcurement Appendix 
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Name Data Type Description 
eProcurement Appendix 
Attachment 02: Book | File Attachment 02: Book 1 
Attachment 03: Book 2 File Attachment 03: Book 2 
1.5 Response Rules 


Specification Number: 1186934 
Type of Funding: CITY 


Solicitation is restricted to invited suppliers 

Suppliers are allowed to view other suppliers' contract terms, notes and attachments 
Suppliers are allowed to respond to selected lines 

X| Suppliers are required to respond with full quantity on each line 

X| Suppliers are allowed to provide multiple responses 

Buyer may close the solicitation before the Close Date 

Buyer may manually extend the solicitation while it is open 
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2 Price Schedule 


2.1 Line Information 


Display Rank As No indicator displayed 
Ranking Price Only 


Cost Factors None 


Solicitation #7345,6 


Retainage 
Retainage Attributes Negotiable 
Maximum Retainage Amount No 
Retainage Rate (%) No 
Line Item, Rev| Target | Unit Unit Price Amount 
Quantity 
1 Track Flagging 100,000 | Allowanc 
Operations e 
2 Track Access 100,000 | Allowanc 
Occurences e 
3 Mobilization 1 Lump 
Sum 
4 Civil Work 1 Lump 
Sum 


5 Disposal of 


100,000 | Allowanc 


Regulated Substances e 

6 Structural Work 1 Lump 
Sum 

7 Architectural Work 1 Lump 
Sum 

8 Pllumbing Work 1 Lump 
Sum 

9 Mechanical Work 1 Lump 
Sum 

10 Electrical Work 1 Lump 
Sum 


11 Electrical Utility 
Service Work 


294,486 | Allowanc 


e 
12 Communications 1 Lump 
Work Sum 
13 Track Work 1 Lump 
Sum 
14 Traction Power 1 Lump 
Work Sum 
15 Signal and Train 1 Lump 
Control Work Sum 
2.2 Line Details 


2.2.1 Line 1 Track Flagging Operations 
Category 00000.. 


Need-By Date Not Specified 
Ship-To Address 084- CDOT RM400 


30 N. LA SALLE ST. 
ROOM 400 

Chicago, IL 60602 
United States 


Specification Number: 1186934 


Type of Funding: CITY 


Start Price (USD) Not Specified 


Target Price (USD) 1 
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2.2.2 Line 2 Track Access Occurences 
Category 00000.. 


Need-By Date Not Specified 
Ship-To Address 084- CDOT RM400 


30 N. LA SALLE ST. 


ROOM 400 
Chicago, IL 60602 
United States 


2.2.3 Line 3 Mobilization 


Category 00000.. 
Need-By Date Not Specified 
Ship-To Address 084- CDOT RM400 


30 N. LA SALLE ST. 


ROOM 400 
Chicago, IL 60602 
United States 


2.2.4 Line 4 Civil Work 


Category 00000.. 
Need-By Date Not Specified 
Ship-To Address 084- CDOT RM400 


30 N. LA SALLE ST. 


ROOM 400 
Chicago, IL 60602 
United States 


2.2.5 Line 5 Disposal of Regulated Substances 


Category 00000.. 
Need-By Date Not Specified 
Ship-To Address 084- CDOT RM400 


30 N. LA SALLE ST. 


ROOM 400 
Chicago, IL 60602 
United States 


2.2.6 Line 6 Structural Work 


Category 00000.. 
Need-By Date Not Specified 
Ship-To Address 084- CDOT RM400 


30 N. LA SALLE ST. 


ROOM 400 
Chicago, IL 60602 
United States 


2.2.7 Line 7 Architectural Work 


Category 00000.. 
Need-By Date Not Specified 
Ship-To Address 084- CDOT RM400 


30 N. LA SALLE ST. 


ROOM 400 
Chicago, IL 60602 
United States 


Specification Number: 1186934 
Type of Funding: CITY 


Start Price (USD) 
Target Price (USD) 


Start Price (USD) 
Target Price (USD) 


Start Price (USD) 
Target Price (USD) 


Start Price (USD) 
Target Price (USD) 


Start Price (USD) 
Target Price (USD) 


Start Price (USD) 
Target Price (USD) 
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Not Specified 
1 


Not Specified 
Not Specified 


Not Specified 
Not Specified 


Not Specified 
1 


Not Specified 
Not Specified 


Not Specified 
Not Specified 
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2.2.8 Line 8 Plumbing Work 


Category 00000.. 
Need-By Date Not Specified 
Ship-To Address 084- CDOT RM400 


30 N. LA SALLE ST. 


ROOM 400 
Chicago, IL 60602 
United States 


2.2.9 Line 9 Mechanical Work 


Category 00000.. 
Need-By Date Not Specified 
Ship-To Address 084- CDOT RM400 


30 N. LA SALLE ST. 


ROOM 400 
Chicago, IL 60602 
United States 


2.2.10 Line 10 Electrical Work 
Category 00000.. 
Need-By Date Not Specified 
Ship-To Address 084- CDOT RM400 


30 N. LA SALLE ST. 


ROOM 400 
Chicago, IL 60602 
United States 


2.2.11 Line 11 Electrical Utility Service Work 


Category 00000.. 
Need-By Date Not Specified 
Ship-To Address 084- CDOT RM400 


30 N. LA SALLE ST. 


ROOM 400 
Chicago, IL 60602 
United States 


2.2.12 Line 12 Communications Work 


Category 00000.. 
Need-By Date Not Specified 
Ship-To Address 084- CDOT RM400 


30 N. LA SALLE ST. 


ROOM 400 
Chicago, IL 60602 
United States 


2.2.13 Line 13 Track Work 


Category 00000.. 
Need-By Date Not Specified 
Ship-To Address 084- CDOT RM400 


30 N. LA SALLE ST. 


ROOM 400 
Chicago, IL 60602 
United States 


Specification Number: 1186934 
Type of Funding: CITY 


Start Price (USD) 
Target Price (USD) 


Start Price (USD) 
Target Price (USD) 


Start Price (USD) 
Target Price (USD) 


Start Price (USD) 
Target Price (USD) 


Start Price (USD) 
Target Price (USD) 


Start Price (USD) 
Target Price (USD) 
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Not Specified 
Not Specified 


Not Specified 
Not Specified 


Not Specified 
Not Specified 


Not Specified 
1 


Not Specified 
Not Specified 


Not Specified 
Not Specified 
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2.2.14 Line 14 Traction Power Work 


Category 00000.. Start Price (USD) Not Specified 
Need-By Date Not Specified Target Price (USD) Not Specified 
Ship-To Address 084- CDOT RM400 
30 N. LA SALLE ST. 
ROOM 400 
Chicago, IL 60602 
United States 


2.2.15 Line 15 Signal and Train Control Work 


Category 00000.. Start Price (USD) Not Specified 
Need-By Date Not Specified Target Price (USD) Not Specified 
Ship-To Address 084- CDOT RM400 
30 N. LA SALLE ST. 
ROOM 400 
Chicago, IL 60602 
United States 
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Addendum No. 2 
Damen Green Line Elevated Station 
Specification No. 1186934 
CDOT Project No. D-7-135 


For which proposals will be opened in the office of the Department of Procurement Services, 
Room 108, City Hall, 121 North LaSalle Street, Chicago, Illinois 60602, on February 23, 2021 at 
11:00 a.m., Central Time 


BIDDER WILL ACKNOWLEDGE RECEIPT OF THIS ADDENDUM 
IN THE SPACE PROVIDED ON THE PROPOSAL PAGE 


|. The original bid opening date of February 23, 2021 has been postponed until March 10, 
2021 @ 11:00 am Central Time. 


End of Addendum 2 


Department of Procurement Services Shannon E. Andrews 
City of Chicago Chief Procurement Officer 


February 22, 2021 
Clarification No. 4 


Damen Green Line Elevated Station 


CDOT Project No. D-7-135 
Specification No. 1186934 


For which proposals will be opened in the office of the Department of Procurement Services, Room 
103, City Hall, 121 North LaSalle Street, Chicago, Illinois 60602, 
on February 23, 2021 at 11:00 a.m., Central Time 


BIDDER WILL ACKNOWLEDGE RECEIPT OF THIS CLARIFICATION 
IN THE SPACE PROVIDED ON THE PROPOSAL PAGE 


CLARIFICATION 


Question: Sheet Al 1-12 Details #4 and #3, show louvers and a metal panel system on the north 
tower. There is no elevation showing these louvers in the drawings. Sheet A21-02 and A20-05A 
show an elevation of the tower but no louvers or metal panel system is shown. Please clarify 
where these louvers are located and provide more detail. 


Answer: Elevation 1/A20-05B shows the location of the metal panels shown on 3 & 4/A11-12. 


Question: 1. Regarding Section 10 14 16, Plaques, the two acceptable manufacturers included 
in the specifications do not make stainless steel plaques. We request that you either provide 
alternate manufacturers or an alternate material for the plaque. 


Answer: The bid is to include cast stainless steel as the plaque material. At least one of the 
specified manufacturers indicates that stainless steel is available. 


Question: Are signs E33 and E34 Furnished by Contractor? Reference, E60-04 


Answer: Yes, these signs are furnished by the Contractor. 


Question: Please confirm only the F8A lighting fixtures on the bridge are controlled by the 
Dimming Lighting Control Panel shown on E60-18 Reference, E60-18 


Answer: Only the Light Fixture Type F8A located on the Bridge are being dimmed as shown on 
Dwg E10-16. 


Clarification No. 4 1 Shannon E. Andrews 
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Question: Will any EM light fixtures be controlled through the Dimming Lighting Control 
Panel, or will a separate dimming control panel be required? Reference, E60-18 


Answer: No emergency lights are to be dimmed. 


Question: Sonet equipment had an EOL a few years ago and we need to know what is the MPLS 
router we need to install for this project Reference, Spec section 27 21 10 


Answer: Provide the current product that meets the specified performance requirements. 


Question: comm room computer is out of spec Reference, Spec Section 27 22 33 


Answer: Provide the current product that meets the specified performance requirements. 


Question: network switches are obsolete , please provide updated network switches Reference, 
Spec section 27 21 29 


Answer: Provide the current product that meets the specified performance requirements. 


Question: DMS signs are obsolete, provide specs for the new 42 inch monitor for CTA 
Reference, Spec Section 27 42 16 


Answer: Provide the current product that meets the specified performance requirements. 


Question: PA rack is obsolete, please provide new part numbers Reference, Spec Section 27 51 
16 


Answer: Provide the current product that meets the specified performance requirements. 


Question: Storage Array is obsolete, please updated part numbers Reference, Spec Section 28 23 
13 


Answer: Provide the current product that meets the specified performance requirements. 


Question: The SVT part number is obsolete, please provide the new part number Reference, 
Spec Section 28 23 16 


Answer: Provide the current product that meets the specified performance requirements. 


Question: NVR is obsolete. Need updated Teleste part number Reference, Spec Section 28 23 19 


Answer: Provide the current product that meets the specified performance requirements. 
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Question: Fixed cameras are obsolete, please provide updated part numbers Reference, Spec 
Section 28 23 31 


Answer: Provide the current product that meets the specified performance requirements. 


Question: PTZ cameras are obsolete, please provide update part numbers Reference, Spec 
Section 28 23 32 


Answer: Provide the current product that meets the specified performance requirements. 


Question: Please provide nameplate information for the existing DC switchgear at Washington 
substation Reference, Spec section 34.21.05 


Answer: The existing DC switchgear is 600VDC switchgear by Impulse NC, Inc. with 10000A 
DC bus. 


Question: Please verify existing wayside comm cable (both fiber and copper) is to be reused 
between the Lake/California and Lake/Ashland Comm Rooms. Is the contractor only required to 
protect in place the existing 96SM FOC and 50Pr #22 / 12pr#18 Copper Cables and Splice into 
them for connection to the new Damen Comm Room? 


Answer: The Contractor is required to relocate existing cables prior to start of construction and 
protect during construction of new platform. The Contractor may provide splices as needed for 
this work. The splices shall be located such that the longer portion of cables may be reused to the 
new Communication Room. The shortsection will require new cables spliced to extend to new 
Communication Room creating a continuous backbone. All work and shutdowns shall be 
coordinated and approved a minimum 2 weeks prior to start of cabling work. 


Question: Please provide a TC drawing of existing equipment to be removed/relocated or 
removed/salvaged? (Bonds/ Loops / Signals / JB's etc....) 


Answer: Bid is to include the scope and performance indicated in the Contract Documents. 


Question: Please provide TC drawings with station marks of the new equipment required to 
facilitate the new signal design / layout for the project. Bonds/ Loops / Track circuits/ JB"s / 
Platforms. 


Answer: Bid is to include the scope and performance indicated in the Contract Documents. 


Question: Please provide Cable layouts for the new/relocated signal equipment. 


Answer: Bid is to include the scope and performance indicated in the Contract Documents. 


Question: Are future capabilities demonstrations required for new Bonds/Track Circuits as 
specified in special provisions? 
Clarification No. 4 3 Shannon E. Andrews 
City of Chicago Chief Procurement Officer 


Answer: Bid is to include the scope and performance indicated in the Contract Documents. 


Question: Who is responsible for the new train control design/layout?? CTA/CDOT or the 
contractor?? 


Answer: Bid is to include the scope and performance indicated in the Contract Documents. 


Question: Who is responsible for modifications to the existing signal houses on either side of the 
Damen Station? Hardware and Software? 


Answer: Bid is to include the scope and performance indicated in the Contract Documents. 


Question: Please provide Signal/ Comm Phasing diagrams as existing signal and 
communications will need to be keep operational during construction. 


Answer: The Contractor is required to relocate existing cables prior to start of construction and 
protect during construction of new platform. The Contractor may provide splices as needed for 
this work. The splices shall be located such that the longer portion of cables may be reused to the 
new Communication Room. The shortsection will require new cables spliced to extend to new 
Communication Room creating a continuous backbone. All work and shutdowns shall be 
coordinated and approved a minimum 2 weeks prior to start of cabling work. 


Bid is to include the scope and performance indicated in the Contract Documents. 


Question: Spec 01 43 41 SPECIAL MOCKUPS refers to spec 08 44 26 STRUCTURAL 
GLASS CURTAIN WALL. This section is not included. Please advise. 


Answer: Paragraph 01 43 41(1.2)(C) shall read, “The struetural glass curtain wall work 
specified in this section shall be performed as specified in Section 08-4426SFRUCFURAE 
GEASS-CURFAIN WAEES 08 80 00 GLAZING.” 


Question: On sheet A62-01, the Door Schedule shows door M109A as type V7. There is no 
drawing of V7 door type. Please Clarify. 


Answer: Door M109A shall be type FF. 


Question: There are no Fire Protection specs or plans provided, please confirm if there is any 
fire protection to be included in base bid. 


Answer: There is no fire protection scope included in the project. 


Question: There are no Fire Proofing specs or plans provided, please confirm if there is any fire 
proofing to be included in base bid. 


Answer: There is no fireproofing scope included in the project. 


Clarification No. 4 4 Shannon E. Andrews 
City of Chicago Chief Procurement Officer 


Question: Paragraph 1.08 of Spec. Section 01 01 00--Summary Of Work indicates the 
contractor is to obtain all permits. Who is responsible of paying for the General Building Permit 
and what is the cost associated with the General Building Permit? 


Answer: The contractor is responsible for all costs associated with the General Building Permit. 
It is also the bidder’s responsibility to determine the cost of the work and the associated permit 
fees, both of which are to be included in the bid. 


Question: Paragraph 1.3C of spec. Section 01 43 41--Special Mockups indicates the contractor 
is to obtain and pay for all permits. The mock-ups are included on the drawings. Please confirm 
the cost of the mockup permits is not included with the General Building Permit. If the cost in 
not included in the General Building permit, what City of Chicago permits are required for the 
mock-ups? 


Answer: Special mockup work is delegated design so the responsibility for producing 
engineered drawings and submitting them for the appropriate permits is the bidder’s 
responsibility. It is also the bidder’s responsibility to determine the cost of that work and the 
associated permit fees, both of which are to be included in the bid. 


Question: To aid in a better understanding of the project, will the BIM Model be issued? 


Answer: The BIM model will be available to the low bidder upon contract award with the 
execution of an electronic file transfer agreement (provided by the design team). 


Question: We are unable to locate any information in regard the viewing/attending of the Bid 
Opening? Please provide instructions on how to view/attend the Bid Opening. 


Answer: Information on the bid opening will be provided to bidders by the Department of 
Procurement Services. 


Question: Paragraph 1.02A3 of Spec. Section 01 55 26--Traffic Control indicates Traffic 
Control is required for all work along Wabash Ave. between E. Monroe St. and E. Lake St. and 
the local roadways as identified in the Maintenance of Traffic Plan. We are unable to locate any 
work along Wabash Ave. Please direct us to where this work is shown on the drawings. 


Answer: Paragraph 01 55 26(1.02)(A)(3) should read, “Traffic Control is required for all work 
along WabashA-ve-between-E.Monree St-and E. Lake St_and the local roadways as 
identified in the Maintenance of Traffic Plan.” 


Question: Note 1 on A42-04 reads, "PROVIDE TWO DRAWER METAL FILE CABINET IN 
EACH ELEVATOR CONTROL ROOM." Elevation 5 on A42.02 indicates the file cabinet is 
OF/OI. Please clarify who is to furnish and install all file cabinets. If the file cabinets are by the 
contractor, please provide a specification for them. 
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Answer: The note is correct, and the bidders are to include (1) two-drawer metal file cabinet in 
each of (3) control rooms. Standard 2-drawer metal office file cabinets do not require a 
specification. 


End of Clarification No. 4 
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February 19, 2021 
Clarification No. 3 


Damen Green Line Elevated Station 


CDOT Project No. D-7-135 
Specification No. 1186934 


For which proposals will be opened in the office of the Department of Procurement Services, Room 
103, City Hall, 121 North LaSalle Street, Chicago, Illinois 60602, 
on February 23, 2021 at 11:00 a.m., Central Time 


BIDDER WILL ACKNOWLEDGE RECEIPT OF THIS CLARIFICATION 
IN THE SPACE PROVIDED ON THE PROPOSAL PAGE 


CLARIFICATION No. 3 


Question: Page 21 of Book 2 in the specifications outlines the Award Criteria Determination for this 
project; however there is not a place on the online submission form to enter this Award Criteria 
Calculation. Will this project require an Award Criteria calculation? If so, can the online submission page 
be updated to allow for entry of the Award Criteria Calculation? 


Answer: The Award Criteria Determination found on Page 21 of Book 2 is included in the electronic 
document for input. 


Question: Page 4 of the City of Chicago Solicitation (#7345,1) indicates the Proposal Pages are to be 
completed, signed and notarized. Item 4 of Appendix 1-eProcurments indicates the Proposal Pages do 
not need to be submitted with the bid. Additionally, there is not a location on the Proposal Pages for a 
signature. Please clarify if the Proposal Pages are to be submitted with our bid 


Answer: As stated in the eProcurement Appendix; the appendix supersedes any conflicting provisions in 
Books 1, 2, and 3. 


Question: Page 5 of the City of Chicago Solicitation references Schedule AP: letter of Intent to 
Hire/Sponsor Union Apprentices. We are unable to located a Schedule AP. Please direct us to its 
location or confirm Schedule AP does not need to be submitted with the bid. 


Answer: This form will be provided to the lowest bidder if applicable 


Question: When submitting RFI’s thru supplier, we did not always receive a confirmation the RFI were 
received. We are concerned a confirmation (“Time of Quote”) of our bid submittal will not be received. Is 
an alternate confirmation method available to verify our bid was received on time. 


Answer: When submitting RFI in the Online Discussion, you should receive a manual response 
acknowledging your request and the status of the message is also available to you. Regarding bid 
submittals, the status of your bid should read as active at the time of bid opening. 
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Question: From Roofer — Drawing A32-14 shows modified roofing turning 90 degree in 
the detailed sections and to wrap through the gutter and over the parapet. This cannot 
be done with modified and will void any warranty. This can be done with single ply 
materials such as TPO. Does CTA want a modified roof here or a single ply that will be 
warrantable? 


Answer: Modified bitumen roofing systems are capable of being installed as shown 
with full warranty. Bids should include costs for installation of manufacturer standard 
details to achieve a complete and warrantable installation. 


Question: Sheet G10-00 General note 4 states the contractor “may” be required to pay 
inspection fees to various departments of the city. Can CDOT please provide a fee 
schedule for each department or clarify which departments will charge inspection fees 
G10-00 note 5 stats the contractor must obtain necessary permits from the city of 
Chicago and state of Illinois prior to commencing Construction. Costs shall be 
considered incidental to the contract. Typically permit fees from CDOT are waived. 
Please confirm cdot permit fees for street opening and occupy will be waived for this 
project. G10-00 note 18 states the contractor shall be responsible for 


Answer: The contractor is responsible for obtaining all necessary permits and for all 
costs associated with permits as indicated in paragraph 1.08 CONSTRUCTION 
PERMITS in section 01 01 00 SUMMARY OF WORK. 


Question: Detail 5/A31-11, EWS-07A, Butt glazed curtain wall on the 2™ Floor, is sitting 
on ashoe on the floor. No connection is shown at the top. How will the curtain wall 
connect at the top? 


Answer: A channel is to be provided at the top of the glass similar to detail 3/A31-16, 
but without the gutter. 

Question: Due to the size and complexity of the project, we request a bid date 
extension. Please confirm whether an extension will be issued. 

Answer: A bid extension will not be considered at this time. 

Question: Confirm if sign type P-69 at location L1-013 on drawing AG11-01 is actually 
supposed to be P-19 Rail Transit Map based on schedule in AG60-01. If it is to be P19 
Rail Transit Map, please reflect this in drawing AG11-01 and AG43-02/1. 


Answer: The Message Schedule on AG60-01 is correct and the sign at location L1-13 
is to be P19. 


Clarification No. 3 2 Shannon E. Andrews 
City of Chicago Chief Procurement Officer 


Question: Sign type P2 at location L1-015 cannot be found on AG11-01. In addition, 
AG48-02/1 shows sign type P2. Please add sign type P2 at location L1-015 to drawing 
AG11-01 at the transit information panel pre-fare. 


Answer: Sign type P2 shall be provided as located per 1/AG43-02. 


Question: Level 3 sign schedule calls for four (4) P-53var signs. Drawing AG11-13 
does not have L3-012 sign. Confirm whether sign L3-012 is on L3. If yes, please 
provide location of this sign on drawing AG11-13 and ensure there is a corresponding 
elevation view of this sign. 


Answer: L3-012 sign is elevated and dimensioned on 5/AG43-08. 


Question: Sign schedule calls for four (4) Suicide Prevention Signs (SPS), one on 
Platform West (PW) and three on Platform East (PE). The SPS number 081 is not 
shown on PE. Please confirm if there are supposed to be three SPS on PE and where 
SPS 081 is to be located. 


Answer: PE-081 is located above PE-082. 


Question: AG11-22B shows two sign P-13 heat available signs. Message schedule 
does not reflect this. Please add. 


Answer: PW-073.1 shall be the same as PW-015.1. It is located per AG11-22B and 
elevated per 6/AG43-09. 


Question: Reference A21-01, A43-04: Detail 1 on A21-01 shows a large Art Wall at 
the Station. Details 1 and 2 on A43-4 detail this as a glass tile wall. Please advise if 
the glass tile is what is considered the "art wall" or if art will be applied on top of the 
glass tile. If the glass tile is the art, please advise if there is a color or pattern for the 
tile on the wall. If the art wall is applied on top of the glass tile, please confirm the art 
will be provided by Owner. 


Answer: The art wall is a mosaic created by the glass tiles. The artist will provide a 
digital file of the artwork image to one of the manufacturers listed in the specification. 
(Reference 09 30 20 Glass Tiling per 2/A43-04.) Sheets of glass tiles, ready for 
installation, will be produced by the tile manufacturer based on the artist’s image. The 
contractor is responsible for procuring and installing the glass tile mosaic and related 
accessories. 


Question: AG11-22B has sign type P-47var at locations PW-022 and PW-067. On the 
message schedule these locations show sign type of just P47. Confirm if these 
locations are supposed to be P-47 or P-47var. Whichever is correct, adjust elevation 
view to reflect correction 
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Answer: These signs shall be P-47var. 


Question: AG11-22A, which is Platform East (PE), has sign type P- 47var that's 
PW-067. Please direct if this Platform West (PW) sign is supposed to be removed or 
if it was incorrectly added and should be a PE sign. If this is supposed to be a PE sign, 
which sign on the message schedule is this? Any corrections made ensure the are 
reflected on the elevation drawings 


Answer: This shall be a PE sign and have the same message as the PW-067 sign. 


Question: Reference 22 13 16, P10-02: On Drawing No. P10-02, a note at the top of 
the drawing says “All exposed storm piping above platform shall be Stainless Steel”. 
What schedule stainless steel pipe and fittings are required above the platform? 
Specification 22 13 16 calls out 316L stainless steel, but does not specify schedule. 


Answer: Provide 18ga stainless steel (816L) and standard fittings. 


Question: Reference 22 05 00: Section 3.17, painting, states, "Piping, ductwork, 
and equipment shall be left cleaned and primed, ready for finish painting." Please 
confirm this addresses only piping and ductwork that will not be insulated in the 
field? 


Answer: The insulation on the piping or ductwork shall be painted. 


Question: Reference 22 05 00: Section 3.20, Cleaning and Lubrication, states,"Flush 
piping systems." Please confirms this only applies to the Domestic Water system and 
not the Sanitary and Storm Systems? 


Answer: Correct, flushing is for removing interferences in the domestic water piping 
system. 


Question: Reference AG43-11/4: Sign P47 VAR is 12' x 1' in this elevation drawing 
(144" x 12"). The message schedule has 96" x 12". Clarify if the sign is to be the 
message schedule measurement or the elevation drawing? 


Answer: The size shall be per the elevation. 

Question: Reference AG11-22A, AG11-22B, Message Schedule: Message schedule 
has ten instances of sign P-7, whereas drawings AG11-22A and -22B have only 4 
locations for these signs. See AG43-10/2 for elevation view for reference as to how 
and where these signs are mounted 

Answer: Refer to 2/AG43-10 for locations of P-7 signs indicated in message schedule. 
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Question: Reference 10 44 16: 2.02.A says to "provide fire extinguishers of each type 
listed for each location". Could only find locations of extinguishers in Customer 
Assistant Kiosk (CAK) and Maintenance Facility. Confirm maintenance facility is the 
same as storage room. Please provide mounting locations for remaining locations, 
including the following: plumbing equipment room, elevator control room, escalator 
control space, electrical room, communication room. Also provide locations for 
2.02.F for hand held cartridge type fire extinguishers set in cabinets. 


Answer: Provide fire extinguishers in each location identified in the specification. 
Maintenance shall be considered a storage room. 


Question: Reference 09 65 13: The Specifications indicate resilient base exists in the 
station, but there is no reference to it on the drawings. Please advise where the 
resilient base is located. 


Answer: Resilient base has been removed from the project. 


Question: Reference S11-10: The Caisson Legend indicates that the elevation of the 
top of caisson shaft is from the City of Chicago Datum. Please confirm if the 
elevations on $11-10 are from City of Chicago Datum or Building Datum. 


Answer: Caisson elevations shown on S11-10 are referenced from building datum. 


Question: Reference S30-04: The micropile layout plans on S30-04 appear to 
distinguish between existing piles and new piles. Please confirm PC-4 contains 
existing piles to remain in place and that PC-4A, PC-4B, and PC-14 contain new 
piles to be installed. 


Answer: Confirmed 


Question: Reference A62-01, A62-02: The Door Schedule on A62-01 shows the 
different door & frame types and Drawing A62-02 shows jamb, head, and sill details, 
but there are no detailed drawings for the doors and frames. Please provide detailed 
drawings for the doors and frames. 


Answer: All necessary door and frame details are included in the drawings. 


Question: Reference 32 14 00, A30-00: Specification 32 14 40 para. 2.2 A.3 calls 
out the thickness for the paving to be “not be less than 1-1/4 inches unless 
otherwise noted”. On 8/A30-00, the interior pavers scale out to 1-1/4" thick, while the 
exterior pavers scale out to 3" thick. Please confirm those thicknesses are correct. 


Answer: The paving thickness is a delegated design scope of work and, therefore, the 
contractor’s responsibility. Exterior pavers are required to support vehicular traffic and 
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must be designed accordingly. Note that the 1 14” thickness is a minimum and not a 
specified thickness. 


Question: Reference A30-00: On the Compass Rose section details (1&3/ A30-00), 
contractor recommends the depth of the STN-02B and SS inlay be 3/4" in lieu of 1", 
which would require custom sawing. Please confirm this is acceptable. 


Answer: Paving thickness is a delegated design scope and, therefore, the contractor’s 
responsibility. The contractor is responsible to determine if the proposed thickness 
meets the design and performance requirements of the Contract Documents. 


Question: Reference S30-04: Is the shear load represented on the Micropile Load 
Schedule (Drawing S30-04) representative of the vehicle collision load or does that 
need to be considered separately? 


Answer: The load schedule on S30-04 represents the maximum service level loads on 
the micropiles, which are to be evaluated with appropriate safety factors. Vehicle 
collision is a separate load case and is resisted by a combination of shear in the 
micropiles and passive pressure against the pile cap with a factor of safety of 1.0 
(minimum). Vehicle collision force is 128 kips applied to the new concrete piers at a 
height of 2 ft— 3 in. above the ground. The force and impact speed on S00-04 reflect a 
CTA-approved variance to omit the 10 mph increase in posted speed limit. 


Question: Reference SD42-04, Section 14: Can the ERS for Pile Cap installations be 
left in place and cut down in lieu of removal? Due to low headroom installation, it may 
be impractical or infeasible to remove the ERS. If yes, please specify depth ERS 
needs to be cut below finished grade. 


Answer: The contractor may submit alternative demolition plans and means of 
excavation support that comply with CTA Specification SP 31 50 00. 


Question: With regards to Buy America requirements, can you clarify the 
requirements for the micropile casing? Will prime steel casing with mill certifications 
be required or will mill secondary casing with affidavits be allowed? 


Answer: Casing must meet CTA Specification 31 63 33. Secondary casing that is 
tested to meet Specification 31 63 33 may be acceptable if approved by CDOT through 
a material substitution request. 


Question: Reference 31 50 01: Can sheet piling with other interlocks (e.g. Larssen 
interlocks) be used as well? The specification currently limits the sheet piling to only 
that with ball and socket interlocks which greatly reduces the sections available. 
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Answer: Sheet piling must meet CTA Specification 31 50 01. Alternative materials may 
be acceptable if approved by CDOT through a material substitution request after 
contract award. Bids should include the work defined in the Contract Documents. 


Question: Reference 31 63 33 Section 3.10.A.1: The specs require a compression 
and tension test for micropiles, however, the drawings say to provide unit pricing for 
load testing. Please clarify how the micropiles should be priced. 


Answer: Compression and tension tests will be required, and costs must be included in 
the bid. 


Question: Reference 06 10 00: There is no fire treated plywood shown in electrical 
rooms. Please advise if fire treated plywood backers are required. 


Answer: FRTW plywood is required as indicated in specification section 27 00 10 
Communications General Provisions and elsewhere in the Contract Documents. 


Question: Reference Clarification No. 2, S80-04: The Load Test Notes say, “Utilize 
results of load testing performed for Advanced Underground Package, CDOT 
Project D-7-125A.” Given that we are asked to utilize these results for our bid and 
design, we request you reconsider not releasing the results until an apparent low 
bidder is identified and provide them as part of the bid documents. This would help 
obtain a more accurate design and cost. 


Answer: This information is not relevant to the bid and will be provided ‘for information 


only’ to the low bidder upon contract award. 


Question: Reference S12-22: Please confirm if there is a typical precast control joint 
in the North precast panel between grid lines b3 and b4 


Answer: Confirmed 


Question: Reference 08 44 26, 01 43 41: 084426 Structural Glass Curtain Wall does 
not exist on the drawings. Please confirm that we are not to include in on this project. 


Answer: Paragraph 01 43 41(1.2)(C) shall read, “The structural glass curtain wall 


work specified in this section shall be performed as specified in Section 084426 
SFRUCTURAL GLASS CURTAIN WALES 08 80 00 GLAZING.” 


Question: Reference A92-01 Door M109A, type V7: There is no drawing of V7 Door 
type. Please clarify. 


Answer: Door M109A shall be type FF. 
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Question: Ref: A42-10 SS Side Cladding is noted, but details of cladding joints and 
connection is not found. Please provide. 


Answer: Cladding joints shall be located per notes on 4/A42-10. Detail connection 
shall be manufacturer’s standard. 


Question: Reference 05 70 00/2.16: Specification 057000 - 2.16 Escalator 
enclosures notes .062 stainless steel sheet. Please confirm no backer material is 
required and advise if expose fasteners are acceptable. 


Answer: Decorative metal (Section 05 70 00) is a delegated design scope of work, 
therefore, it is the Contractor’s responsibility to determine the need for backer material 
and to include necessary material in the bid. Fasteners for interconnecting decorative 
metal components and for anchoring decorative metal to other work are to be concealed 
as indicated in section 2.05(C). 


Question: Ref: 1/CT-0002, please provide acceptable fastening methods (pin, 
screw, welded, etc.) of the galvanized flashing to the platform support beam. Also, 
please clarify if the flashing is fastened to the 2" x 10" closure board at track level. 


Answer: The intent of the flashing connections (specified on CT-002 as mechanical 
connections) is to attach the galvanized sheets to the beam flanges by a method that 
will allow the connections and sheets to be removed and restored during future track 
maintenance or alignment work. Through bolts or screws in threaded holes were the 
two methods considered most appropriate. CT-002 Section A-A shows that a 1” max 
gap is to be provided between the flashing and the closure board. No connection to the 
closure board is required. 


Question: Reference A43-07, A43-08/4: Customer Assistance Kiosk had windows 
around the entire kiosk. Underneath was rigid insulation clad with metal panels, the 
top was steel tube clad with metal panels. The supervisor booth has a similar 
section detail on A43-08/4, except the supervisor booth does not have windows 
completely surrounding it. Elevations such as the East and South have no windows. 
Elevations such as the North and West have windows but they do not span the entire 
elevation. For the sections that are not split by windows with rigid insulation below 
and steel tube above, what are the section details? Are these areas with no 
windows entirely rigid insulation, entirely steel tube, or both. If both, where does one 
material end and the other begin. Is there any specific transition between the 
materials if both? Any specific transition where the windows end? Please provide 
more information and section details. 


Answer: All solid wall areas below the steel tube are to match the construction of the 
solid, insulated wall shown in detail 4/A43-08 and are to include insulation up to the 
elevation of the top of the window head. 
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Question: Reference SD42-01: Detail 5/Phase 5 states "do not damage new 
micropiles." Please confirm that these are actually existing micropiles. 


Answer: The micropiles referenced in this detail are those that are installed in Phase 1 
on SD42-00. 


Question: Reference 05 70 00, A31-12: Details 1/3/A31-12 call out stainless steel 
floor plate at the elevator vestibule and bridge. However, the specifications do not 
call out a specified product or manufacturer. Please provide flooring details and 
productinformation. 


Answer: The stainless steel floor plate keynote references specification section 05 53 
00 Stainless Steel Floor Plate and Stair Treads. 


Question: Reference A43-07: Drawing 1 has a work surface on the inside of the 
booth, bottom left of the drawing. Confirm if the construction is the same as the CAK: 
(2) layers fire-ret. treated plywood with 8 GA. SS Countertop, # 4 finish secured to 
wall panels 


Answer: The construction is the same as the CAK. 


Question: Reference SD00-00: Note 3 under "Shoring" on Sheet SDO00-00 indicates 
shoring towers are to be provided by CDOT. Please advise if CDOT will be supplying 
2 shoring towers per bent, or 18 in total. 


Answer: Four shoring towers in total are available from the previous Lake Street 
Improvement project. 


Question: Reference S80-32 Detail E: Detail E indicates the 1/2" A36 plate to be 
shop welded by the steel fabricator and for the guardrail connection plate to be 
welded to it. However, due to tolerances associated with the structural steel 
fabrication and erection, it is highly likely that the guardrail connection will require 
excessive field modification, resulting in an un-quantifiable cost. Please consider 
changing this detail so the A36 plate is field welded. 


Answer: Field welding is permitted if determined appropriate by contractor means and 
methods and approved on fabrication and erection drawing submittals. 


Question: Reference 09 91 00, A62-50: The Finish Schedule on A62-50 does not 
specify what paint type is used in each room. Please clarify which type of paint is 
used in each room from the paint schedule in Specification 09 91 00 - 3.5.B. 


Answer: The paint schedule defines which paint to use based on the substrate in each 
location. 
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Question: Reference C80-02: In schedule of signs, what size is W16-9P. First number 
is difficult to read 


Answer: Please see revised schedule from C80-02 below: 
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Question: Reference C80-01, C80-02: Counts in the schedule of signs do not match 
what is labelled in the drawings. In addition, sign R7-301-44 is on both drawings 
with the same numbers in the schedule of signs, but the sizes are different. Confirm 
whether these are the same size or different. If they are the same, which is the 
correct size, 18x18 or 18x24? 


Answer: ALL R-7-301-44 should be 18”x24”. 


Please reference the revised schedule from C80-01 below: 
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Please reference the revised schedule from C80-02 below: 
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Question: Reference SD11-30A, S11-30A: The existing micropiles at the column 
lines AA & 2223 appear to be in the same configuration as the new ones to be 
installed at this location. Can the existing micropiles remain? 


Answer: Micropiles as part of detail PC-4 are existing works installed per “Advanced 
Underground Package for Damen Green Line Station (CDOT Project Number D-7- 
135A), by Simpson Gumpertz & Heger Inc, dated 09 August 2018.” and are to remain. 


Question: Reference 09 91 00, S21-31: Please confirm that the surface preparation 
process described in Section 09 91 00 - 3.2 Surface Preparation of Previously 
Coated Surfaces is the process that applies to the existing track structure. 
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Answer: Confirmed 


Question: Please confirm that existing micropile casing can be cut using acetylene 
torch. 


Answer: Existing micropile casings are not planned to be cut as part of this project. 
Detailed design and installation methods for new piles will be determined by the 
Structural Engineer responsible for micropile design and shall meet CTA Specification 
31 63 33. 


Question: Please confirm that existing micropile thread bar can be cut using acetylene 
torch. 


Answer: Existing micropile thread bars are not planned to be cut as part of this project. 
Detailed design and installation methods for new piles will be determined by the 
Structural Engineer responsible for micropile design and shall meet CTA Specification 
31 63 33. 


Question: The Suggested Construction Sequence related to shoring, removal of 
existing structures, and installation of new structures which begins on Drawing SD42-00 
appears to call out micropiles to be existing in Phase 1 and Phase 2, but subsequent 
Drawings and Phases do not note these micropiles as existing and call for the 
Contractor to not damage new micropiles. Please clarify exact location for all existing 
micropiles and new micropiles. 


Answer: Micropiles as part of detail PC4 are existing works installed per “Advanced 
Underground Package for Damen Green Line Station (CDOT Project Number D-7- 
135A), by Simpson Gumpertz & Heger Inc, dated 09 August 2018.” and are to remain. 


Question: It appears there is an existing footing that may be supported on micropiles at 
column line AA at Bent 22, but there is also a new pier cap at this location. Are some 
existing micropiles? 


Answer: There are no known existing micropiles at that grid location. The micropiles 
supporting pile cap PC14 at grid intersection AA and 2222 were not installed under the 
“Advanced Underground Package for Damen Green Line Station (CDOT Project 
Number D-7-135A), by Simpson Gumpertz & Heger Inc, dated 09 August 2018.” 


Question: Structural General Notes Drawing SO0-01 calls out some existing drawings 
and information that was used to develop the current project plan documents, but this 
existing information is not included with the bid documents. This information may be 
useful because there is detailed coordination and interface between the existing 
conditions and the new station work. Please provide the following for the Contractor to 
fully understand the existing conditions: 
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a. Lake Street Reconstruction, Damen Avenue to Ashland Avenue, CDOT Project 
No. B-4-118, prepared by Transystems, dated 20 June 2017. 

b. Lake Street Line (Canal Street to Talman Avenue) Column Base and Foundation 
Renewal drawings prepared by Parsons De Leuw, Inc. and dated February 1994. 

c. CTA Engineering Assessment West Corridor, Structures Infrastructure 
Assessment Report, by Envirodyne Engineers, dated 1990. 

d. Lake Street Elevated Railroad, Chicago, IL, Structural Drawings, prepared by 
Pencoyd Bridge & Construction Co., dated September 1890. 

e. Advanced Underground Package for Damen Green Line Station (CDOT Project 
Number D-7-135A), by Simpson Gumpertz & Heger Inc, dated 09 August 2018. 

f. Existing Structure Condition Assessment Report for the New Damen Green Line 
Station, by Simpson Gumpertz & Heger Inc., dated 5 September 2018. 


Answer: This information is not relevant to the bid and will be provided ‘for information 
only’ to the low bidder upon contract award. 


Question: Contract Drawings S11-20, S11-30A, and S11-30B have a pile & pile cap 
legend which references new or existing micropiles, but does not distinguish between 
the two. Please clarify which micropiles are new versus which are existing. 


Answer: The details on Drawing S30-04 distinguish between the pile cap marks for 
new or existing pile caps and micropiles, as does the (E) marking on S11-30B. 


Question: Please provide details for the existing micropiles such as installation 
methods, design, load testing, and installation logs so we can properly evaluate the 
existing conditions which have an impact on our scope of work to construct the new 
structure(s). 


Answer: This information is not relevant to the bid and will be provided ‘for information 
only’ to the low bidder upon contract award. 


Question: Please provide details for the existing caissons that were recently installed 
at the intersection of Damen and Lake St. We request installation methods, design 
documents, and installation logs so we can properly evaluate the existing conditions 
which have an impact on our scope of work to construct the new structure(s). 


Answer: This information is not relevant to the bid and will be provided ‘for information 
only’ to the low bidder upon contract award. 


Question: Please confirm the caissons shown on Contract Drawing S11-30A which are 
on column lines 2221 and 2220 are all existing caissons because they are all not 
labeled that way in the drawings. 


Answer: The details on Drawing S30-04 distinguish between the pile cap marks for 
new or existing pile caps and micropiles. Only piles caps marked “PC-4” are existing. 
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Question: Please confirm that lateral load from existing caissons, caps, and columns 
at column lines 2220 and 2221 will not impact the earth retention systems needed for 
new cap installation. If lateral load is a factor, please provide details for the caissons, 
caisson caps, and any other information needed for contractor to properly design the 
temporary earth retention systems needed at bid time. 


Answer: As per noted on Drawing S30-04, temporary earth retention system to install 
micropiles, if necessary, is a delegated design to the General Contractor. 


Question: Reference Clarification No. 2 and Drawing S30-04 (Micropile Details): The 
Load Test Notes say, “a. Utilize results of load testing performed for Advanced 
Underground Package, CDOT Project D-7-125A.” Given that we are asked to utilize 
these results for our bid and design, we request you reconsider not releasing the results 
until an apparent low bidder is identified and provide them as part of the bid documents. 


Answer: This information is not relevant to the bid and will be provided ‘for information 
only’ to the low bidder upon contract award. 


Question: Reference Drawing S30-04 (Micropile Details): Is the shear load 
represented on the Micropile Load Schedule (Drawing S30-04) representative of the 
vehicle collision load or does that need to be considered separately? 


Answer: The load schedule on S30-04 represents the maximum service level loads on 
the micropiles, which are to be evaluated with appropriate safety factors. Vehicle 
collision is a separate load case and is resisted by a combination of shear in the 
micropiles and passive pressure against the pile cap with a factor of safety of 1.0 
(minimum). Vehicle collision force is 128 kips applied to the new concrete piers at a 
height of 2 ft— 3 in. above the ground. The force and impact speed on S00-04 reflect a 
CTA-approved variance to omit the 10 mph increase in posted speed limit. 


Question: Reference Drawings SD42-04, Section 14: Can the ERS for Pile Cap 
installations be left in place and cut down in lieu of removal? Due to low headroom 
installation, it may be impractical or infeasible to remove the ERS. If yes, please specify 
depth ERS needs to be cut below finished grade. 


Answer: The contractor may submit alternative demolition plans and means of 
excavation support that comply with CTA Specification SP 31 50 00. 


Question: With regards to Buy America requirements, can you clarify the requirements 
for the micropile casing? Will prime steel casing with mill certifications be required or will 
mill secondary casing with affidavits be allowed? 
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Answer: Casing must meet CTA Specification 31 63 33. Secondary casing that is 
tested to meet Specification 31 63 33 may be acceptable if approved by CDOT through 
a material substitution request. 


Question: Reference Specification 31 50 01 Permanent Support of Excavation: Can 
sheet piling with other interlocks (e.g. Larssen interlocks) be used as well? The 
specification currently limits the sheet piling to only that with ball and socket interlocks 
which greatly reduces the sections available. 


Answer: Sheet piling must meet CTA Specification 31 50 01. Alternative materials may 
be acceptable if approved by CDOT through a material substitution request. 


Question: Reference Specification 31 63 33 Drilled Micropiles: Section 3.10.A.1 
requires a compression and tension test for micropiles, however, the drawings say to 
provide unit pricing for load testing. Please clarify how you would like to see the 
micropiles priced. 


Answer: Compression and tension tests will be required, and costs must be included in 
the bid. 


Question: Contract Drawing S30-04, note b under the LOAD TESTS heading calls for 
the Contractor to provide unit pricing for additional load tests, but does not clarify if 
these are to be tension or compression tests. Please clarify which type of test is 
required. 


Answer: Compression and tension tests will be required, and costs must be included in 
the bid. 


Question: Contract Drawing S30-04, note E. under the INSTALLATION heading calls 
for the Contractor to pre-auger to a set depth when micropiles are located within 25 FT 
of a neighboring structure and existing utilities, but this could cause unnecessary 
settlement. Can you please clarify the intent and purpose of this pre-augering? 


Answer: As discussed in the beginning of this section, the notes provide a possible 
micropile installation sequence for purposes of bidding. Final installation sequence is 
the responsibility of the contractor. The intent of Note E is to comply with the 
requirements of the CTA Adjacent Construction Manual. Please see the Manual for 
additional guidance. 


Question: Contract Drawing S30-04, note E. under the INSTALLATION heading calls 
for the Contractor to pre-auger to a set depth when micropiles are located within 25 FT 
of a neighboring structure and existing utilities, but this could cause unnecessary 
settlement. Will any type of permanent casing be required during this pre-augering? If 
yes, please provide details for what type and size of casing is required. 


Clarification No. 3 14 Shannon E. Andrews 
City of Chicago Chief Procurement Officer 


Answer: As discussed in the beginning of this section, the notes provide a possible 
micropile installation sequence for purposes of bidding. Final installation sequence is 
the responsibility of the contractor. The intent of Note E is to comply with the 
requirements of the CTA Adjacent Construction Manual. Please see the Manual for 
additional guidance. The details of temporary casings, if required, shall be determined 
by the engineer responsible for Micropile delegated design. 


Question: Contract Drawing S30-04, note E. under the INSTALLATION heading calls 
for the Contractor to pre-auger to a set depth when micropiles are located within 25 FT 
of a neighboring structure and existing utilities, but this could cause unnecessary 
settlement. Is there a minimum diameter for the pre-boring? 


Answer: As discussed in the beginning of this section, the notes provide a possible 
micropile installation sequence for purposes of bidding. Final installation sequence is 
the responsibility of the contractor. The intent of Note E is to comply with the 
requirements of the CTA Adjacent Construction Manual. Please see the Manual for 
additional guidance. The minimum diameter of preboring, if required, shall be 
determined by the engineer responsible for Micropile delegated design. 


Question: Contract Drawing S30-04, note E. under the INSTALLATION heading calls 
for the Contractor to pre-auger to a set depth when micropiles are located within 25 FT 
of a neighboring structure and existing utilities, but this could cause unnecessary 
settlement. Is the pre-augering meant to locate possible obstructions or is this to 
attempt to mitigate possible surface settlement? 


Answer: As discussed in the beginning of this section, the notes provide a possible 
micropile installation sequence for purposes of bidding. Final installation sequence is 
the responsibility of the contractor. The intent of Note E is to comply with the 
requirements of the CTA Adjacent Construction Manual. Please see the Manual for 
additional guidance. Locating possible underground obstructions is one goal of the pre- 
augering. 


Question: Contract Drawing S30-04, note E. under the INSTALLATION heading calls 
for the Contractor to pre-auger to a set depth when micropiles are located within 25 FT 
of a neighboring structure and existing utilities, but this could cause unnecessary 
settlement. If settlement occurs during the pre-augering will the Contractor be 
considered at fault? Generally it is best practice to install micropiles as rapidly as 
possible to limit ground disturbance therefore additional pre-augering may actually 
cause more negative impacts. Will CDOT consider not requiring this pre-augering? 


Answer: As discussed in the beginning of this section, the notes provide a possible 
micropile installation sequence for purposes of bidding. Final installation sequence is 
the responsibility of the contractor. The delegated design shall account for possible 
settlement. The contractor may propose alternative means and methods that comply 
with the requirements of the CTA Adjacent Construction Manual. Please see the 
Manual for additional guidance. 
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Question: Contract Drawing S30-04, note F. under the DEFERRED SUBMITTALS 
heading calls for testing results of the corrosive soil environment for determining 
susceptibility of pile to corrosion per the Chicago Building Code, but what type of testing 
is actually required? What type of corrosive environment for the micropiles should the 
Contractor account for in the bid? Would deducting 1/16 inch of the thickness of the 
micropile casing cover this possible corrosive environment which is currently unknown? 


Answer: As cited in Specification 31 63 33, the pile installation must comply with the 
Chicago Building Code (CBC) Pile Deep Foundations Code Memorandum. The code 
memorandum, dated 15 June 2017, states: Corrosion protection: Steel piles subjected 
to a corrosive environment shall be protected by a suitable protective coating or 
encapsulation method. In the absence of a protective coating, one-sixteenth inch of 
steel shall be deducted from the thickness of the metal in computing the allowable load. 
The engineer must provide testing results of the corrosive environment in the soil. 


Question: The typical micropile details shows casing to extend completely to the 
bottom of the rock socket and the annular space between the casing and the rock to be 
filled with grout. This is not practical and does not allow for a competent grout-ground 
bond in the rock zone with such a thin layer of grout between the casing and the 

rock. Can casing be terminated at the top of the rock socket? 


Answer: The casing cutoff depth may be revised by the Structural Engineer 
responsible for micropile design and shall be capable of specified tension/compression 
transfer. The typical arrangement shown is provided for bid purposes and socketed 
casings may be appropriate for compression piles. 


Question: Is there a minimum gauge for the permanent corrugated casing associated 
with the caissons? 


Answer: The micropile detailed design will be determined by the Structural Engineer 
responsible for micropile design and shall meet CTA Specification 31 63 33. 


Question: What is the required strength of the lean grout between the corrugated liner 
and the permanent/temporary casing used for the caisson installation? Drawing S30-01 
calls this out and notes to see the Geotech report, but there is no mention of lean grout 
in the report. 


Answer: The micropile detailed design will be determined by the Structural Engineer 
responsible for micropile design and shall meet CTA Specification 31 63 33. 


Question: Contract Drawing S30-01 notes bottom of temporary or permanent steel 
casing and bottom of permanent corrugated steel liner to be per the Geotech report, but 
we do not see where the report calls out those depths. Please clarify the required 
depths. 
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Answer: As discussed on page 8 of the geotechnical report “Above the hard clay, the 
presence of perched water and saturated silt layers will require that casing be placed 
during drilling. This will serve to keep the excavation open and the bell area clean” 


Question: The information for the existing concrete retaining wall on the north side of 
the new sheet pile wall is noted at VIF, but once this depth is determined it may have an 
impact on sheet pile design and installation methods. What depth of wall has been 
accounted for in the permanent sheet pile wall design? If no depth can be provided, will 
the Contractor be compensated if depth of wall is found to have increased cost impact 
to the sheet pile wall design and installation? 


Answer: The depth of existing footing is not known. The sheet pile design does not rely 
on the function of the existing retaining wall. 


Question: The material properties for the sheeting material used in the new sheet pile 
wall provides minimum section modulus and moment of inertia. Is this the minimum 
elastic section modulus or elastic section modulus? 


Answer: The drawing specifies the required minimum elastic section modulus. 


Question: The material properties for the sheeting material used in the new sheet pile 
wall provides minimum section modulus and moment of inertia. Is the moment of inertia 
or section modulus the controlling design constraint? This is necessary to assess 
possible alternates 


Answer: The drawing specifies the required minimum elastic section modulus and 
moment of inertia. 


Question: Please confirm that no shear studs or other positive connection is required 
between the new sheet pile wall and the cast in place concrete wall facing. 


Answer: Confirmed 


Question: Please clarify why Contract Drawing S30-31 requires the steel sheeting to 
be extend 1’ min. above grade in temporary condition. 


Answer: The sheet pile is designed to retain possible erosion of the disturbed adjacent 
sloped grade. 


Question: Contract Drawing SD00-00, note 4 under the SHORING heading states that 
Contractor is to asses condition of the existing shoring towers and determine if there are 
any discrepancies, but noted the Contractor is solely responsible for repairing or 
reinforcing any discrepancy found. Please clarify how the Contractor can be solely 
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responsible for this prior to performing any assessment for any possible material/design 
discrepancies. 


Answer: Contractor bid to include all material and engineering costs associated with 
repairing or reinforcing any discrepancy in shoring towers. Note that information on the 
shoring is included in the Reference Material that was included with the bidding 
documents. 


Question: The drawings do not clearly call out which micropiles are new and which are 
existing. For example, Drawing S11-30A does not note any micropiles to be existing, 
but Drawing SD11-30A does call out existing micropiles at the northern cap on column 
line 2219. Please provide drawings which clearly label existing and new micropiles. 


Answer: The details on Drawing S30-04 distinguish between the pile cap marks for 
new or existing pile caps and micropiles. Only piles caps marked “PC-4” are existing. 


Question: Specification 31 64 00 — Caissons/Drilled Piers, Section 3.06.B.7 requires 
the contractor to work continuously once excavation has started for any caisson until it 
is completed, but then sates there may be reasons approved by the Commissioner to 
allow non-continuous work. What are potential reasons the Contractor will be allowed 
to not work continuously? 


Answer: Installation must meet the requirements of Specification 31 64 00. Alternative 
installations may be reviewed and may be acceptable if approved by CDOT through the 
submittal process. Bids must reflect adherence to the Contract Documents. 


Question: The Caisson Installation notes in specification 31 64 00 requires the 
contractor to work continuously once excavation has started for any caisson until it is 
completed. Does this apply to all the caissons or just caissons within a certain proximity 
of the tracks? There are only a few caissons which are within somewhat close proximity 
to the track structures and it does not seem practical to require all caisson installations 
to be installed continuously, 24 hours per day, including Saturdays, Sundays, and 
Holidays. Please clarify if this continuous installation requirement only applies to 
specific caissons. 


Answer: All caisson installation must meet the requirements of Specification 31 64 00. 
Alternative installations may be reviewed and may be acceptable if approved by CDOT 
through the submittal process. For clarification, the requirement is that an individual 
caisson be constructed continuously once started, not the entire series of caissons. Bids 
must reflect adherence to the Contract Documents. 


Question: The Caisson Installation notes in specification 31 64 00 requires the 
contractor to work continuously once excavation has started for any caisson until it is 
completed and if they are not installed continuously then any and all casings shall be 
left in place and back grouted. Please clarify back grouting. Does this mean fill the 
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entire excavated portion of the caisson with grout or does this mean grout the outer 
annulus between any casings and the ground? 


Answer: Any procedure for caisson installation not meeting the continuous installation 
requirement must be reviewed and approved by CDOT prior to implementation. Bids 
must reflect adherence to the Contract Documents. 


Question: Caissons/Drilled Piers specification section 3.09.C notes that concrete is to 
be placed in belled caissons within 8 hours of exposing the bearing stratum, but this 
same specifications requires caisson installation to be continuous once it has 

started. These appear to conflict. Please confirm the Contractor is permitted up to 8 
hours between exposing bearing stratum and placing of concrete. 


Answer: Installation must meet the requirements of Specification 31 64 00 for 
continuous work, with the bearing stratum being exposed no longer than 8 hrs. 
Alternative installations may be reviewed and may be acceptable if approved by CDOT 
through the submittal process. Bids must reflect adherence to the Contract Documents. 


Question: There is a residence located directly to the west of the new station house as 
well as many other residences in very close proximity to the new caisson locations, but 
the specification for caissons/drilled piers required the Contractor to possibly work 
continuously, 24 hours per day, and on Saturdays/weekends once caisson excavation 
has started. Do local work ordinances allow the Contractor to work 24 hours per day if 
needed? 


Answer: Installation must meet the requirements of Specification 31 64 00. Alternative 
installations may be reviewed and may be acceptable if approved by CDOT through the 
submittal process. Caisson construction scheduling must take into account all 
applicable site and work limitations and adherence to local laws, regulations and 
ordinances. Bids must reflect adherence to the Contract Documents. 


Question: Specification for Permanent Support of Excavation Section 3.04.D limits the 
Contractor to only incrementally driving sheets or pairs of sheets so the tip of any sheet 
or pair is not more than 4 FT below the adjacent sheet or pair. We request the 
Contractor not be limited to the depth of sheeting which can be driven beyond adjacent 
sheeting to allow Contractor to use their most effective means and methods for 
installation. 


Answer: Installation must meet the requirements of Specification 31 50 01. Alternative 
installations may be reviewed and may be acceptable if approved by CDOT through the 
submittal process. Bids must reflect adherence to the Contract Documents. 


Question: Paver thickness: The specification (2.2.A.3.) calls out the thickness for the 
paving to be “not be less than 1-1/4” unless otherwise noted.” Can you please confirm 
the following thicknesses of the Interior & Exterior pavers? If we scale out the paving on 
Drawing No. A30-00 the Interior paving (8 — Interior Paver Assembly) scales out to 1- 


Clarification No. 3 19 Shannon E. Andrews 
City of Chicago Chief Procurement Officer 


1/4” (3 cm) thick while the exterior paving (7 — Exterior Paver Assembly) scales out to 3” 
thick. 


Answer: The paving thickness is a delegated design scope of work and, therefore, the 
contractor’s responsibility. Exterior pavers are required to support vehicular traffic and 
must be designed accordingly. Note that the 1 14” thickness is a minimum and not a 
specified thickness. 


Question: For the Compass Roses Coldspring is requesting the following: My only 
recommendation is to have the highlighted dimension read 3” in lieu of 1” to keep from 
custom sawing and even higher costs. Please confirm this is acceptable. 


Answer: Paving thickness is a delegated design scope and, therefore, the contractor’s 
responsibility. The contractor is responsible to determine if the proposed thickness 
meets the design and performance requirements of the Contract Documents. 


Question: Will there be a need for fall protection for this project? If so, are you able to 
provide specifications for Fall Protection as well as indicating fall protection on the 
contract drawings? Please advise. 


Answer: Provide Life Line Anchors (LLA) per the contract documents. 


Question: Reference the RECURRING SPECIAL PROVISIONS index in Appendix D-- 
IDOT Special Provisions. A note reads. "The following RECURRING SPECIAL 
PROVISIONS indicated by an “X” are applicable to this contract and are included by 
reference:". None of the items on that page are marked with an "X". Please confirm 
none of the Recurring Special Provisions apply to this project. 


Answer: Correct — this is confirmed. 


Question: FROM WHAT MATERIAL ARE THE P46 AND P53 SIGNS ON THE 
MESSAGE SCHEDULE (AG60-07) TO BE FABRICATED ? WILL THEY BE 
FIBERGLASS, PORCELAIN, OR JUST CUT VINYL? PLEASE ADVISE WHAT 
MATERIAL THESE SIGNS ARE. 


Answer: Bid the signs based on porcelain as defined in the Contract Documents. 
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Question: The typical specification for the CTA is a three ply torched modified bitumen 
roofing system. This spec calls for a mopped in place two ply modified bitumen roofing 
system. Is this the spec the CTA wants? 


Answer: Bids are to be based on the materials and requirements in the specifications 
and drawings. 


Question: What is the minimum thickness of the insulation that is going to be required 
at the gutter edge of the station roof to get over the “I” beam at the gutter edge. It 
appears to be roughly 18” minimum? Is that correct? 


Answer: Insulation thicknesses are based upon the roof high and low points indicated 
in the drawings. It is the bidder’s responsibility to determine thicknesses based on the 
information provided in the contract documents. 


Question: Modified bitumen will not conform in tight openings such as it is shown on 
A32-14 detail 1. Should we use PMMA liquid flashing on that detail in the gutter and 
down behind the face of the fascia? 


Answer: Bids are to be based on the systems, details and requirements in the contract 
documents. Proposed alternates from the selected Contractor may be considered after 
contract award. 


Question: The various inlaid stainless steel gutter details are not very workable in that 
we have no way to fasten or secure the gutter inside the steel troughs. Might it be more 
realistic to line the stainless steel troughs with PMMA liquid flashing? Also, there are 
roof drains and davits in the gutters as well and the interface between the stainless steel 
gutters and those penetrations will be completely reliant on caulk. If we use PMMA 
liquid flashing, these details have a much better chance of being watertight for a longer 
period of time. 


Answer: Bids are to be based on the systems, details and requirements in the contract 
documents. Proposed alternates from the selected Contractor may be considered after 
contract award. 


Question: There are two lines of vapor barrier shown on Detail 1 A382-14. Where does 
are VB start and stop and the air barrier start stop? 


Answer: There are no references to ‘air barrier’ in detail 1/A32-14. Extents of the vapor 
barrier are indicated in the detail. 


Question: | assume on detail 1 on A32-13B there will be a vertical Dens Deck Prime 
board closing off the stud frame track which is not currently shown. Same for detail 1 
on A32-14? 
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Answer: The question is unclear. Bids are to be based on the systems, details and 
requirements in the contract documents. 


Question: 5 / A31-11, EWS-07A Butt glazed curtain wall 2nd floor, GL-12 is stiing ona 
show on the floor but no detail on top connection. Please clarify. 


Answer: A channel is to be provided at the top of the glass similar to detail 3/A31-16, 
but without the gutter. 


Question: Terms and Conditions for the Construction Contract lists Buy America 
provisions. This requirement most likely will not allow for the aesthetic design of the 
point supported glass fittings. The architect will need to be made aware that the 
contoured cast type Sadev fittings and point supports drawn cannot be used. Please 
advise if the point supported details can change to a thru-glass with countersunk fitting 
or if the Buy American provision for this element will be waived. 


Answer: Bidders are to bid the work based on the Contract Documents and follow 
substitution procedures outlined in the contract if necessary. 


Question: Attic stock is required per specification 084413/ F / 22 as well as 088000 / 
1.6 /A. Please clarify attic stock will be required. Specification 088000 requires 5% 
extra material of each glass type and size which will equate to a significant amount of 
material. 


Answer: Attic stock identified in 08 44 13 is not defined and not required. The extra 
material specified in 08 80 00 is required. 


Question: Please confirm that any mockups as indicated in drawings and specs 
014341, 084413, and 088000 can remain part of the final installation. 


Answer: As indicated in 01 43 41(1.3)(G): Subject to compliance with requirements, 
approved mockup components may become part of the completed Work if undamaged 
at time of Substantial Completion. 


Question: 14 21 00, The Elevator Schedule lists the minimum capacities as 2,500 lbs 
for ELEV 01 and 2,000 Ibs for ELEV 02. The interior dimensions for ELEV 01 indicate a 
4000 Ib. capacity according to elevator code. Please clarify the required elevator 
capacities. 


Answer: 2500 lbs. is the minimum, if other provisions of the Contract Documents 
indicate capacity greater than this minimum, the greater capacity is expected. 
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Question: CT-005, The Civil Track (CT-XXX) dwgs do not identify the size and 
locations of the track access platforms, stairs, and guardrails. Please identify and 
provide construction details. 


Answer: For platform details, see sheets TCC-240 thru TCC-258 as noted on sheets 
CT-001 and CT-005. Some additional stair and track access gate details are shown on 
sheets CT-006 and CT-007. 


Question: S41-11, The weld symbol in detail 3 indicates for the HSS steel to be shop 
welded to the columns. However, the completed piece would be too large to ship. 
Please indicated how the piece can be sectioned and field assembled so that it can be 
shipped within allowable limits. 


Answer: Welds indicated may be field welds, at contractor’s option. Alternatively, HSS 
beams may be spliced by way of full penetration welds developing full strength of 
members. See detail 4/S40-10 for round column splice detail. 


Question: 3/A11-00 - Is the support steel to be galvanized? 


Answer: As indicated in 05 50 00, Part 2, steel supports are to be galvanized. 


Question: Ref 4,5,6/A43-01 - Please provide mounting details of the fare barriers / 
gates. 


Answer: Mounting details for the fare barriers/gates are by the equipment 
manufacturer. 


Question: Ref 2/A11-01 - What specification does the custom SS drain cover fall 
under? Are the grates also custom? Please provide mounting details and specifications 
for the grates. 


Answer: The trench drain cover is included in specification section 22 14 26 
Prefabricated Trench Drain System. Mounting details are as shown in the drawings and 
as indicated in the specifications. 


Question: Escalator cladding note on 4/A42-10 states SS side cladding where visible. 
The "visible" portion of the escalator is not clear. Is the west side behind the MTL-01B 
"visible"? Are the east sides in the mechanical rooms, below the stairs "visible"? 


Answer: Both east and west sides of the escalator cladding are visible. The underside 
is not visible. 


Question: Ref 3/A31-31 - Please provide details and specifications for the custom 
bench. 
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Answer: The bench is to be constructed as shown. 

Question: Ref 7/A31-33 - Please provide thickness and mounting details for the SS 
plate frame at the entry doors. 

Answer: The steel plate frame is a delegated design scope of work as defined in 


specification section 05 70 00 Decorative Metal. Determination of mounting details and 
thickness are the Contractor’s responsibility. 


Question: Are we to provide a cap on the glass rail? If so, please provide details of size 
and material specification. 

Answer: Provide manufacturer standard 1 12” tall stainless steel channel cap at all 
glass guardrails as shown in the drawings. 

Question: Are we to provide cladding on the glass rail shoe? If so, please provide 
details and material specification. 

Answer: Stainless steel base covers are required, as indicated in specification section 
05 73 11 Glass Railing Systems. 

Question: Regarding SS handrails at concrete stairs. How are these mounted? Base 
plates with expansion bolts or cored & grouted? Please provide details. 

Answer: Railings are to be cored and grouted as indicated in Specification section 05 
70 00 (3.4)(A)(1). 

Question: Ref 4&6/A42-01. Is a fall protection guardrail required at the grating / open 


shaft? If so, please provide details and material specification. 


Answer: A guardrail is not required at these locations. 


Question: Ref A41-53 - How is mesh fastened to tube frame? 


Answer: Welded rod mesh is to be welded to the guardrail tube frame as indicated in 
Specification 05 70 00(2.12)(Q). 


Question: Ref 3/A31-05 - ls MTL-01B mounted in a frame similar to the guardrail? Are 
frames to be welded together? Are the frames fastened to the concrete curb? Please 
provide mounting details and fame to frame details. 
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Answer: MTL-01B is a metal plate wall system. Materials, fabrication and installation 
information is as indicated in the drawings and specification section 07 42 12 Stainless 
Steel Plate Panel Systems. 


Question: Is an elevator pit ladder required? 

Answer: A pit ladder is required as indicated in Specification section 14 21 
00(1.02)(C)(5). 

Question: Please provide mounting details for SS cane rails. 

Answer: Cane rails are to be cored and grouted as indicated in Specification section 05 
70 00 (3.4)(A)(1). 

Question: Ref 2/A32-13 - Please provide connection details and thickness of MTL-03 
fascia plate. 

Answer: The stainless steel plate fascia is a delegated design scope of work as defined 


in specification section 05 50 00 Metal Fabrications. Determination of mounting details 
and thickness are the Contractor’s responsibility. 


Question: Please provide dimensions of existing switchgear, to include the location of 
the main bus. This is needed to determine need for transition section and if needed the 
width. In absence of these details it will be assumed an 18” transition section will be 
needed at each end where new breaker/s are added. 


Answer: Dimension of existing switchgear is provided in drawings TPE-6015 and TPE- 
6016. A transition section is not expected. 
Question: 34 21 11, 2.01B.1.a, b, and d: Confirm previous test certifications are 


acceptable. 


Answer: This test is required. 


Question: 34 21 11, 2.01B.3: Confirm previous test certifications are acceptable. 


Answer: This test is required. 


Question: 34 21 11, Field Testing: Please confirm that a short circuit test is not required 
for any of the new breakers. 


Answer: Field short circuit testing is not recommended as this may adversely strain the 
existing rectifiers, transformers, and DC switchgear. 
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Question: 34 21 01, 1.04A: Please confirm footprint dimensions of existing DC 
Breakers. This will allow compliance to dimensions letter required. 


Answer: Dimension of existing switchgear is provided in drawings TPE-6015 and TPE- 
6016. 


Question: 34 21 05, 2.01K.2: Please confirm required remote racking device is to 
operate only the four (4) new breakers. 


Answer: Confirmed. 


Question: 34 21 05, 2.02C: Can width be reduced to 18”? 


Answer: 24’ width is required, so existing floor opening can be used for cable routing. 


Question: DWG. E01-02 NOTE 11 INDICATES BRANCH CIRCUIT S TO BE 
GROUPED INTO PHASED BALANCED MULTIPLE CIRCUIT HOMERUNS. THIS 
WOULD ALLOW US TO DO THREE CIRCUITS(A/B/C) ONE NEUTRAL AND ONE 
GROUND. PER THE ELECRTICAL CODE THIS WOULD REQUIRE BRANCH 
CIRCUITS TO BE 3 POLE BREAKERS. PANEL SCHEDULES DO NOT INDICATE 
THIS. ALSO DO TO THE NATURE OF HOW THE PROJECT IS CIRCUITED THIS IS 
ALMOST IMPOSSIBLE TO DO. ALSO THE ONLY INDICATION TO DO THIS IS ON 
THE LIGHTING SCHEDULES WHICH NOTE USING A 3 POLE BREAKER (BUT STILL 
SHOW SINGLE POLE BREAKERS.) PLEASE ADVISE AS TO HOW TO PROCEED. 


Answer: Three pole circuit breakers are required per Code and shall be provided for all 
3 circuit home runs with A, B, C phases. Where home runs do not include all 3 phases, 
3 pole circuit breakers are not required. Separate neutral wire for each phase wire shall 
be provided where 3 pole circuit breakers are not provided. 


Question: The listed manufacturers in specification 084413-2.1B are predominately 
high-rise, tower type curtainwall subcontractors. Section 2.1A indicates "or others will 
be considered........ or approved equal". Please confirm manufacturers such as 
Oldcastle, EFCO, Kawneer, etc. are deemed acceptable. 


Answer: Alternative materials may be acceptable if approved by CDOT through a 
material substitution request after contract award. Bids should include the work defined 
in the Contract Documents. 


Question: Manufacturers listed in specification 0880000-2.3E have indicated they 
cannot meet Buy America requirements of the RFP. Will there be a waiver for this 
system? 
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Answer: Bidders are to bid the work based on the Contract Documents and follow 
substitution procedures outlined in the contract if necessary. 


Question: Page 21 of Book 2 in the specifications outlines the Award Criteria 
Determination for this project; however there is not a place on the online submission 
form to enter this Award Criteria Calculation. Will this project require an Award Criteria 
calculation? If so, can the online submission page be updated to allow for entry of the 
Award Criteria Calculation? 


Answer: Follow all instructions on the Department of Procurement Services e- 
procurement website for submittal of bids 


Question: Please provide supplemental information or specifications for door type GL. 
Additionally please clarify intent for surge pivot doors #S104A and #S104B. 


Answer: GL is not a door type that is included in the documents or the project. As it 
relates to doors, GL is used in the documents to signify the door material as glass. The 
intent and requirements for doors S104A and S104B are as indicated in the Contract 
Documents. 


Question: Please clarify detail 1/A32-14, regarding 2” hold air space. Is glass at head to 
be exposed without a head mullion? 


Answer: The detail is to be constructed as drawn without a head mullion and with an air 
gap above the top pane. 


Question: Please provide locations and extent of bird excrement removal. 


Answer: Bird excrement removal is to be done as indicated in the Contract Documents 
for all areas within the project scope. 


Question: The spec (03 41 00 — 2) calls for “Slip Resistance” testing by a qualified 
independent testing agency that is “approved by the Authority”. The spec goes on to 
state “The test device and method to be as selected by and approved by the 
Commissioner”. Please provide a list of qualified testing agencies that can perform this 
testing. 


Answer: Determination of testing agency qualifications are the responsibility of the 
Contractor. 


Question: The spec (03 41 00 — 8) calls for galvanized reinforcing steel. The plans 
(Sheet S00-03) call for epoxy coated steel reinforcement bars. What is the desired 
reinforcement type for the precast platforms? The two previous projects we supplied 
were epoxy reinforcement. 
Clarification No. 3 27 Shannon E. Andrews 
City of Chicago Chief Procurement Officer 


Answer: Use epoxy coated reinforcement in the precast platforms per the general 
notes. 


Question: Specification 32 14 40- (Stone Paving) The interior granite base shows up on 
the Finish Legend, but can not be located on elevations nor details. Please provide 
more details for interior granite base. 


Answer: Granite base does not appear in any of the drawings or specification sections. 


Question: The Damen Sign 2/AG43-01 is detailed as backlit dimensional letters. The 
electrical drawings for details on the letters are nowhere to be found. Need more 
information about: 

1. Depth of letter 

2: Are they stainless or aluminum can letters? 

3. Exposed trim or trimless letters? 


Answer: The letter depth and configuration are shown in details 2 and 3 AG43-01. Sign 
material is stainless steel. 


Question: Specification 11 05 20 (Fare Collection Equipment) — Specification states to 
install fare collection equipment supplied by the Commissioner. Is the Contractor 
responsible for the install of these Items or is CTA providing & installing Fare Collection 
Equipment? 


Answer: Installation is by the Contractor. 


Question: XXXX Company is respectfully requesting to be approved as an acceptable 
manufacturer for the structural glass curtain wall and the canopies systems on the 
Damen Green Line Station project. XXXXXX Company, located in XXXXX, has been 
engineering, manufacturing and installing glazing systems for over 40 years. 


Answer: Alternative materials may be acceptable if approved by CDOT through a 
material substitution request after contract award. Bids should include the work defined 
in the Contract Documents. 


Question: Drawing CE00-01 - Note 25 states, the Contractor must restore any damage 
to existing systems or utilities and remove existing obstructions and foundations to the 
satisfaction of the Commissioner, and that the work is included in the appropriate 
excavation pay item. There is no excavation pay item. Please advise how the 
Contractor will be compensated for removals directed by the Commissioner. 


Answer: No additional compensation for this will be provided, it shall be included as 
part of Item 4, Civil Work. 
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Question: Additionally, please confirm unanticipated discovered obstructions 
encountered during excavation will be reimbursed in accordance with the IDOT 
specification. 


Answer: Confirming unanticipated discovered obstructions will be reimbursed in 
accordance with the IDOT Standard Specifications. 


Question: Drawing CE10-01 - Note 3 states, if vaulted sidewalk is encountered but not 
noted in the plans, Contractor must excavate to accommodate type of foundation to be 

installed as determined by the Commissioner. The note also states the work will be paid 
for under the Earth Excavation and Porous Granular Embankment bid items. Those bid 
items do not exist. Please advise how the Contractor will be compensated for that work. 


Answer: No additional compensation for this will be provided, it shall be included as 
part of Item 4, Civil Work. 


Question: Ceiling Type (CLG-R2), located underneath the stairs and escalator per A12- 
01 Station Level 1 RCP, calls this ceiling out a rated horizontal shaft assembly, non-load 
bearing, see 2/A62-50. Detail 2 on A62-50 notes “system shall be designed to support 
walking traffic’; however the current assembly design (shaft wall studs and non-load 
bearing designation) will not support live load walking traffic. Please clarify whether 
CLG-R2 is in fact desired to support walking traffic. 

a. If so, anew CLG-R2 assembly must be provided to be structurally sound and 
support walking traffic. Please provide new assembly. 

b. Also, since CLG-R2 at Level 1 RCP per A12-01 is noted at various heights, what 
structural framing is to be provided to support and secure this ceiling to? No 
structural details or notes for steel joists were provided in this area for ceiling 
structural support. 


C. If no walking traffic is to be supported on CLG-R2, please clarify what purpose 
the loose laid cement board is to serve per detail 2 / A62-50. 
d. Additionally, what is the dashed line between the 1” gypsum shaft liner board and 


the loose laid cement board? What, if anything, is to be provided per the dashed 
line in detail 2 / A62-50? 


Answer: CLG-R2 is a delegated design scope of work as defined in specification 
section 09 21 16 Gypsum Board Shaft Wall Assemblies. Support of walking traffic is one 
design criterion for this assembly, and it is the Contractor’s responsibility to engineer the 
system to meet the design criteria. The shaft wall assemblies can be supported by the 
walls surrounding the rooms that the ceiling covers. The dashed line on detail 
represents the TPO waterproofing indicated on drawing A43-09. 


Question: Section 06 15 43 Mass Timber Panels Section 1.7F and 1.7G call fora 

mockup and note that the mockup “shall be constructed at a location near the jobsite.” 

Can the mockup requested be provided in-place as part of the final roof/ceiling system? 

a. If the mockup cannot be in-place, please provide a sketch to illustrate the size 
and details of the mockup requested for estimating purposes. 
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Answer: As indicated in 01 43 41(1.3)(G): Subject to compliance with requirements, 
approved mockup components may become part of the completed Work if undamaged 
at time of Substantial Completion. 


Question: Type Z Partition visual per A62-50 shows a 3-5/8” steel stud (C-channel); 
however, note 5 per the associated partition table notes that Partition Type Z has 3” Z- 
channels. Please clarify which type of metal framing is to be provided for Type Z 
partition: 3-5/8” steel stud (C-channel shown in the visual) or 3” Z-channel per note 5 
and table. 


Answer: The note is correct; Type Z partitions should have 3” z-furring channels. 
Question: Drawing E10-01 references drawing E70-01, this drawing was not issued. 
Please issue. 


Answer: Ignore all references to E70 series drawings, they are not relevant to the bid. 


End of Clarification No. 3 
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February 8, 2021 
Addendum No. 1 


Damen Green Line Elevated Station 


CDOT Project No. D-7-135 
Specification No. 1186934 


For which proposals will be opened in the office of the Department of Procurement Services, Room 
103, City Hall, 121 North LaSalle Street, Chicago, Illinois 60602, 
on February 23, 2021 at 11:00 a.m., Central Time 


BIDDER WILL ACKNOWLEDGE RECEIPT OF THIS ADDENDUM 
IN THE SPACE PROVIDED ON THE PROPOSAL PAGE 


ADDENDUM 


Question: Reference 13 06 00: In Document 00 01 10 - Table of Contents, 
specification section 13 06 00 - Customer Assistant Kiosk and Supervisor Booth is 
listed. This specification section is not included in Book 3 Part 1. Please provide this 
specification section. 


Answer: Specification section is attached to this addendum. 


Question: Reference S11-30A Fnd Plan Note 3: Note 3 states "See Advanced 
Underground Package dated 11/09/18" for add'l info on existing micropiles. Do we have 
a copy of this package? Not in Reference Reports. 


Answer: This information will be provided ‘for information only’ to the low bidder upon 
contract award. 


Question: Could we be given the BIM model for this job? 


Answer: The BIM model will be available to the low bidder upon contract award with 
the execution of an electronic file transfer agreement (provided by the design team). 


Question: Reference SD00-00 General Note 9: This note states "must comply with the 
CTA Adjacent Construction Manual.” Please provide a copy of this manual. 


Answer: This information is publicly available on CTA’s website. 


CTA Adjacent Construction Manual can be found here: 


https://www.transitchicago.com/assets/1/28/CTA Adjacent Construction Manual 2017 
-Nov.pdf 
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Addendum 1 to the CTA Adjacent Construction Manual can be found here: 


https://www.transitchicago.com/assets/1/6/CTA Adjacent Construction Manual - 
Addendum_1.pdf 


Question: Reference A11-22A, A11-22B: Are the rotogates that are at the platform 
exits solely manual, or is there any electrical or control work associated with them such 
as a keycard reader? Please confirm they are just manual rotogates 


Answer: The rotogates are manual. 


Question: Reference 10 81 00 Pigeon Control System: Contractor acknowledges the 
basis of design in spec for Bird-B-Gone Bird Wire 2000 - Modular Post and Wire System 
in section 2.01.A. Contractor wants to know if they are able to make a substitution 
request and how they would do it, or if the basis of design product is to be used. 


Answer: Provide bid per product specified as basis of design. Substitutions are only 
allowable after the Notice to Proceed has been issued. Refer to Specification Section 01 
25 00 Substitution Procedures. 


Question: Reference A43-04/1, A31-04/2, A30-01/1, 10 81 00 Pigeon Control System: 
Reference to pigeon control devices on A43-04/1 and A31-04/2 on West elevation of the 
building. South elevation has similar window detail but no pigeon control devices. Is this 


device to be installed on the West of the building on the station canopy and wrap 
around to the South of the station canopy? Confirm locations of bird control devices. 


Answer: The pigeon control system shall wrap around to the south wall of the station, 
similar to the west wall. See revised drawing 1/A31-03 (attached.) 


Question: Reference A43-04/1, A31-04/2, A30-01/1, 10 81 00 Pigeon Control System: 
Section 1.02.A Summary calls for installation of a "pigeon control system to the surface 
of the platform canopy" but no pigeon control system could be found at the train 
platforms. Confirm if there is the pigeon control device installed at the train platform 
canopies or just at the station as shown in drawings A43-04/1 and A31-04/2. 


Answer: Pigeon control systems are not required at the platform canopy. 


Question: Reference A43-04/1, A31-04/2, A30-01/1, 10 81 00 Pigeon Control System: 
Please reference drawing A30-01/1 Custom Bird Deterrent Pattern. Unclear how this 
pattern relates to the callouts for pigeon control systems on drawings A43-04/1 and 
A31-04/2. These drawings would indicate the modular posts be embedded into the top 
surface of the wall (ACON-1) on the exterior side and is a post and wire system. The 
pattern appears more like a net, not one line of wire as it appears in the drawings. 
Provide more detail about custom bird deterrent pattern. 


Answer: The pattern provided on A30-01 is a pattern for the glazing as indicated on 
A20-01. It is not a part of the pigeon control system as specified in 10 81 00 Pigeon 
Control System. 
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Question: Reference A43-04/1, A31-04/2, A30-01/1, 10 81 00 Pigeon Control System: 
Drawings seem to show one row of bird wire and height could not be confirmed. 
Confirm how many rows are required and the heights of each row. Is this an adhesive 
glue-on base or will the posts penetrate other material and if so, what will it penetrate at 
each location of bird wire? 


Answer: Provide the pigeon control system per Part 2 of specification. 


Question: Reference Detail 1/S41-15: LLA (Life Line Anchors) are called out on the 
structural roof plans and related details. However, no information is provided describing 
the LLA system. Please provide a spec for the LLA system. If there is no LLA system 
(ie anchor, life line, accessories, etc.) and the intent is to furnish a structural steel 
anchor point with a loop for tie-off then please provide a detail of the anchor and 
performance criteria. 


Answer: Refer to Detail 8/S41-00 for LLA detail. 


Question: Reference 12 24 13: Cannot find roller window shades in any of the 
drawings. Spec says in related sections "Customer Assistant Kiosk: Section 13 06 00." 
Looked at both CAK and Supervisor Booth and could not find any. Searched keywords 
on all architectural drawings and could not find it. Searched "roller", "window", "shade", 
"fabric", "blind", yet there were no matches that showed roller window shades. Please 


provide roller window shade locations and details. 


Answer: The annotation of the roller shades did not print on 6 & 7/A43-02 and 4 & 
7/A43-07. Provide roller shades per specification in locations shown on the attached 
revised versions of these drawings. 


Question: Since this project is within City of Chicago limits, is it required to comply with 
the New Construction Site Rodent Abatement Ordinance (§ 13-32-140) passed in 
2015? 


Answer: The project is subject to all applicable laws and ordinances within the 
jurisdiction. 


Question: Will pest and/or rodent control performed at regular intervals be required 
during the construction phase of this project? 


Answer: This is a means and methods issue that is the responsibility of the contractor. 


Question: Will pest and/or rodent control performed at regular intervals be required 
during the operation of these properties after the construction phase has been 
completed? 


Answer: Operation of the facility after final completion and project acceptance is not 
part of this contract. 
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Question: Does the installation of pigeon deterrent devices need to be included in this 
project? 


Answer: Yes, the scope of work indicated in the construction documents shall be 
included in this project. 


Question: Per Glazing Spec, What is the make and thickness of all Glass Types. 


Answer: Glass configuration is described on A20-01 and in the glass specification (08 
80 00), glass thickness is delegated design and the contractor’s responsibility to 
determine. 


End of Addendum 1 
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SECTION 13 06 00 
CUSTOMER ASSISTANT KIOSK AND SUPERVISOR BOOTH 
PART 1 - GENERAL 
1.01 RELATED DOCUMENTS 
A. Drawings and general provisions of the Contract, including Book 1 Terms and 
Conditions for Construction, Book 2 Instructions and Execution Documents, 
Additional Special Conditions and Division 01 Specification sections, apply to this 
section. 
1.02 SUMMARY 
A. Customer Assistant Kiosk and Supervisor Booth consist of stainless steel insulated 
wall panels, stainless steel door frames, stainless steel insulated doors, and fixed 
and sliding windows with attack resistant glazing. 
B. Stainless steel shelf, counters, and cabinets. 
C. Finish hardware (doors). 
D. Suspended stainless steel ceiling system. 
E. Equipment: PA, LED lighting fixtures, heaters, fire extinguishers, etc. 
1.03 RELATED WORK 
A. Related Sections: The following sections contain requirements that relate to this 
Section: 
1. Glazing: Section 08 80 OO. 
2. Mechanical: Division 23 Sections. 
3. Electrical: Division 26 Sections. 
4. Communications: Division 27 Sections. 
1.04 REFERENCES 
A. AISC - Specifications for the Design, Fabrication and Erection of Structural Steel for 
Buildings. 
B. AISI -Specification for the Design of Cold Formed Steel Structural Members and 
Design of Light Gauge Steel Diaphragms. 
C. ANSI Aii5.1 - Preparation of Mortise Locks in 1-3/8 inch and 1-3/4 inch Standard 


Steel Doors and Frames. 
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D. ASTM A36 - Standard Specification for Carbon Steel. 

E. ASTM A 240 - Standard Specification for Chromium and Chromium-Nickel Stainless 
Steel Plate, Sheet, and Strip for Pressure Vessels and for General Applications. 

F. ASTM A269 - Standard Specification For Seamless And Welded Austenitic. 

G. Stainless Steel Tubing For General Service. ASTM A276 - Standard Specifications 
For Stainless And Heat Resisting Steel Bars And Shapes. 

H. ASTM A307 - Standard Specification For Carbon Steel Bolts and Studs. 

I, ASTM A501 - Standard Specifications For Hot Formed Welded And Seamless Carbon 
Steel Structural Tubing. 

J. ASTM A653 - Standard Specification For Steel Sheet, Zinc-Coated Or Zinc- Iron 
Alloy Coated By Hot Dip Process. 

K. ASTM C 578 - Standard Specification for Rigid, Cellular Polystyrene Thermal 
Insulation. 

L. AWS - Structural Welding Code Standard Qualification Requirements, American 
Welding Society. 

M. FS FF-B-588 - Bolt, Toggle: And Expansion Sleeve, Screw. 

N. FS FF-W-84 - Washers, Lock (Spring). 

O. FS FF-W-92 - Washer, Flat (Plain). 

P. FS FF-S-111 - Screw, Wood. 

1.05 QUALITY ASSURANCE 

A. Reference Standards: The work is subject to requirements of applicable portions 
of the Underwriters' Laboratories. Provide electrical components that are U.L. 
labeled and listed. Comply with applicable requirements of Architectural Woodwork 
Institute. Provide qualifying welding processes and welding operators in accordance 
with AWS "Standard Qualification Procedure." 

B. Manufacturer shall have at least ten continuous years of experience in the 
manufacture of similar enclosures and be able to submit evidence of ability to 
comply with these specifications. No fabrication shall be started until name of 
manufacturer has been submitted by the contractor for approval of the 
Commissioner. 

C. Manufacturer's plant shall be open to the Commissioner for its inspection. 
Complete fabrication methods and procedures shall be demonstrated to the 
Commissioner upon request. 

D. Manufacturer shall demonstrate that manufacturer's plant is adequate enough to 


handle the fabrication and installation within the allotted construction period. 
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E. 


1.06 


1.07 


1.08 


Assemble kiosk and booth in manufacturer's shop to the greatest extent possible 
to ensure that parts fit and conform to the design intent. Disassemble only to the 
extent required for shipping. 


SUBMITTALS 


Shop Drawings: Include design fabrication and erection drawings, necessary to 
clearly describe design, materials, sizes, layouts, construction details, fasteners, 
hardware, insulation, glass, and erection. Submit small scale layouts of wall panels, 
and large scale details of panel joints, edge conditions, door and window details, 
fasteners, hardware and sealant placement. Indicate dimensions, plans, elevations, 
sections, details and installation details. 


Furnish wiring diagrams for electrical portions of the work. 


Product Data: Submit manufacturer's technical data for equipment and fixture 
items including light fixture, heater/ac, clock, fire extinguisher. 


Samples: 

1. 6" x 6" sample of each stainless steel finish. 
2. 12" x 12 wall panel assembly. 

3. 12" x 12" glass panel. 

4. 12 x 12" custom stainless ceiling panel. 


DELIVERY, STORAGE AND HANDLING 


Packaged materials shall be delivered to the project in sealed containers bearing 
manufacturer's name and material identification. Materials shall be stored in strict 
accordance with the manufacturer's printed directions. Protect stainless steel 
surfaces with pressure sensitive vinyl protective covering, which shall be removed 
after completion of installation. 


Protection: Protect materials against damage from mechanical abuse, plaster, 
salts, acids, staining, and other foreign matter by an approved means during 
transportation, storage, and erection, and until completion of construction work. 
Unsatisfactory materials shall be removed from the premises, and damaged 
materials replaced with new materials. 


INITIAL MAINTENANCE AND WARRANTY 


Maintenance Service: Provide full maintenance service by skilled employees of 
the kiosk and booth installer for a period of 18 months after the station opens to 
revenue service. Monthly preventative maintenance performed during normal 
working hours shall include lubricating, cleaning, and adjusting a minimum of once 
a month as part of the initial maintenance and warranty. Exclude only 
repair/replacement due to misuse, abuse, accidents, or neglect caused by persons 
other than installer's personnel. 
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1.09 


A. 


DESIGN CRITERIA 


The walls, windows, doors, louver panels, and external components of kiosk and 
booth shall have attack-resistant characteristics. 


Perform engineering of the kiosk and booth based on the design, the materials, 
and the performance criteria specified. The Drawings for the work establish the 
design that consists of dimensions, alignment of components, member and 
component profiles and sight lines. Details indicated are not all inclusive. Provide 
additional details as may be necessary. 


Do not modify the design except as can be demonstrated to be absolutely 
necessary to meet specified performance requirements and to coordinate the work 
and then only with the approval of the Commissioner. 


Fabrication of kiosk and booth to be based on the approved shop drawings, 
Contract Drawings and these specifications. The Contract Drawings establish the 
design which consists of dimensions, alignment of components, member and 
component profiles and sight lines. 


1. Preliminary drawings showing modifications to the design (if any) shall be 
submitted to the Commissioner for review, prior to award of contract. 

2. Structural Steel: For structural steel members, comply with the 
requirements of the American Institute of Steel Construction's (AISC) 
"Specifications for the Design, Fabrication and Erection of Structural Steel for 
Buildings.” 

3. Light Gauge Steel: For light gauge steel members, comply with the 
requirements of the American Iron and Steel Institute's (AISI) "Specification 
for the Design of Cold Formed Steel Structural Members" and "Design of Light 
Gauge Steel Diaphragms.” 

4. For welded connections, comply with the “American Welding Society's 
Construction" for welding procedures. 


Structural Properties: The structure shall be designed to withstand the following 
Wind Load: Positive (inward) and negative (outward) pressures of not less than 30 
psf. Maximum deflection of any member, in a direction normal to the plane of the 
wall, shall be not more than L/240 of the clear span. Influence of glass on stiffness 
when it reduces deflection, shall not be considered. 


OPERATION AND MAINTENANCE MANUAL 


Submit operating instructions, maintenance schedules, and parts lists for 
equipment in accordance with the Contract Documents. 


Operating and maintenance manuals shall be prepared by the manufacturer, with 
written instructions relative to the care, adjustments, and operation of parts of the 
equipment. 
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PART 2 - PRODUCTS 
2.01 MANUFACTURERS 
A. Manufacturer shall have not less than 10 years continuous experience in the 


2.02 


manufacture of enclosures of the same type as required for the Project and be able 
to submit evidence of ability to comply with requirements of the Specifications to 
the satisfaction of the Commissioner. Kiosk and booth fabrication shall not begin 
until such evidence has been submitted to and Manufacturer has been approved by 
the Commissioner. 


Available Manufacturers: Subject to compliance with requirements, manufacturers 
which may be incorporated in the work include; but are not limited to, the 
following: 


1. Chicago Architectural Metals. 

2. Chicago Bullet Proof Systems, Inc. 
3: Mosler, Inc. 

4. National Bullet Proof Inc. 
MATERIALS 


Metals: Use only materials which are smooth and free of surface blemishes 
including pitting, seam marks, roller marks, roughness, "oil canning,” discoloration 
or other imperfections. 


Steel Plates, Shapes, and Bars: ASTM A 36/A 36M. 

Steel Tubing: ASTM A 501. 

Stainless Steel: 

1. Bars and Shapes: ASTM A 276, UNS S31600. 

2: Pipe and Tubing: ASTM A 554, Type mt-316. 

3 Sheet, Plate and Strip: ASTM A 240, UNS S31600, minimum thickness 0.056 


inch, mill flattened, stretcher leveled. 


Slotted Channel Framing: Cold-formed metal box channels (struts) complying with 
MFMA-4. Shapes as necessary for design and function. 


Galvanized Sheet Steel: ASTM A 653 commercial quality, G 90. 
Wall Panels: Provide 8 gauge corner reinforcement angles at exposed corners. 


Wood: Grade stamped with inspection agency stamp. Wood and plywood to be 
fire-retardant treated, exterior type. 


1. Plywood: PS-1 and thickness as shown. 

2. Backing at Stainless Steel Counters: APA A-C exposure. 

3 Framing Lumber: PS-20, dressed S4S, WWPA "Standard" grade or better 
Douglas Fir or Hemlock. Moisture content shall not exceed 15 percent at time 
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of delivery. Lumber except plywood shall be pressure preservative treated as 
follows. 


a. Water-borne Preservative Treatment: Chromated copper arsenate 
(CCA) preservative conforming to APA P 5. Comply with AWPA C 1 and 
C 20. Kiln-dry lumber to maximum 19 percent moisture content after 
treatment. Apply heavy coat of same chemical material used in 
pressure treatment complying with AWPA M4 to wood surfaces which 
have been sawn, cut or drilled after treatment. 


I. Rigid Insulation: Extruded polystyrene foam board, square edge, conforming with 
ASTM C 578, Type IV; minimum R-Value of 10.0 at 40 deg F mean temperature for 
2 inch thickness, compressive strength 25 psi minimum design value. One of the 
following: 


1. “CertiFoam 25” (Diversifoam Products). 
2. “Styrofoam” (The Dow Chemical Co.). 
3. “Foamular” (Owens-Corning). 


J. Doors and Frames: Constructed of stainless steel meeting the requirements 
specified under Design Criteria. 


K. Door Hardware: 


1. Hinge: Provide heavy-duty stainless steel continuous hinge on each door 
(plain finish) No. STS 311-1/4 or Commissioner-approved equivalent, of width 
required for door thickness. Use stainless steel tamperproof fasteners. 

2. Lockset: Provide one lockset per pair of doors; corrosion resistant deadbolt 
with cylinder and thumbturn, operated by key from outside and by turn 
knob from inside with 630 (satin stainless steel) finish manufactured by 
Dorma DB800 series, or approved equal. 1” throw stainless steel deadbolt, 
heavy duty cylinder through bolted, brass 6-pin cylinder per ANSI A 156.5 
2001 Grade 2 with stainless steel strike. 

3. Strike: ANSI Aii5.1. 

4. Cylinder: Best removable core cylinder with construction core No. 1 E74 
US32D cylinder. Provide construction core and control key from local office. 
Contractor shall provide uncombinated cylinder and removable core to the 
Commissioner for combinating and installation. 


5. Keying: Best system keyed independently. 

6. Closer: LCN (4110 series). 

7. Weatherstripping: Zero, No. 328A. 

8. Metal Threshold with Weatherstripping: 4-inch wide, aluminum, Zero, No. 
544A or approved equal; set in mastic and secured to floor. 

9. Flush bolt: Provide top and bottom flush bolts for door of pair without 
lockset. Flush bolts to be IVES FB256N or approved equal. Flush bolt to meet 
ANSI/BHMA A 156.16, LO4251. Bolt throw 34” minimum. Finish to be B26D. 
Provide dust proof strike at floor flush bolt. 

L. Fasteners: Exposed screw heads shall be tamperproof flat head type, in stainless 
steel. 


ae Bolts and Nuts: Regular hexagon head type, ASTM A307, Grade A. 
2. Wood screws: Cadmium plated steel, FS-FF-S-111. 
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3. Toggle Bolts: Tumble wing type, FS-FF-B-588. 
4. Plain washers: Round, carbon steel, FS-FF-W-92. 
5. Lock Washers: Helical spring type carbon steel, FS-FF-W-84. 


M. Door Monitor Switch: Concealed design for use with steel doors. Concealed 
magnetic contact with both switch and magnet isolated from surrounding steel. 
Rhodium plated contacts to prevent sticking and cold welding. 3/4 inch diameter 
magnetic contact rated for 7/8 inch maximum gap. 


N. Vision Panels: 


1. Stationary Windows: Glazing stops shall be 8 gauge stainless steel. Stops 
shall be secured to interior of modular enclosure panels. Provide performed 
wedge strips or compression gaskets, black neoprene ASTM C 509, Type II, 
closed cell extruded or molded and silicone sealant glazing. 

2. Sliding Windows: Frames shall be stainless steel and designed for 
installation in enclosure panels. Vision panels shall be manufactured so as to 
be able to slide open. Vision panel shall be lockable from the _ inside. 
Provide stops, ADA-compliant stainless steel 3” wire pull handle on each 
frame, and cylinder lock with thumbturn. 

3. Glazing stops to be mitered at corners. 

4. Glazing: Attack-resistant laminated glass, 3/4" thick with two layers of 
anti-graffiti film on exterior side. Refer to Section 08 80 00 Glazing. 


O. Counters, Drawers and Cabinets: 


ae Countertop, cabinets, doors, shelves, and drawer cladding (surfaces inside 
and outside): 16 gage stainless steel with brush marks in the vertical 
direction. Provide 3/4" plywood for components of cabinet assembly. 

2. Counter support shall be 1/8" steel bracket assemblies to adequately 
support counter. Anchor to wall panels, reinforce wall panels internally at 
brackets. Brackets shall be at 3'-0" 0.c. and at end conditions. 

3. Hardware: Provide cabinet hardware and accessories associated with 
architectural cabinets. Casework hardware shall be stainless steel, US32D. 


Piano hinges-concealed. 

Cylinder lock keyed for "Best" ZB-6 keys. 

Drawer Slides - ball bearing with 70 lbs. capacity. 
Pulls - continuous edge molding. 

Catches - magnetic. 

Standards and clips. 


>oa00gm 


P, Ceiling: Provide a suspended ceiling system composed of stainless steel concealed 
suspension grid, suspended by wire from structure above, and custom finish 
stainless steel ceiling panels. 


Q. Equipment (light fixtures, mechanical unit, fire extinguishers) as indicated on the 
Drawings. 
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2.03 


A. 


2.04 


FABRICATION, GENERAL 


Kiosk and booth shall be custom fabricated as detailed and shall be complete 
with fixtures and accessories shown, installed in place and in proper working order. 
Final connections to services are specified in the electrical and mechanical work. 


Fitting and assembly of the work shall be done in the shop. Work that cannot be 
permanently shop assembled shall be completely assembled, marked and 
disassembled before shipment to ensure proper assembly in the field. 


The metal interior and exterior for the kiosk and booth shall be electrically 
continuous and provision made for connecting to equipment ground system at 
station. 


Use only proven methods that produce the workmanship specified for the work. 
Methods of assembly and joining which will affect the appearance of the work 
shall be subject to the acceptance of the Commissioner. 


Exposed work shall be carefully matched to produce continuity of line and 
design. Joints in exposed metal work shall be accurately fitted and rigidly secured. 


Form metalwork to required shapes and sizes, with true curves, lines and angles. 
Provide necessary rebates, lugs and brackets for assembly of units. Use concealed 
fasteners wherever possible. 


Fabricate and fasten metalwork so that the work will not be distorted nor the 
fasteners overstressed from the expansion and contraction of the metal. 


Welding shall be in accordance with the American Welding Society for 
recommended practices in shop welding using electrodes specified by the 
manufacturer of the alloys being welded. Provide welds behind finished surfaces 
without distortion or discoloration of the exposed side. Weld beads on exposed 
surfaces shall be ground and finished to match and blend with finish on adjacent 
parent metal. Grinding and polishing shall be done only with clean wheels and 
compounds free from iron and iron compounds. 


Mill edge joints to well-defined lines. Cope or miter corner joints. Form joints 
exposed to weather to exclude water penetration. 


After grinding, polishing or forming metal surfaces, clean surfaces with a detergent 
solution (containing no chlorides to remove extraneous materials, rinse thoroughly 
with clear water and dry. 


WALL PANEL AND DOOR FABRICATION 


Fabricate stainless steel wall panels and doors to be rigid, neat in appearance and 
free from defects warp or buckle. Accurately form metal to required sizes and 
profiles. Weld exposed joints continuously; grind, dress, and make smooth, flush 
and invisible. 
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B. 


2.05 


Exposed Fasteners: Do not use exposed fasteners except where unavoidable. 
Exposed fasteners shall be countersunk flat Phillips or Jackson heads for exposed 
screws and bolts. 


Prepare doors and frames to receive concealed finish hardware, including cutouts, 
reinforcing, drilling and tapping in accordance with templates provided by hardware 
manufacturer. 


Panel construction: Fabricate wall panels and doors of continuous 16 gauge 
stainless steel sheets. Doors, 1-3/4" thick. Panels, 3” thick. Fill with rigid insulation. 
Vertical edge to be formed with the outside face of one piece of stainless steel 
sheet. Inside sheet of stainless steel to be screw fastened. Construct with smooth, 
flush surfaces, without visible joints or seams on exposed faces or stile edges. 
Provide corner reinforcement angles at exterior corners. Edges and corners of 
stainless steel to be continuously welded and ground smooth. 


Door Frames: Fabricate door frames of 8 gauge stainless steel. Provide unit 
construction, with corners mitered, reinforced, continuously welded full depth and 
width. Provide anchors to wall panel construction. 


Stops: Form fixed stops and moldings integral with frame. Provide removable 
stainless steel stops. Secure with countersunk machine screws spaced uniformly 
not more than 12" on center. Form corners with mitered hairline joints. 


KIOSK AND BOOTH FABRICATION 


Fabricate kiosk and booth to sizes and details as shown on approved shop 
drawings. Verify dimensions and installation conditions in field. 


Top of kiosk and booth to be formed of fabricated steel tube, welded and ground 
flush and smooth. Clad with 16 gauge stainless steel panels. 


Vertical column supports for kiosk and booth to be steel tube clad at exterior and 
interior with stainless steel. Columns to support intermediate steel tube at top of 
kiosk and booth walls. See Drawings. 


Stainless steel wall fabricated panels to be secured to vertical columns with bolts 
and to station house floor with bolts at metal tab welded to panel. Provide 8 gauge 
corner reinforcement angles at outside corners. Provide continuous stainless steel 
cover both sides. 


Secure window and vision panels to top tube frame, vertical tube frame, and wall 
panels with 8 gauge stainless steel stops secured to tubes and wall panel frames. 
Miter glazing stops at corners. Miter corners of glass and fill gap with clear 
sealant at outside corners. Door frames to be secured to wall panel frames. 


Provide separation between dissimilar metals where required. 
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2.06 STAINLESS STEEL FINISHES 

A. Comply with ASTM A480/A480M. Remove or blend tool and die marks and stretch 
lines into finish. 

B. Grind and polish surfaces to produce uniform, directionally textured, polished finish 
indicated, free of cross scratches. Run grain with long dimension of each piece. 

1. Directional Satin, No. 4 finish. 

C. When polishing is completed, passivate and rinse surfaces. Remove embedded 

foreign matter and leave surfaces chemically clean. 
PART 3 - EXECUTION 
3.01 PREPARATION 

A. Field Measurements: Take field measurements prior to preparation of shop 
drawings and fabrication where possible, to ensure proper fitting of the work. Do 
not delay job progress. Allow for adjustments and fitting where taking of field 
measurements before fabrication might delay the work. 

B. Coordinate anchor plate installation and setting drawings, diagrams, templates, 
instructions and directions for installation and anchorage to concrete slab. 

3.02 INSPECTION 

A. Inspection of Structure: Before components are delivered to the site, examine the 
final locations for kiosk and booth and report in writing to the Commissioner, any 
conditions which in the installer's opinion will prevent the proper execution of the 
work or endanger its permanency. The erection shall not proceed until such 
conditions are corrected or adjusted satisfactorily. 

3.03 INSTALLATION 

A. Install kiosk and booth in location, alignment, and elevation indicated. Set work 
plumb, level, true and free of rack. 

B. Fit exposed field connections accurately together to form tight hairline joints unless 
otherwise shown. 

C. Limit field welding to those connections which will be concealed in the finished 
work. Comply with AWS code for procedures of manual shielded metal arc welding, 
appearance and quality of welds made, and methods used in correcting welded 
work. 

D. Install components without distortion so that doors and drawers fit openings 


properly and are accurately aligned. Adjust hardware to doors and drawers to 
provide unencumbered operation. 
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E. 


3.04 


3.05 


4.01 


4.02 


Restore protective cover if damaged during shipping and installation. Remove 
protective cover when there is no possibility of further damage from construction 
activities. Remove protective cover from kiosk and booth at one time to prevent 
uneven discoloration. 


Coordinate the installation of mechanical work as required and specified in Division 
23. 


Coordinate the installation of electrical work as required and specified in Division 
26. 


Coordinate the installation of communication work as required and specified in 
Division 27. 


Electrical Conduit and Junction Boxes: Provide electrical conduits and junction 
boxes concealed in kiosk and booth walls. Materials and installation shall comply 
with requirements of Section 26 10 00 "Basic Electrical Materials and Methods.” 
ADJUSTING AND TESTING 

Adjust operating parts such as doors and drawers for proper and free operation. 
Coordinate the testing of systems which are controlled from the kiosk and 
booth in cooperation with installing contractors of the various systems and in the 
presence of the Commissioner. 

PROTECTION AND CLEANING 

Protect materials against damage from mechanical abuse, plaster, salts, acids, 
staining or other dirt during erection and until completion of construction work. 
Unsatisfactory materials shall be removed from the premises, and damaged 


materials replaced. 


After substantial completion, clean down exposed surfaces, including glass. 


PART 4 - MEASUREMENTS AND PAYMENT 


MEASUREMENT 


The Work of CUSTOMER ASSISTANT KIOSK AND SUPERVISOR BOOTH shall not be 
measured for payment. 


PAYMENT 


No separate payment shall be made for the work covered in this section. Payment 
for the Work of CUSTOMER ASSISTANT KIOSK AND SUPERVISOR BOOTH shall be 
included in the contract lump sum price as shown in the Schedule of Prices for 
ARCHITECTURAL WORK. 
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4.03 PAY ITEM ACCOUNT NUMBER 


A. Architectural Work: 090000. 


END OF SECTION 
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January 29, 2021 
Clarification No. 2 
Damen Green Line Elevated Station 


Specification No. 1186934 
RFQ 7345,2 


For which proposals will be opened in the office of the Department of Procurement Services, Room 
103, City Hall, 121 North LaSalle Street, Chicago, Illinois 60602, 
on February 23, 2021 at 11:00 a.m., Central Time 


BIDDER WILL ACKNOWLEDGE RECEIPT OF THIS CLARIFICATION 
IN THE SPACE PROVIDED ON THE PROPOSAL PAGE 


CLARIFICATION 


Question: Regarding Specification section 10 14 16, Plaques, are plaques apart of the 
signage scope seeing as they are not presently included in the signage schedule or 
drawings? 


Answer: The project plaque is included on AG43-01. The contractor shall determine if 
the project plaque scope of work is provided by the signage contractor. 


Question: Regarding Specification section 10 42 80, Aluminum Signs, are these apart 
of the signage scope as they are not presently included in the signage schedule or 
drawings? 


Answer: Note 4 on AG11-01 references the CT series drawings. The CT series 


drawings include aluminum signs. 


Question: On Page AG60-02, there is one (1) dry erase and stainless-steel sign, P-76, 
that is specified as having an “Alpina FF-RP Frame”. After speaking with the 
manufacturer, “FF-RP” references the thickness of the frame. Please confirm the size 
and thickness of this frame. 


Answer: The frame shall be the 1.75” frame option. 

Question: Can you please provide a detail or drawing of Sign Types P-44, P-64, P-68, 
P-74h, and P-74? 

Answer: Final artwork for these signs will be provided to the low bidder. 


Clarification No. 2 1 Shannon E. Andrews 
City of Chicago Chief Procurement Officer 


Question: Can you please provide a detail or drawing of Sign Type P-76? 


Answer: Final artwork for these signs will be provided to the low bidder. 


Question: Are there any “Buy American” Caveats regarding the purchase of products 
that include steel? 


Answer: Book 1, Section XXI. Compliance with All Laws, Subsection L (on page 102) 
states the following: 
L. Steal Products 
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Question: 2. Drawing S11-30A States in — Foundation Plan Note: 3. SEE 
ADVANCED UNDERGROUND PACKAGE DATED 11/09/2018 FOR DAMEN GREEN 
LINE STATION, CDOT PROJECT D-7-135A FOR ADDITIONAL INFORMATION ON 
EXISTING MICROPILES. We have not been issued this report. Can this information be 
made available? 


Answer: This information will be provided ‘for information only’ to the apparent low 
bidder upon award. 


Question: Drawing G20-00, note 15 states that contractor must remove all graffiti 
within 24 hours. It is impossible to know how often this will occur. Please make Graffiti 
removal an allowance item. 


Answer: Book 1, Section II. Project Organization, Subsection C states the following: 


The Work is under your charge and care until Final Completion and Acceptance of the 
Work, unless otherwise specified elsewhere in the Contract. 


Book 1, Section III, Contractor Obligations, Subsection A.5d states the following: 


Except as otherwise expressly provided in the Contract, the Contract Price includes all 
costs and expenses for which you will be compensated in connection with the Contract, 
including the costs associated with any risks you assume under the Contract. 


Question: Due to the complexity of this project, please consider extending the Bid date 
by three weeks. 


Answer: A Bid extension will not be considered at this time. 
Clarification No. 2 2 Shannon E. Andrews 
City of Chicago Chief Procurement Officer 


Question: Page S-002, Note 7, calls for reference the architectural drawings and 
specifications for fireproofing requirements. Please provide a fireproofing specification 
section. 


Answer: The note identified is a general structural note that defers to the architectural 
documents to define the fireproofing requirements. 

The drawings identify the building as Type Il Non-Combustible Construction and, as 
such, it does not require fireproofing. This is identified in the Code Analysis on drawing 
G40-00. 


Question: Please clarify if the Contract Allowances are to be included for the purpose 
of calculating the minority participation? 


Answer: No, the contract allowances should not be included when calculating minority 
participation. 


End of Clarification 2 


Clarification No. 2 3 Shannon E. Andrews 
City of Chicago Chief Procurement Officer 


January 21, 2021 
Clarification No. 1 


Damen Green Line Elevated CTA Station 
Specification No. 1186934 
RFQ No. 7345,1 


For which proposals will be opened in the office of the Department of Procurement 
Services, Room 103, City Hall, 121 North LaSalle Street, Chicago, Illinois 60602, on 
February 23, 2021 at 11:00 a.m., Central Time 


1. Due to the size of the documents for this solicitation Book 3, Plans and Reference 
Reports have been made available on the DPS website for viewing. Unregistered 
parties must go to www.chicago.gov/bids to review the remainder of this 
solicitation. If you are registered with iSupplier, you are still able to login to the 
iSupplier Portal to view the documents in its entirety and download them 
individually. 

Bids for this solicitation must be submitted via the iSupplier portal. 


End of Clarification 1 


City of Chicago Shannon E. Andrews 
Department of Procurement Services Chief Procurement Officer 


APPENDIX 1 
ePROCUREMENT 


This is an eProcurement Bid. Bids are to be submitted through the City's "iSupplier" system, the City's 
eProcurement computer system for electronic bidding and providing Contractors with access to contract, ordering 
and payment information for their City contracts. The following provisions apply to this bid and supersede any 
conflicting provisions in Books 1, 2, and 3. 


1. Obtaining the Bid Documents 

Bidders are solely responsible for obtaining all Bid Documents, including Clarifications and Addenda. 
Documents may be downloaded from the Department of Procurement Service's ("DPS") website at the following 
URL: 


http://www.cityofchicago.org/eProcurement 


Click on "Current Bids." 


In order to receive notice of clarifications and addenda, Bidders must be registered for and log-in to iSupplier, 
search for the solicitation number, open the solicitation for review, and accept the disclaimer. This will sign Bidders 
up for notifications. 


Bid Document Holders are listed on the Bid & Bond Room Opportunity Take Out List. The Opportunity Take Out 
List is public information and is posted to the DPS web site at www.cityofchicago.org/TOL. To find Opportunity 
Take Out lists go to “Get Started Online,” click "Opportunities" and search by the specification number. 


2. Clarifications and Addenda 
The City will send an email notification to suppliers who have indicated intent in a Bid that an addendum or 
clarification has been issued. The Clarifications and Addenda incorporated into the electronic bid document 
available at the following URL: 


https://www.cityofchicago.org/eProcurement 


Suppliers that have indicated interest in a Bid will receive email notification that an addendum or clarification has 
been issued. There may be multiple Clarifications and Addenda. Failure to obtain Clarifications and/or Addenda, 
for whatever cause, will not relieve a Bidder from the obligation to bid according to and comply with any changed 
or additional terms and conditions contained in the Clarifications and Addenda. 


Electronic Acknowledgement of Clarifications and/or Addenda is mandatory to submit an electronic Bid. Any harm 
to the bidder resulting from failure to obtain all necessary documents, for whatever cause, will not be valid grounds 
for a protest against award(s) made under this bid solicitation. 


3. Questions Regarding the Bid Documents; Bidder Inquiry Deadline 

All inquiries regarding the Bid Documents or procurement process may be directed to the Procurement 
Specialist/Senior Procurement Specialist in iSupplier via online discussion or via email at the email address listed on 
the front cover of the Bid Documents. 


The Bidder Inquiry Deadline is listed on the front cover of the Bid Documents under "Deadline for 
Questions." Inquiries received after the Bidder Inquiry Deadline will not be answered except at the discretion of the 
Chief Procurement Officer. 


Bidders may only rely on written answers in a Clarification or in an Addendum duly issued by the Chief 
Procurement Officer. Bidders cannot rely on oral or informal responses; such answers will not be binding upon the 
City. 


4. Preparation of Bids & Completion of the Bid Documents 


Each Bidder must complete all of the forms listed on the Bid Submittal Checklist (with the exception of the Proposal 
Pages) in the Requirements section and scan and upload them as attachments to the electronic bid submission. 
Bidders may not change any of the Bid Documents. Any changes made by a Bidder to the Bid Documents may 
result in rejection of the Bid, and will not be binding upon the City. 


Bidders must submit their pricing electronically by filling out bid lines in the electronic Price Schedule in the 
iSupplier system. 


Bidders must use the Bid Execution Page that is appropriate for their form of business organization (e.g., sole 
proprietorship, corporation, partnership, or joint venture). The individual(s) that sign the Bid Execution Page on 
behalf of the Bidder, by their signature, represents and warrants to the City that such individual is authorized to 
execute bids and contracts on behalf of the Bidder, and that the Bidder agrees and shall be bound to all of the terms 
and conditions of the Bid Documents and, upon execution by the City, the Contract Documents. Signatures must be 
sworn before a Notary Public. The form must be printed, signed, notarized and scanned then uploaded as an 
attachment to the electronic bid submission. 


5. Submission of Bids - Date, Time, and Place 


Bids are to be submitted electronically to the Department of Procurement on the date and prior to the time stated on 
the Cover Page of the Bid Documents, or any addendum issued by the City to change such Bid Opening Date. No 
bid will be accepted after the Bid Opening Date. The time of the receipt of the bid will be determined solely by the 
“Time of Quote” generated by the iSupplier system. 


6. Bid Deposit 
5% of the Total Base Bid 


When submitting an electronic bid, scan and upload a copy of your bid deposit with your submittal documents. The 
1st and 2nd apparent low bidders will be required to deliver their original and properly executed bid deposit to the 
Bid & Bond Room within 2 business days following the Bid Opening Date. 


BOOK 1 
TERMS AND CONDITIONS FOR CONSTRUCTION 
PROJECT TITLE: Damen Green Line Elevated CTA Station 
CDOT PROJECT NO.: D-7-135 
SPECIFICATION NO.: 1186934 
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Prepared by 
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1. GENERAL PROVISIONS 


A. Acronyms 
“ACI” - American Concrete Institute 
“AED” - Associated Equipment Distributors 


“AISC’” - American Institute of Steel 
Construction. 


“ANSI” - American National Standards 
Institute. 


“ASME” - American Society of Mechanical 
Engineers. 


“ASTM?” - American Society for Testing and 
Materials 


“EDS” - See Section XX1.S. 


“IEPA” - Illinois Environmental Protection 
Agency. 


“IDOT” - Illinois Department of 
Transportation. 
“NEC” - National Electric Code. 


“NFPA” - National Fire Protection 
Association 


“NEMA’ - National Electrical Manufacturer's 
Association. 


“OSHA” - U.S. Occupational Safety and 
Health Administration 


“CTA” - Chicago Transit Authority 


“FEPC” - Fair Employment Practices 
Commission. 


B. 


City Funded 


Definitions 


. “Architect/Engineer’ means the person designated by the Commissioner to provide the 


Contract drawings and Detailed Specifications for the Work you are to perform. 


. “Business Days” means Monday through Friday, unless an officially designated City 


holiday falls on one of those days. 


. “Chief Procurement Officer’ means the Chief Procurement Officer for the City of 


Chicago, and any representative duly authorized in writing to act on his/her behalf. 


. “City” means the City of Chicago, a municipal corporation and home rule unit of 


government existing under the Constitution of the State of Illinois. 


. “Commissioner” means the head of the Department and any designee duly authorized in 


writing to act on his/her behalf. 


6. “Comptroller“ means City Comptroller or his designated representative. 


7. “Consultant(s)” refers to the person, firm or corporation awarded a contract by the City to 


provide professional architectural or engineering design services or construction 
supervision for the Project. 


. “Contract” means this Contract, including your bid proposal (as accepted by the City), 


the City’s bid specification, which includes Books 1, 2, and 3, plans and drawings, 
addenda, all exhibits and schedules that are attached to it and documents incorporated 
in it by reference; fully executed performance and payments bond(s); and _ all 
amendments, modifications, or revisions made from time to time in accordance with its 
terms. 


. "Contract Completion Date" is the date, determined by the Commissioner, on which the 


Project is to reach Substantial Completion. The Contract Completion Date will be 
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10. 


11. 
12. 
13. 


14. 


15. 
16. 
17. 
18. 


19. 


20. 


21. 


22. 


23. 


Department of Transportation 


Terms and Conditions for Construction Contract - Book 1 
(Revised July 2020) 


determined based on the duration for the Project set by the Contract as adjusted by any 
Contract modifications that extend or reduce the duration of the Project. 


“Contract Modification” means a written modification of the terms and conditions of this 
Contract, signed by you, the Chief Procurement Officer, the Mayor and the Comptroller. 


“Contractor” or “you” means the person who is awarded the Contract. 
“Contract Price” is defined in Section XIII.A. 


“Contract Time” is the duration of the Work from when the Work is required to begin until 
the scheduled date for Substantial Completion, including approved time extensions. See 
1.B.42. 


“Corporation Counsel” means the head of the City’s Department of Law and any 
Assistant Corporation Counsel duly authorized to act on the Corporation Counsel’s 
behalf. 


“Day” means calendar day. 
“Daytime Work” means work performed between the hours of 6:00 a.m. to 6:00 p.m. 
“Department” means the City Department identified on the cover of this Contract. 


“Detailed Specifications” means the written requirements for materials and equipment to 
be used in the Work, including any plans or drawings, and standards of performance for 
the Work, which are set forth in Book 3 or incorporated by reference. 


“Environmental Laws” means all applicable Federal, State, and local laws, ordinances, 
rules, regulations, and executive orders pertaining to environmental matters. 


“Equipment” means all machinery and equipment, together with the necessary supplies 
for upkeep and maintenance, and all tools and apparatus necessary for the proper and 
acceptable completion of the Work. 


“Field Order’ means the written order to you, signed by the Commissioner, unilaterally 
directing changes in the Work or the Contract Time, or directing you to take corrective 
action and to adhere to Contract. 


"Final Completion and Acceptance of the Work " means the last date on which all of the 
following events have occurred: (i) the Commissioner has determined that all Punch List 
Work and any other remaining Work have been completed in accordance with the 
Contract; (ii) final inspections have been completed and operations systems and 
equipment testing have been completed; (iii) final occupancy certifications have been 
issued; (iv) all deliverables have been provided to the Commissioner; and (v) all 
contractual requirements for final payment have been completed. 


“Hazardous Materials” means asbestos and _  asbestos-containing materials, 
polychlorinated biphenyls (PCBs), oil or any other petroleum products, natural gas, 
special nuclear materials, and by-product materials regulated under the Atomic Energy 
Act (42 U.S.C. Sec. 2014, et seq.), pesticides under the Federal Insecticide, Fungicide 
and Rodenticide Act (7 U.S.C. Sec. 136, et seq.) and any hazardous waste, toxic 
substance or related material, including any substance defined or treated as "hazardous 
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waste," “special waste,” or "toxic substance" (or comparable term) in any Environmental 
Law. 
“Include” (in all of its forms) means “include without limitation” unless the context clearly 


indicates otherwise. 


“Management Consultant” or “Program Manager” means the organization or entity, if 
any, that the City has retained to oversee the planning, design, and construction of the 
Project. 


“Municipal Code” means the Municipal Code of Chicago. 


"Night Work" means work performed between the hours of 6:00 p.m. and 6:00 a.m. 
unless otherwise defined in the plans. 


“Notice to Bidders” means the Advertisement for Bids, the official notice inviting bids for 
the proposed Work to be done under this Contract. 


“Notice to Proceed” means written authorization from the Commissioner for you to 
commence the Work on a specified date. 


“Product Data” are illustrations, standard schedules, performance charts, instructions, 
descriptive literature, catalogs and brochures, performance and test data, test 
certifications, diagrams and other information furnished by you to illustrate a material, 
product or system for some portion of the Work. 


“Project” means, collectively, the improvements you are to construct in accordance with 
the Contract. 


“Provide” means furnish and install, unless otherwise specified in this Contract. 


“Punch List” or “Punch List work” means minor adjustments, repairs or deficiencies in the 
Work, as determined by the Commissioner in his sole discretion. 


“Record Documents” are all documents pertaining to the completed Work and the 
Project that the Contract requires you to provide to the City, including Record Drawings, 
Record Shop Drawings, product data, instructions, parts list, certified payrolls and 
operations and maintenance manuals. 


“Record Drawings” means drawings reflecting the final built Project configuration, 
including approved modifications. 


“Samples” mean physical examples that illustrate materials, equipment or workmanship. 
Samples include materials, fabricated items, equipment, devices, appliances, or parts of 
them, as called for in the Detailed Specifications and any other Samples that may be 
required by the Commissioner to determine whether the kind, quality, construction, 
workmanship, finish, color and other characteristics of the materials proposed by you 
conform to the required characteristics. 


“Shop Drawings” means drawings, diagrams, schedules and other data specially 
prepared for the Work by you or any Subcontractor, manufacturer, supplier or distributor 
to illustrate some portion of the Work. Shop Drawings include: fabrication, erection, 
layout and setting drawings; manufacturer's standard drawings; schedules; wiring and 
control diagrams; and other drawings pertaining to materials, equipment and systems 
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and methods of construction that may be required to show that the materials, equipment 
or system conform to the Contract requirements. Shop drawings must establish the 
actual detail of all manufactured and fabricated items and indicate the proper relation to 
the adjoining Work. 


38. “Special Wastes” means those substances as defined in the Illinois Environmental 
Protection Act, 415 ILCS 5/3.45, and further defined in Section 809.103 of 35 Illinois 
Administrative Code, Subtitle G, Ch. 1. 


39. “Subcontractor” means any person or entity with whom you contract to provide any part 
of the Work, and all subcontractors of any tier, including suppliers and material persons, 
whether or not in privity with you. 


40. “Submittal” means Schedule, Shop Drawings, Product Data or Samples and other items 
that the Contract may require you to submit to the Commissioner. 


41. “Substantial Completion Date” is the date upon which you have met the requirements for 
Substantial Completion in the opinion of the Commissioner. 


42. “Substantial Completion of the Project” or “Substantial Completion” means that, in the 
opinion of the Commissioner, you have completed all Work in accordance with the 
Contract, except for Punch List Work, and the City is able to occupy and use the Project 
for the purpose intended. 


43. “Work” means all labor, materials, equipment, deliverables, and other incidentals to be 
provided by you under this Contract that are necessary or convenient to the successful 
completion of this Project and that are required by, incidental or collateral to the 
Contract. 


44. “You” means “Contractor.” See above. 


C. Usage and Contract Interpretation 


1. Unless a contrary meaning is specifically noted elsewhere, words such as, “as required,” 
“as directed,” “as permitted,” and similar words mean that requirements, directions of, 
and permission of the Commissioner are intended. The words “approved,” “acceptable,” 
“satisfactory,” or words of like import, mean “approved by,” “acceptable to,” or 
“satisfactory to” the Commissioner. The words “necessary,” “proper,” or words of like 
import as used regarding the extent, conduct or character of the Work specified means 
that Work must be conducted in a manner, to the extent, or be of character that is 
“necessary” or “proper” in the opinion of the Commissioner. The Commissioner’s 
judgment in these matters is final and you are not permitted to contest it. 


2. Where the imperative form of an address is used, such as “perform the excavating,” 
“provide equipment required,” “remove obstructions encountered,” “furnish and install 
reinforcing steel bars,” etc., that address is directed to you . 


3. Any headings in this Contract are for convenience of reference only and do not define or 
limit its terms or provisions. All article and section references, unless otherwise 
expressly indicated, are to sections of this Contract. Words importing persons include 
firms, associations, partnerships, trusts, corporations, joint ventures and other legal 
entities, including public bodies, as well as natural persons. Words of any gender 
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include correlative words of other genders. Words importing the singular number include 
the plural and vice versa, unless the context otherwise indicates. All references to any 
exhibit or document include the latest version and all supplements and/or amendments 
to any such exhibits or documents. All references to any person or entity include any 
person or entity succeeding to the rights, duties, and obligations of those persons or 
entities in accordance with the terms and conditions of this Contract. 


4. Whenever reference to a law is contained in this Contract, the reference includes any 
amendments to the law. 


D. Severability 


If any provision of this Contract is inoperative or unenforceable as applied in any particular 
case in any jurisdiction or jurisdictions because it conflicts with any other provision of this 
Contract, or of any constitution, statute, ordinance, rule of law, or public policy, or for any 
other reason, those circumstances will not render the provision in question inoperative or 
unenforceable in any other case or circumstance, or render any other provision or provisions 
of this Contract invalid, inoperative, or unenforceable to any extent whatever. The invalidity 
of any phrases, sentences, clauses, or sections contained in this Contract will not affect the 
remaining portions of this Contract or any part of it. 


E. Estimates of Quantities 


If an estimate of quantities of Work is listed in the Bid Schedule of Prices, you understand 
that: 


1. the estimate is approximate only; 


2. the City does not expressly or by implication represent or warrant that the actual 
quantities involved will correspond to the estimate; 


3. payment to you will be made only for the actual quantities furnished and installed in 
accordance with the terms of this Contract; and 


4. the Chief Procurement Officer and the Commissioner reserve the right to jointly order, in 
writing, to increase, decrease or delete quantities of Work pursuant to all terms and 
conditions of the Contract. 


F. Order of Precedence of Component Contract Parts 
The order of precedence of the component contract parts is as follows: 


Terms and Conditions; 

Addenda if any; 

Plans or City Drawings; 

Detailed Specifications; 

Standard Specifications of the City, State or Federal Government, if any; 


Advertisement for Bids (copy of advertisement to be attached to back of cover); 
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Requirements for Bidding and Instructions to Bidders; and 
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8. Performance Bond, if required. 


The foregoing order of precedence governs the interpretation of the Contract in all cases of 
conflict or inconsistency in it. 


Entire Agreement 


The Contract constitutes the entire agreement between the parties with respect to its subject 
matter, and no other oral or written understandings, representations, inducements, 
consideration, promises, or interpretations are implied or impressed upon this Contract that 
are not expressly addressed in it. 


ll. PROJECT ORGANIZATION 


A. 


The Commissioner 


For the purposes of this Contract, the Commissioner, or any successor office to the 
Commissioner, will represent the City in all matters relating to the performance of your Work 
under this Contract and will constitute the point of receipt for all deliverables required under 
this Contract, unless expressly specified otherwise in this Contract. The Commissioner will 
decide all questions that arise with regard to the administration of the Contract such as to 
the quality and acceptability of materials furnished, the Work performed and rate of progress 
of the Work. The Commissioner will determine the amount and quality of Work performed 
and materials furnished and their estimates. The Commissioner's estimate will be a 
condition precedent to your right to receive money due under the Contract, but then only if 
the modifications or amendments to the Contract are approved in accordance with Article 
XIV, “Changes in the Work." 


The Chief Procurement Officer 


The approval of the Chief Procurement Officer is required to enter this Contract and to 
modify it. 


Contractor 


The Work is under your charge and care until Final Completion and Acceptance of the 
Work, unless otherwise specified elsewhere in the Contract. 


Ill. CONTRACTOR’S OBLIGATIONS 


A. 


Contractor 


1. Except as may be expressly provided otherwise in the Contract, you are solely 
responsible for selecting the means, methods, techniques, sequences, and procedures 
used in performing the Work. The intent of the Detailed Specifications is to describe the 
completed Work that you must provide to fulfill the requirements of the Contract. The 
Detailed Specifications are not intended to cover every detail of materials, parts, or 
activities necessary to complete the Work. You must perform all activities that may be 
required or necessary to complete the Work in accordance with the Contract. For the 
Contract Price, you must construct, furnish and install all materials, parts and labor 
necessary to complete the entire Work, whether or not the Contract particularly specifies 
or shows the details of Work. 
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2. The Work under this Contract has not been completely segregated into divisions of Work 
to be performed by any trade or Subcontractor. You are responsible for all division of 
work. However, wherever any provision of any section of the specifications conflicts with 
any agreements or regulations of any kind at any time in force among members of any 
trade or craft associations, unions or councils that regulate or distinguish that work is or 
is not included in the work of any particular trade, you must make all necessary 
arrangements to reconcile any such conflict without delay, damage, or cost to the City. 


3. Before submission of your bid, you must (i) inspect the site of the proposed Work and 
familiarize yourself with all the site conditions that may affect your performance of the 
Work; and (ii) review the Detailed Specifications, plans and drawings provided with the 
bid documents, as required in the “Requirements for Bidding and Instructions to 
Bidders,” in Book 2. If at any time before the bid opening you discover any errors, 
discrepancies or omissions in the Contract or any discrepancy between the Contract and 
the physical conditions at the site or in any drawings that may be provided later, you 
must notify the Chief Procurement Officer immediately, in writing for an interpretation 
through an Addendum. 


4. This written request must be received by the Chief Procurement Officer no later than 10 
days before bid opening, or no response will be provided. You will not be allowed to 
take advantage of your discovery of any such error or omission or discrepancy in the 
Contract after the award of the Contract. Any Work done after the discovery, unless 
authorized by the Chief Procurement Officer, will be done at your expense. 


5. Except as otherwise expressly provided in the Contract, the Contract Price includes all 
costs and expenses for which you will be compensated in connection with the Contract, 
including 


a. the costs of performing any or all of your obligations and duties under the Contract; 


b. the costs of all materials, equipment, supplies, tools, machinery, labor, supervision, 
management and items of any and all kinds that are or may be necessary and 
incidental to the full and satisfactory completion of the Work, whether or not specified 
or indicated in the Contract; 


the costs of permits, insurance, bonds and license; 
the costs associated with any risks you assume under the Contract; 
the costs associated with all warranties and guarantees; 
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the costs of complying with the directives of the Chief Procurement Officer and/or the 
Commissioner; 


g. the costs of complying with all laws applicable to the Contract; and 
h. all overhead and profit. 


No term of the Contract that further specifically indicates that you must bear the costs of 
an item or that further specifically indicates that an item will be performed at no 
additional cost to the City will be construed or interpreted to in any way limit the 
foregoing. 


6. You must begin the Work on the date specified in the Notice to Proceed. In addition, 
upon receipt of the Notice to Proceed, you must assign and maintain during the term of 
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the Contract and any extension of it, an adequate staff of competent personnel who are 
fully equipped, licensed as appropriate, available as needed, and qualified to perform the 
Work. You must include among your staff such personnel and positions as the Contract 
may require. 


If, in the reasonable opinion of the Commissioner, the performance of your personnel 
assigned to the Work is at an unacceptable level, or does not comply with the provisions 
of Section VIII.A, “Competency of Workers,” those personnel must cease to be assigned 
to this Work and must return to you. You must then furnish to the Commissioner the 
name of a substitute person or persons in accordance with Section III.A.6. Absence of 
sufficient qualified personnel for the Work constitutes an event of default. 


7. You must supervise and direct the Work competently and efficiently, devoting such 
attention and applying such skills and expertise as may be necessary to perform the 
Work in accordance with the Contract. You are responsible for providing a finished 
Project that complies fully with the Contract. 


8. Risk of Loss. The Work is under your charge and care until Final Completion and 
Acceptance of the Work by the Commissioner, unless otherwise specified in the 
Contract. You assume all responsibility for injury or damage to the Work by action of the 
elements, fire or any other causes whatsoever, including injury or damage arising from 
the execution or non-execution of the Work. You must rebuild, repair, restore and make 
good, at no additional cost to the City, all injuries or damages to any portion of your 
Work before Final Completion and Acceptance of the Work. 


9. When the City furnishes equipment or materials to you for use or inclusion in the Work, 
you must safeguard all such equipment and materials as you would equipment and 
materials that you furnished. 


10. The Work will not be considered to be completed and accepted until you receive written 
notice from the Commissioner confirming the Final Completion and Acceptance of the 
Work. 


11. If you have any questions or concerns with respect to the Detailed Specifications or 
Contract drawings, you must raise them with the Commissioner. 


B. Subcontractors 


1. All rights and obligations under this Contract are by and between the City and you. 
Except as may otherwise be provided in the Contract, there is no privity between 
Subcontractors and the City. Subcontractors have no rights as third-party beneficiaries 
under this Contract except as may be provided in Article XXIII. You must implement 
such measures as may be necessary to ensure that your Subcontractors are bound by 
all applicable provisions of the Contract. 


2. All Subcontractors are subject to the approval of the Chief Procurement Officer. You 
must not substitute a Subcontractor previously accepted by the Chief Procurement 
Officer unless the substitution is acceptable to the Chief Procurement Officer. All 
requests to subcontract must be submitted on a form approved by the Chief 
Procurement Officer. 


3. You are responsible in all aspects and at all times for all Subcontractor Work. 
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4. Except as required under Article XXIIl, you must upon request furnish the Chief 
Procurement Officer with one copy of each written subcontract and subsequent 
modifications signed by you and the Subcontractor evidencing the agreement. All 
subcontracts must be in writing. All subcontracts must require that (i) all Subcontractors’ 
Work be performed in strict accordance with this Contract: and (ii) the Subcontractor is 
bound by and subject to the requirements of this Contract, whether or not a particular 
provision specifically mentions Subcontractors. Subcontracts may contain different 
provisions than are provided in this Contract with respect to payments, schedules, and 
matters not affecting the quality or timely completion of the Work under this Contract, but 
only if the City's rights are not thereby prejudiced. You must require each Subcontractor 
to enter into similar subcontracts with its Subcontractors. You must make available to 
each Subcontractor, before the execution of the subcontract, copies of this Contract, to 
which the Subcontractor will be bound pursuant to the requirements of this Section 
I1.B.4. 


5. If a subcontract provided to the City does not comply with these requirements, the City’s 
failure to object is not a waiver of them, and you will remain liable to the City for all 
damages, costs, fines, losses and claims arising out of the non-compliance. 


6. In the case of Work performed by Subcontractors, you must secure warranties from the 
Subcontractors addressed to and in favor of the City; deliver copies of them to the City 
upon completion of the Subcontractors’ Work and; guarantee and assume full 
responsibility for the performance of any repair or replacement Work that may be 
required for the full period of the warranties provided. However, the delivery of the 
warranties will not relieve you from any obligations assumed under this Contract. 


7. Contractor hereby collaterally assigns any or all subcontracts to the City, effective upon 
the City’s exercise, it its sole discretion, of its right to assume such assignment as a 
remedy for Contractor’s default or in the event of early termination. The Contractor must 
require each of your Subcontractors (including materialmen) to consent to a collateral 
assignment to the City of their respective subcontract with the Contractor. The 
Contractor’s subcontracts must include language stating: 


Contractor has collaterally assigned this subcontract to the City of Chicago, 
effective upon written assumption of such assignment by the City in the event of 
Contractor’s default or early termination of Contractor’s contract with the City. 
Subcontractor hereby consents to such assignment and assumption. 
Subcontractor acknowledges and agrees that, in the event of such an 
assignment and assumption, the City will have no liability to Subcontractor for 
work performed by Subcontractor prior to the effective date of the assignment 
and assumption and that Subcontractor shall look solely to Contractor for any 
compensation or other obligations arising under the subcontract prior to such 
date. 


8. The City encourages Contractors to use Subcontractors that are firms owned or 
operated by individuals with disabilities, as defined by § 2-92-586 of the Municipal Code, 
where not otherwise prohibited by Federal or State law. 


9. Compliance with Multi-Project Labor Agreement (PLA). The City has entered into the 
PLA with various trades regarding projects as described in the PLA, which is hereby 


City Funded 9 


Department of Transportation 
Terms and Conditions for Construction Contract - Book 1 
(Revised July 2020) 
incorporated by reference. A copy of the PLA, with appendices, may be found on the 
City’s website at http://www.cityofchicago.org/PLA. Contractor acknowledges familiarity 
with the requirements of the PLA and its applicability to any work under this agreement, 
and shall comply in all respects with the PLA. 


C. Site Conditions and Inspection 


1. Surveys, soil borings, geotechnical information, data, plans or other materials generally 
describing the unimproved land or existing structures at the site may be provided to you 
by the City. Such information is not warranted by the City to be accurate. You are not 
entitled to rely on it. In signing this Contract you are acknowledging that when such 
information appears in Contract documents, prepared by the City or its Consultants, the 
City and its Consultants have not verified the information. Site plans do not constitute 
any representation by the City to you of site boundaries or characteristics. 


2. You must take field measurements, verify field conditions and carefully compare those 
field measurements and conditions and any other information known to you with the 
Contract documents before commencing the Work. No allowance will be made to you 
for any extra labor and/or materials required due to site conditions or discrepancies that 
might have been discovered by a thorough and proper inspection of the site. If land 
surveying Work is required under this Contract, you must have the Work performed by a 
land surveyor that is licensed as such by the State of Illinois. 


3. If conditions are encountered at the site which are (i) subsurface or otherwise unknown 
or concealed physical conditions which differ materially from those indicated in the 
Contract; or (ii) pre-existing unknown physical conditions of an unusual nature, which 
differ materially from those ordinarily found to exist and generally recognized as inherent 
in activities of the character provided for in the Contract, including the presence of 
unanticipated Hazardous Materials, then you must provide immediate written notice to 
the Commissioner before proceeding with the work or disturbing those areas. 


4. \f the conditions differ materially from those indicated in the Contract, and cause a 
material increase or decrease in your cost or time required for the performance of any 
part of the Work, an equitable adjustment in the Contract Price or Contract Time, or 
both, will be made under Article XIV, “Changes in the Work.” 


5. You must keep on hand at the Work site, for reference, a complete set of Contract 
documents for the Work, copies of all plans and shop drawings, all additional and 
revised plans furnished by the City and all orders issued to you by the Commissioner 
that relate to the Work. 


D. Cleaning Up 


During the construction, you must keep the Work site and adjacent premises as free from 
material, debris, and rubbish as is practicable and must remove them entirely and at once, if 
in the opinion of the Commissioner, the material, debris or rubbish constitutes a nuisance, a 
safety hazard, or is objectionable in any way to the public. Upon verbal and/or written 
notification of unacceptable work day conditions by the City, you will be responsible for 
immediate rededication within 48 hours of notification. Your failure to act accordingly will 
result in completion of remediation work by the City at your expense. 
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As a condition of Final Completion and Acceptance of the Work, you must remove from the 
Work site and adjacent premises all machinery, equipment, surplus materials, falsework, 
excavated and useless materials, rubbish, temporary buildings, barricades and signs, and 
must restore the site to the same general conditions that existed before the Work began. 


You must clean off all cement streaks or drippings, paint smears or drippings, rust stains, oil, 
grease, dirt, and any other foreign materials deposited or accumulated on any portion of the 
Work, or existing work, due to your operations. 


You are solely responsible for and must assume all liability associated with off-site disposal 
of any Hazardous Materials generated as a result of your construction activities. 


E. Contractor's Warranties and Representations 
You warrant and represent that: 


1. You have carefully examined and analyzed the provisions and requirements of this 
Contract; you have inspected the Work site(s) to the extent made available by the City; 
from your own analysis you have satisfied yourself as to the nature and scope of work, 
all conditions, any obstructions and requirements needed for the preparation of your bid 
and the performance of this Contract, the general and local conditions, and all other 
matters that in any way may affect this Contract or your performance; and the time 
available for the examination, analysis, inspection and investigation was adequate; 


2. This Contract is feasible of performance in accordance with all of its provisions and 
requirements and that you can and will perform, or cause to be performed, the Work in 
strict accordance with the provisions and requirements of this Contract; 


3. Except for the contents of this Contract, no representation, statement or promise, oral or 
written, or of any kind whatsoever, by the City, its officials, agents, representatives or 
employees, has induced you to submit a bid nor have you relied upon any, including any 
reference to (i) the meaning, correctness, suitability or completeness of any provisions 
or requirements of this Contract; (ii) the nature, existence, or location of materials, 
structures, obstructions, utilities or conditions, surface or subsurface, that may be 
encountered at or on the Work site; (iii) the nature, quantity, quality or size of any 
materials, equipment, labor and other facilities needed for the performance of this 
Contract; (iv) the general conditions that may in any way affect this Contract or its 
performance; (v) the compensation provisions of the Contract; or (vi) any other matter; 


4. You were given ample opportunity and time to review the Contract documents before 
submittal of your bid in order that you might request an addendum to the Contract 
documents that might correct or clarify them; you did so review the Contract documents, 
and every such correction or clarification has been included in this Contract or else, if 
omitted, you expressly relinquish the benefit of them and are willing to perform this 
Contract in its entirety without claiming reliance on any such omission or making any 
other claim on account of the omission; 


5. In accordance with § 11-4-1600(e) of the Municipal Code, Contractor warrants and 
represents that it, and to the best of its knowledge, its Subcontractors have not violated 
and are not in violation of the following sections of the Code (collectively, the Waste 
Sections): 
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7-28-390 Dumping on public way; 

7-28-440 Dumping on real estate without permit; 
11-4-1410 Disposal in waters prohibited; 

11-4-1420 Ballast tank, bilge tank or other discharge; 
11-4-1450 Gas manufacturing residue; 

11-4-1500 Treatment and disposal of solid or liquid waste; 
11-4-1530 Compliance with rules and regulations required; 
11-4-1550 Operational requirements; and 

11-4-1560 Screening requirements. 


During the period while this Contract is executory, Contractor's or any Subcontractor’s 
violation of the Waste Sections, whether or not relating to the performance of this 
Contract, constitutes a breach of and an event of default under this Contract, for which 
the opportunity to cure, if curable, will be granted only at the sole discretion of the Chief 
Procurement Officer. Such breach and default entitles the City to all remedies under the 
Contract, at law or in equity. 


This section does not limit the Contractor’s and its Subcontractors’ duty to comply with 
all applicable Federal, State, County and Municipal laws, statutes, ordinances and 
executive orders, in effect now or later, and whether or not they appear in this Contract. 


Non-compliance with these terms and conditions may be used by the City as grounds for 
the termination of this Contract, and may further affect the Contractor's eligibility for 
future contract awards. 


6. Contractor warrants and represents that neither Contractor nor an Affiliate, as defined 
below, appears on the Specially Designated Nationals List, the Denied Persons List, the 
Unverified List, the Entity List, or the Debarred List as maintained by the Office of 
Foreign Assets Control of the U.S. Department of the Treasury or by the Bureau of 
Industry and Security of the U.S. Department of Commerce or their successors, or on 
any other list of persons or entities with which the City may not do business under any 
applicable law, rule, regulation, order or judgment. 


“Affiliate” means a person or entity which directly, or indirectly through one or more 
intermediaries, controls, is controlled by or is under common control with Contractor. A 
person or entity will be deemed to be controlled by another person or entity if it is 
controlled in any manner whatsoever that results in control in fact by that other person or 
entity, either acting individually or acting jointly or in concert with others, whether directly 
or indirectly and whether through share ownership, a trust, a contract or otherwise. 


7. You understand that the City, in its acceptance of your proposal to perform the Work, 
materially relied upon your response to the Advertisement for Bids. The information you 
provided with the bid was accurate at the time it was made and no material changes in 
the information have occurred since then and will not be made without the express 
consent of the City. 


8. In preparing and submitting your bid for this Contract, you have complied with and given 
full consideration to the following bidding requirements: 
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a. You obtained for bidding purposes copies of the complete Contract as identified in 
the Advertisement for Bids and all addenda issued by the City and have become 
familiar with them and all Contract requirements and conditions described in them; 


b. You clarified to your satisfaction and complete understanding any doubt as to the 
true meaning and intent of all parts of the specifications and plans or other portions 
of the Contract documents; 


c. You have no claim for relief because of alleged mistakes or omissions in your bid, 
and you will be held strictly to your bid as presented. 


9. You have the capability and financial resources to perform all of the provisions and 
requirements of this Contract. 


10. You can perform all of your obligations under this Contract in accordance with all of the 
Contract’s provisions and requirements. 


11. Contractor warrants that no member of the governing body of the City or other units of 
government and no other officer, employee, or agent of the City or other unit of 
government who exercises any functions or responsibilities in connection with the 
Project to which this Contract pertains, has any personal interest, direct, or indirect, in 
this Contract. In accordance with 41 USC § 22, no member of or delegate to the 
Congress of the United States will be permitted to any share or part of this Contract or to 
any financial benefit to arise from it, nor, under applicable laws, will any member of or 
delegate to the Illinois General Assembly nor any alderman of the City or City employee. 
Contractor warrants that its officers, directors and employees, and the officers, directors 
and employees of each of member if a joint venture, and subcontractors, presently have 
no interest and will acquire no interest, direct or indirect, in the Project that would conflict 
in any manner or degree with the performance of the Work under this Contract. 
Contractor further warrants that in the performance of this Contract, no person having 
any such interest will be employed. 


Furthermore, if any federal funds are to be used to compensate or reimburse Contractor 
under this Contract, Contractor represents that it is in compliance with federal 
restrictions, and promises to remain so, including federal restrictions on lobbying set 
forth in § 319 of the Department of the Interior and Related Agencies Appropriations Act 
for Fiscal Year 1990, 31 USCS 1352, and related rules and regulations set forth at 54 
Fed. Reg. 52,309 ff. (1989), as amended. If federal funds are to be used, Contractor 
must execute a Certification Regarding Lobbying, which is contained in the EDS 
attached to this Contract as an exhibit. 


IV. PROPERTY 


A. Ownership of Property 


The City will be the owner of the Work, including any improvements, equipment and fixtures 
installed or constructed by Contractor, as part of the Project or for which the City has paid 
Contractor to store in anticipation of installation or construction. The City’s title shall be free 
and clear of liens, claims, security interests or other encumbrances, upon the earlier of 
installation, payment therefore or Final Completion of the Project; provided, however, that 
transfer of title to the City shall not relieve Contractor of any of its responsibilities under this 
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Contract with respect to Work in Progress. Nor will the transfer of title constitute acceptance 
of any portion of the work. 


B. Ownership of Detailed Specifications and Other Contract Documents 


1. The Detailed Specifications, plans and any copies of them furnished by the 
Commissioner are the property of the City. They are not to be used on other work. The 
City will provide you the number of Detailed Specifications and plans determined 
appropriate by the City. The City may provide you with additional copies at your request 
and at your cost. You are responsible for any loss or damage to the Detailed 
Specifications and plans while in your care and custody, and you must restore all 
Detailed Specifications and plans that may be lost or damaged. Contract documents will 
be furnished as follows: 


Contract Plans 2 Sets 
Subsequent Details 2 Sets 
Specifications and Contract Documents 2 Sets 


2. You must obtain specifications issued by organizations other than the City to which 
reference is made in the City's documents at your own expense. You must also retain 
them at the Work site and make them accessible to the Commissioner. 


3. The City is the owner of the Project. All documents, data, studies, reports, and 
instruments of service prepared for or by the City under this Contract are the property of 
the City. During the performance of your Work, you are responsible for any loss or 
damage to documents while in your possession or the possession of a Subcontractor 
and you must restore any such document so lost or damaged at your expense. 


You must deliver, or cause to be delivered, at any time during the term of this Contract, 
all documents, including drawings, models, specifications, estimates, reports, studies, 
maps, and computations, prepared by or for the City, under the terms of this Contract to 
the City, promptly upon reasonable demand for them or upon termination of the Work. If 
you fail to deliver them when required, then you must pay the City all damages the City 
may sustain by reason of the failure, including consequential damages. 


C. Right of Entry 


1. You, and any of your officers, employees, agents, and Subcontractors, are permitted to 
enter upon any part of the Work site owned by the City in connection with the 
performance of the Work under this Contract, subject to the terms and conditions 
contained in this Contract and those rules that may be established by the Commissioner. 
You must provide advance notice to the City of any such intended entry. Consent to 
enter upon all or any part of the Work site given by the City will not create, nor be 
deemed to imply the creation of, any additional responsibilities on the part of the City. 


2. Inspections: You acknowledge that the City has a right of access to the Work site at all 
times and the right to inspect all Work during the Contract period. 


3. You must use, and must cause each of your officers, employees, agents, and 
Subcontractors to use, the highest degree of care when entering upon property owned 
by the City in connection with the Work. In the case of any property owned by the City, 
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or property owned by and leased from the City, you must comply and must cause each 
of your officers, employees, agents, and Subcontractors to comply, with all instructions 
and requirements for the use of the property, including any licenses for them, which are 
incorporated by reference. All claims, suits, judgments, costs, or expenses, including 
reasonable attorneys’ fees, arising from, by reason of, or in connection with any such 
entry is treated in accordance with the indemnification provisions contained in this 
Contract. 


D. Damage to City Property 


If you cause damage to City property, you must, at the sole option of the City, either: (i) pay 
the cost of repair of the damage; or (ii) repair or replace any property so damaged. The City 
has the right to a set-off against its payments to you under this Contract for the cost of any 
such repairs. All cost to repair or replace any property so damaged will be completed before 
any final payment can be made to you by the City. 


E. Right to Occupy Before Substantial Completion 


1. The City may occupy and use the Project or portions of it in advance of Substantial 
Completion of the Work. If the City desires to exercise partial occupancy and use before 
Substantial Completion of the Work, the Commissioner will provide written notice to you, 
and you must cooperate with the Commissioner in making available for the City’s use 
such Project services as heating, ventilating, cooling, water, lighting and telephone for 
space or spaces to be occupied, and if the equipment required to furnish the services is 
not entirely completed at the time the City desires to occupy and use the space or 
spaces, you must make every reasonable effort to complete that Work. 


2. When the Commissioner determines that the City will use all or part of the Project before 
Substantial Completion, the Commissioner will determine: 


a. The responsibility between the City and you for maintenance, repair, furnishing of 
utilities and the protection of the public (if required) for that part of the Work to be 
occupied; 


b. The list of items remaining to be performed before the Work or portion of it to be 
occupied will be substantially complete; 


Whether you will need any types of insurance; and 


The effect of the City’s use before Substantial Completion on required guarantees 
and warranties. 


F. Final Completion and Acceptance of the Work 


When you deem the Work to be complete, you must notify the Commissioner, in writing, that 
the Work will be ready for an inspection and/or test on a date you specify. The notice must 
be given at least 15 calendar days in advance of the date. If the Commissioner concurs that 
the Work will be ready for inspection or testing on the date given, the Commissioner will 
make the inspection within a reasonable period of time. The scheduling of the inspection to 
determine whether the Work is complete does not relieve you of your responsibilities under 
the Contract. You must cooperate in all respects in the scheduling and performance of the 
inspection. 
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Final Payment at Final Completion and Acceptance of the Work. Unless expressly stated 
otherwise in Book 2 or Book 3, final payment will be made only when all Work, including 
Punch List Work, is complete and you submit to the Commissioner, within 180 calendar 
days or sooner from the Substantial Completion Date, a sworn affidavit stating the following: 


1. 


All payrolls, invoices for materials and equipment and all other indebtedness connected 
with the Work for which the City might in any way be responsible have been paid or 
otherwise satisfied; 


2. All waivers of lien required by the Contract have been provided to the Commissioner; 


3. As of the date the affidavit is signed, all Known claims made by Subcontractors of any 


tier and others against you, the City, any agents or representatives of the City pertaining 
to the Work required under this Contract were provided in writing to the Commissioner 
and have been resolved; 


The warranties and guarantees required by the Contract have been provided to the 
Commissioner; 


All warranties and guarantees are in full force and effect; 


The surety's written consent, signed by its authorized representative, to final payment 
being made directly to you is attached to the affidavit; 


. Acceptance of final payment will constitute a general release to the City, its agents, 


representatives, officials and employees of all other claims of liability for anything done 
or furnished or relating to the Work or for any act or neglect of the City or its agents, 
representatives, officials and employees relating to or connected with this Contract; 


Record Documents, including Record Drawings, Record Shop Drawings and operation 
and maintenance manuals have been provided to the Commissioner; 


All other documents requested by the Commissioner have been provided; and 


. Wages paid and classifications for laborers and mechanics, including apprentices and 


trainees employed on the Project, in the following form: 


FINAL CERTIFICATE 
The undersigned, Contractor on (Specification No: 
/Contract No. ) certifies that all laborers, mechanics, apprentices and 
trainees employed by it or by a Subcontractor performing Work under the Contract 
have been paid wages at rates not less than those required by the Contract provisions, 
and that the Work performed by each such laborer, mechanic, apprentice or trainee 
conformed to the classifications set forth in the Contract or training program provisions 
applicable to the wage rate paid. 
Signature and Title 


Name Title 
Authorized Officer 


Contractor: 


Project: 
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V. SHOP DRAWINGS, PRODUCT DATA, RECORDS AND SAMPLES 


A. 


Contractor's Responsibilities and Submittal Procedures 

Shop Drawings, Product Data, Samples are part of the Work under this Contract, and if 
also specified, video tape and/or photographs. You must provide them at your expense 
to the satisfaction of the Commissioner. 


. You must submit to the Commissioner those Shop Drawings, Product Data, Samples, 


video tape and photographs required for the Work involved under this Contract in 
accordance with the Schedule. 


. The Schedule must include a schedule of proposed submittal dates. The dates listed in 


the Schedule must allow sufficient time for review and processing of Shop Drawings or 
other data by the City and your re-submittal of them, if necessary, before you will need 
them to complete your performance of the Work they represent under this Contract. No 
extensions of time will be granted to you because of your failure to have Shop Drawings, 
Product Data, Samples, video tape and photographs submitted in time to allow for 
review, re-submittal and final review. You must also submit a separate submittal 
schedule (in table format), in addition to the Schedule, identifying all Submittals with 
submittal dates to the Commissioner for review and approval. 


. You must prepare and submit proper Shop Drawings, Product Data, Samples, video 


tape and photographs in accordance with your contractual obligations. By submitting 
them, you represent that you have determined and verified all materials, field 
measurements, field conditions and quantities, and that you have checked and 
coordinated the information contained within the Submittal, including your 
Subcontractors’ Submittals, with the requirements of the Work and of the Contract. 


. You must date and stamp all Shop Drawings, Product Data, Samples, video tape and 


photographs. You must also indicate on them that you have reviewed and checked them 
before submission and found to be in conformance with the Contract. All Submittals 
must be transmitted to the Commissioner. You must clearly mark each Shop Drawing, 
Video Tape, Product Data and Sample, in accordance with the following for purposes of 
identification and record: 


SUBMITTAL IDENTIFICATION 


Name of Project:: 


Contract Name and Number: 


Date of Submittal: 


Submittal Number: 


Re submittal of Submittal Number: 


Identification of Deviations from Contract documents: 


Specification Section, Page, and Paragraph No. and/or Drawing No.: 
Type of Material and Manufacturer: 


Intended use: 


Applicable Standards such as ASTM numbers: 


CHECKED AND SUBMITTED IN ACCORDANCE WITH DRAWINGS AND SPECIFICATIONS. 


Contractor: 


By: Date: 
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6. Shop Drawings must be submitted with accurate dimensions. The Shop Drawings must 
represent the actual manner in which the Work is manufactured and installed, and the 
relation of the Work installed to that of other trades, clearances, and all other pertinent 
data. Cross-section drawings must indicate minimum clearances and all other pertinent 
data. Dimensions must be expressed in feet and inches. Designs prepared in the 
metric system may be submitted with metric units, but the equivalent English units must 
also be shown. All weights and dimensions must be certified before submission for 
review. 


7. The Commissioner's review and acceptance of Shop Drawings in no way relieves you 
from responsibility for errors or omissions that may exist in the Work or on the certified 
Shop Drawings. Where such errors or omissions are discovered, you must correct them 
at no additional cost to the City. Submittals must be sufficiently complete to allow for 
proper review. You must submit all Shop Drawings, Product Data, Samples, video tape 
and photographs to the Commissioner for review with an accompanying transmittal letter 
containing the above Submittal identification data and a list of items being submitted. 
You must coordinate Submittals into logical groups or sets to facilitate review of several 
related items. 


8. Any Submittal that in the Commissioner's sole opinion is not complete and in proper form 
will be returned to you without review. You must not submit as Shop Drawings 
duplicates or reproductions of any Contract documents issued by the City. 


9. You must provide Submittals in the following quantities unless a greater number is 
specified elsewhere in the Contract or is required by the Commissioner: 


a. Shop Drawings: Submit one reproducible transparency and six opaque copies of 
shop drawings; 


b. Product Data: Submit six copies of Product Data; 
Samples: Submit four samples; and 


d. Video and photographs (when required under the Contract): Submit two copies of 
Video and photographs. 


10. Before submitting Shop Drawings, Product Data, Samples, video tape and photographs, 
you must notify the Commissioner in writing of any deviations in the Submittals from the 
requirements of the Contract. If deviations from the Contract requirements are rejected 
by the Commissioner or if evaluation of the deviations delays the progress of Work, any 
delay caused will not be compensable by a time extension. 


B. Review by the Commissioner 


1. Submittals will be reviewed by the Commissioner for compliance with the Contract. In 
reviewing them the Commissioner will not verify dimensions and field conditions. Any 
such review does not relieve you, your Subcontractor, manufacturer, fabricator or 
supplier from responsibility for any deficiency that may exist or from any departures or 
deviations from the requirements of the Contract, nor does it relieve you or them from 
responsibility for (i) errors of any sort in Shop Drawings, Samples and Product Data, (ii) 
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responsibility for proper fitting of the Work, or (iii) the necessity of furnishing any Work 
required by the Contract that may not be indicated on Shop Drawings when reviewed. 
You are solely responsible for any quantities that may be shown on the Shop Drawings. 
The Commissioner's review of a specific item does not indicate approval of an assembly 
of which the item is a component. 


2. You must not fabricate products, begin Work, order or have delivered any material, 
equipment or system that requires a reviewed Submittal until return of the Submittal from 
the Commissioner with a stamp authorizing Work and/or delivery and installation to be 
performed, as described in Section V.B.3, immediately below. 


3. The Commissioner will return Submittals stamped as follows: 


a. "No Exceptions" means no changes need be made on the reviewed Submittal. You 
may proceed with the Work for that Submittal. 


b. "Exceptions as Noted" indicates that the Submittal is accepted subject to the 
corrections and/or comments noted. You may proceed with the Work for that 
Submittal but only if you incorporate the Commissioner's comments, and/or 
corrections. Re-submittal is not required, but the corrections must be reflected in the 
Record Documents. 


c. "Revise and Resubmit" means that the Submittal does not meet all the requirements 
necessary to proceed with the Work associated with the Submittal. You must 
resubmit in accordance with the reviewer's comments and/or corrections. Submittals 
marked in this manner must not be released for fabrication, delivery or construction. 


4. lf the Submittal requires revision, you must notify the Commissioner and all pertinent 
Subcontractors, in writing, that the reviewed set has been withdrawn. 


5. Submittals that require revisions must be corrected and resubmitted to the 
Commissioner to maintain the approved CPM schedule, but in no event more than five 
days after receipt of the Commissioner’s comments. 


6. Shop Drawings: After review by the Commissioner, one reproducible stamped by the 
Commissioner as previously described in Section V.B.3 above will be returned to you. 


7. Submission and Review of Samples: If a considerable range of color, graining, texture 
or other characteristics may be anticipated in finished products, you must furnish a 
sufficient number of Samples of the specified materials to indicate the full range of those 
characteristics that will be present in the finished products. Any product delivered or 
erected without submission and review of full-range Samples is subject to rejection. 
Each tag or sticker must have clear space for your stamps and those of the 
Commissioner. Notice of the result of the review will be provided to you with one of the 
stamps indicated in Section V.B.3 above. Rejected samples will be returned. Accepted 
samples will be retained by the Commissioner and become the property of the City. 
Where color samples are required to be submitted, color samples must be submitted in 
the actual material that will finally be installed in the Work. The various parts of the Work 
must be in accordance with the reviewed and approved Samples. 


8. Product Data: After review by the Commissioner, two sets of Product Data stamped by 
the Commissioner as previously described will be returned to you. 
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C. Source of Materials 


You must notify the Commissioner in writing as soon as possible after the Contract has 
been awarded, but not less than three weeks before the need for inspection and testing of 
the source (or sources) from which you expect to obtain the various construction materials. 
The source of supply of each material used must be approved by the Commissioner before 
delivery is commenced. If sources previously approved are found to be unacceptable at any 
time and fail to produce materials satisfactory to the Commissioner, you must furnish 
materials from other approved sources. 


D. Record Documents 


At Substantial Completion, you must deliver to the Commissioner, in suitable transfer cases 
clearly marked "Record Documents," all Record Drawings, Record Shop Drawings, 
warranties and guaranties, photographs, video Records (if any are required), Product Data, 
instructions, parts list, and operations and maintenance manuals arranged in proper order 
and indexed. 


E. Record Drawings 


1. As the Work progresses, you and the Subcontractor for each trade or division of work, 
under your direction must keep a complete and accurate record of the following: 


a. Changes between the Work as shown on the Contract drawings and the Shop 
Drawings indicating the Work as actually installed; 


b. The specific location of all infrastructure elements, including piping, valves, ductwork, 
equipment, driveways, catch basins, sewer lines, waterlines, water mains, and other 
such elements that were not accurately located or changed location or elevation from 
that shown on the Contract drawings; and 


c. Equipment schedules indicating manufacturers' names and model numbers installed. 


2. You must record changes neatly and correctly daily on blue line prints of the Contract 
drawings updated daily. You must keep this record set of Contract drawings at the job 
site for inspection by the Commissioner. Upon completion of the Work, you must submit 
a final set of full-size prints to the Commissioner for review and acceptance. 


3. At the time Record Drawings are delivered to the Commissioner, you and each 
Subcontractor must certify, in writing, that the Record Drawings are complete and 
accurate. 


F. Record Shop Drawings and Product Data 


1. As the work progresses, you must keep a complete and accurate record of the changes 
and deviations from the Work as shown on the Shop Drawings and Product Data 
indicating the Work performed. You must furnish Record Shop Drawings in a form and 
quantity acceptable to the Commissioner. Record Shop Drawings must be submitted for 
all items reviewed as Shop Drawings. Record Shop Drawings must be legibly drawn on 
sheets of mylar or such other medium as directed by the Commissioner. Record Shop 
Drawings must be submitted on the same size sheets as the Contract Document 
drawings and include an index of all items. 
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2. You must furnish six record copies of Product Data in loose leaf binders. Loose leaf 
binders must be subdivided by Submittal numbers and must contain an index of all 
items. 


G. Construction Progress Photographs 


You must submit to the Commissioner construction progress photographs consisting of 
exterior and interior views of the Work, with the date and location of the photographs as 
selected and directed by the City. If requested at any time by the Commissioner, you must 
use digital photography, at the resolution specified by the Commissioner. You must provide 
three prints of each view to the Commissioner within five days of taking the photographs. If 
digital photography is not requested or until it is requested, then you must provide each 
photograph on an 8" x 10" smooth surface, glossy, black and white print, on single-weight 
commercial-grade stock. The 1" wide margin, which is punched for a standard 3-ring binder, 
will have a left-sided margin for vertical shots and a top-sided margin for horizontal shots. A 
label will be included on the on the front bottom margin, which will contain the project name 
and date that the photograph was taken. On the back of each print, you must provide an 
applied label or rubber stamp impression with the following information: 


Name of the Project; 

Name and address of the photographer; 
Name of the Architect; 

Your name; 


Date the photograph was taken; 


Dh ORs ey Gee Bn) 


Description of vantage point, in terms of location, direction (by compass point), and 
elevation or level of construction. 


7. Notation of vantage point marked for location and direction of shot on a key plan of the 
site and building, with elevation (story height) noted. 


The photographs must be taken monthly, coinciding with the cutoff date associated with 
each application for payment. From time-to-time the City may issue a request for additional 
photographs, in addition to the periodic photographs specified. Additional photographs are 
not included in the Contract Price and will be paid for by Change Order. 


H. Instructions, Parts List and Operation and Maintenance Manuals 


You must furnish a complete list of equipment actually installed. The list must include a copy 
of pertinent nameplate data, name and address of local representative who stocks or 
furnishes repair or replacement parts, and name, address, and telephone number of the 
Subcontractor responsible to you for the equipment under the guarantee. You must 
guarantee any such equipment with respect to the City. 


You must submit suitable operating instructions for each major component of equipment and 
its controls. Instructions must include a schematic diagram accurately showing equipment 
and controls as installed. Included with each diagram must be a set of simple operating 
instructions stating how the system is stopped and started, what adjustments are to be 
made by the operator, and what to do in case of an emergency. Five copies of proposed 
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instructions must be submitted to the Commissioner for review and acceptance. Upon 
acceptance, you must post applicable instructions as directed by the Commissioner. 


You must submit maintenance data prepared by the manufacturer of each major component 
of equipment and its controls. Data must include complete parts list, itemized lists of 
common purchase items of materials (e.g., bearings, packing, connectors, sealing devices, 
and other standard items) indicated by their standard trade designation, recommended 
routine and inspection maintenance, including testing recommendations to evaluate 
efficiency of performance, lists of special tools and gauges, lubricating instructions, and 
recommended spare parts lists, tolerances and clearances required for maintenance, and 
trouble-shooting guides prepared in a simple format to indicate complaint or problem, 
probable cause, and remedy. You must submit five copies of the proposed maintenance 
data to the Commissioner for review and acceptance in accordance with Article XIV. 


I. Adjustment of Equipment 


Before the Work is turned over to the City, you must furnish the necessary instruments, test 
equipment, services, and personnel required to adjust and balance each piece of equipment 
in order to provide a smoothly functioning, well-integrated system complying with the letter 
and intent of the Contract. 


J. Project Account Records 
1. Project Data and Records 


a. You and each Subcontractor must keep an accurate record showing the names, 
occupation, and the actual hourly wages paid to all laborers, workers and mechanics 
employed by them in connection with the Work. The record must be open at all 
reasonable hours to the inspection of the Commissioner and to the Director of Labor 
of the State of Illinois and his deputies and agents. You also must furnish the 
Commissioner and the Chief Procurement Officer with certified copies of the 
payrolls, in accordance with Section XIII.B.3.d. 


b. You must furnish to the Commissioner upon request a written statement, verified by 
affidavit, giving the names and addresses of all persons, firms and corporations who 
have up to that date furnished labor or materials in the performance of the Contract 
and the amounts due or to become due them. 


c. You and all Subcontractors must furnish the Commissioner with such information as 
the Commissioner may require relating to labor and materials, including all 
information necessary to determine the cost of the Work, such as the number of 
workers employed, their pay, the distribution of labor into Work items, equipment 
time distribution and any other information that the Commissioner may require. You 
must, on request, furnish the Commissioner with copies of delivery tickets and 
invoices, in triplicate, covering the expenditures on the Contract. 


2. Audits 
a. You and your Subcontractors must furnish the Commissioner such information as he 
may request regarding the progress, execution, and cost of the Work. You must 


maintain complete records showing actual time devoted and costs incurred, adopting 
accounting procedures and practices sufficient to record properly all costs of 
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whatever nature claimed to have been incurred and anticipated to be incurred for or 
in connection with the Work. This system of accounting must accord with generally 
accepted accounting principles and practices, consistently applied throughout. You 
must maintain its books, records, documents and other such evidence for five years 
after final payment. 


b. All books and accounts you and your Subcontractors are required to keep in 
connection with the Work under this Contract must be open to inspection and audit 
by authorized representatives of the City at reasonable times during the performance 
of the Work, and they must be retained in a safe place and available for inspection 
and audit during the five-year period after final payment, as provided above. No 
provision in this Contract granting the City a right of access to records and 
documents is intended to impair, limit, or affect any right of access to such records 
and documents that the City would have had in the absence of such provisions. 


c. If the City, in its sole discretion, chooses to conduct an audit either during the 
performance of the Work or in the five-year period after final payment, each audited 
calendar year or partial calendar year is considered an “audited period.” If, as a 
result of such an audit, it is determined that you or any of your Subcontractors have 
overcharged the City in the audited period, the City will notify you. You must then 
promptly reimburse the City for any amounts the City has paid you due to the 
overcharges and also some or all of the cost of the audit, as follows: 


(1) If the audit has revealed overcharges to the City representing less than 5% of the 
total value, based on the Contract Prices, of the goods, work, or services 
provided in the audited period, then you must reimburse the City for 50% of the 
cost of the audit and 50% of the cost of each subsequent audit that the City 
conducts; 


(2) If, however, the audit has revealed overcharges to the City representing 5% or 
more of the total value, based on the Contract Prices, of the goods, work, or 
services provided in the audited period, then you must reimburse the City for the 
full cost of the audit and of each subsequent audit. 


d. Your failure to reimburse the City in accordance with V.J.2.c above is an event of 
default under this Contract, and you will be liable for all of the City’s cost of 
collection, including any court cost and attorneys’ fees. 


3. Confidentiality 


All of the reports, information, or data, prepared or assembled by or provided to you 
under this Contract are confidential and except as specifically authorized in this Contract 
or as may be required by law, you must not make available the reports, information, or 
data, to any other individual or organization, without the prior approval of the 
Commissioner. This requirement will survive expiration or termination of this Contract. 


4. Electronic Records 


Upon request by the Commissioner, Contractor shall provide the City electronic versions 
of any hard-copy record documents that the Contractor is required to prepare by the 
Contract. 


City Funded 23 


Department of Transportation 


Terms and Conditions for Construction Contract - Book 1 
(Revised July 2020) 


VI. ASSIGNMENT 


A. 


Vi 


B. 


Assignment of Contract by Contractor 


You must not assign the Contract, in whole or in part, without the prior written consent of the 
Chief Procurement Officer. The consent of the Chief Procurement Officer will not relieve 
you from any obligations under this Contract, or in any other way change the terms of this 
Contract. 


Assignment of Funds or Claims by Contractor 


You must not transfer, pledge or assign any Contract funds or claims due or to become due 
without the prior written consent of the Chief Procurement Officer. The transfer, pledge or 
assignment of any Contract funds, either in whole or in part, or any interest in the Contract 
funds, that are due or to become due to you, without the prior written consent of the Chief 
Procurement Officer, is void with respect to the City. 


Assignment of Contract by City 


The City reserves the right to assign or otherwise transfer all or any part of its interests 
under this Contract without your consent or approval. 


Assigns 


All of the terms and conditions of this Contract are binding upon and inure to the benefit of 
the parties to it and their respective legal representatives, successors, transferees, and 
assigns. 


Requests to Subcontract 


All requests to subcontract must be accompanied by three copies of a written subcontract 
agreement that sets forth the scope of services to be subcontracted, the lump sum or unit 
price for the services and the signature of the subcontracting parties. Proposed 
Subcontractors must not commence Work on any portion of the Project without prior written 
approval by the Chief Procurement Officer. 


. QUALITY OF WORKMANSHIP, EQUIPMENT AND MATERIALS 


Standard of Performance 


In addition to performing the Work in full compliance with the Contract you must perform, or 
cause to be performed, all Work required of you under the terms and conditions of this 
Contract with that degree of skill, care, and diligence normally exercised by qualified and 
experienced contractors in performing work in projects of a scope and magnitude 
comparable to the Work. 


Correction of Work 


1. You must, upon discovery of any defective or non-conforming Work, or when directed in 
writing by the Commissioner, promptly re-perform, correct or remove all Work identified 
to be defective or as failing to conform to the standards set forth in, or any requirement 
of the Contract, whether or not completed. You must bear all costs of correcting the 
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defective or non-conforming Work, including costs associated with removing any 
defective or non-conforming Work, replacing the defective or non-conforming Work with 
non-defective, conforming Work and any compensation for any additional equipment, 
materials and/or services made necessary by the removal and replacement. 


2. If you do not proceed with re-performance, correction or removal of the defective or non- 
conforming Work after written notice from the City within the time period designated by 
the notice, the City may correct or remove it and may store the materials and/or 
equipment at your expense, then complete the corrective Work. If you do not pay the 
costs incurred for the removal, storage and correction within 10 days after you receive 
written notice from the City of the amount of the costs, the City may upon 10 additional 
days' written notice, sell any such materials and/or equipment at an auction or at a 
private sale and will account for the net proceeds, after deducting all the costs you are 
required to bear, including compensation for the City's services. If the proceeds of sale 
do not cover all costs for removal and correction of the Work, the difference will be 
charged to you with a deduction of any amounts due you, and an appropriate Contract 
modification will be issued. If later payments due you are not sufficient to cover the 
amount, you must pay the difference to the City, or the City may deduct the amount from 
any other funds due to you, including any amounts due under any other contract 
between City and you. 


3. You must not perform any work without lines and grades or beyond the lines shown on 
the drawings or outside the scope of the Contract, without the prior written consent or 
direction of the City. It is not authorized, and if you do so you perform it at your sole 
expense. Upon direction of the City, work so done must be removed or replaced and 
those areas restored to their previously existing state at your sole expense. 


4. Neither the determination of Final Completion and Acceptance of the Work, nor 
payment, nor any provisions in the Contract will relieve you of responsibility for defective 
or non-conforming Work, faulty materials, equipment or workmanship, and unless 
otherwise specified, you must remedy any defects due to the foregoing and pay for any 
damage to the Work or other property resulting from defective or non-conforming Work, 
or faulty materials, equipment or workmanship throughout the Warranty Period, as 
defined in Section VII.E, “Warranties,” below, or such other period of time afforded by 
industry custom or law, whichever is longer. The City will give you written notice of the 
observed defects with reasonable promptness. 


C. Materials and Equipment 


1. Quality of Materials. Unless otherwise specified in the Contract you must use all new 
materials for the Project and use them in such a manner as to produce completed Work 
that conforms with the Contract and is acceptable in every detail to the Commissioner. 
Only materials that conform to the requirements of these specifications may be 
incorporated or used in the Work. In the absence of a definite specification, materials 
must be the best of their respective kind with properties best suited to the Work required. 


2. Materials Inspection and Responsibility. Before any material is incorporated into the 
Work, you must submit a “Request for Materials Inspection” to the Commissioner. You 
are solely responsible for submitting the requests with sufficient time for the City to 
conduct its inspection. You are not entitled to payment for uninspected materials. The 
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City has the right to inspect any material to be used in carrying out this Contract. The 
City does not assume any responsibility for the availability of any materials or equipment 
required under this Contract. By performing any tests or accepting any materials, the 
City in no way relieves you of any of your obligations or responsibility under this 
Contract. Materials, components or completed Work that do not comply with the 
Detailed Specifications and other requirements of this Contract may be rejected by the 
City, and you must replace them at no additional cost to the City. After you receive 
notice from the City that materials or components have been rejected, you must 
promptly remove them from the City’s premises at no additional cost to the City. 


D. Substitution of Materials 


1. The City will consider your request for substitution in cases of product unavailability or 
other conditions beyond your control. 


2. You must submit each request for substitution separately and each must include: 


a. Complete data substantiating compliance of proposed substitution with requirements 
stated in the Contract; 


(1) Product identification, including manufacturer's name and address 
(2) Manufacturer’s literature identifying: 

(a) Product description 

(b) Reference standards 

(c) Performance and test data 
(3) Samples, as applicable 


(4) Names and address of similar projects on which the product has been used, and 
date of each installation; 


b. Itemized comparison of the proposed substitution with product specified that lists 
significant variations; 


Data relating to changes in the Schedule; 


d. Any effect of substitution on other parts of the Work, any Subcontractors, or any 
separate contracts; 


e. List of changes required in other Work or products; 


f. Accurate cost data comparing proposed substitution with product specified, including 
the amount of any net change to Contract Price; 


g. Designation of required license fees or royalties; and 


h. Designation of availability of maintenance services, sources of replacement 
materials. 


3. When you make a formal request for substitution make you are warranting and 
representing that: 


a. The proposed substitution is equivalent to or superior in all respects to the product 
specified; 
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b. The same warranties and guarantees will be provided for the substitute as for the 
product specified; and 


c. You will coordinate the installation of accepted substitutes into the Work and will 
make such changes as may be required for the Work to be complete in all respects. 


4. If evidence you present does not, in the sole opinion of the Commissioner, provide a 
sufficient basis for reasonable certainty that the proposed substitution or deviations will 
provide a quality, result, function, and esthetic appearance, among other attributes, at 
least equal to that attainable by the specified product, the Commissioner may reject the 
substitution or deviation without further investigation. 


5. The Commissioner will judge the design and appearance of proposed substitutes on the 
basis of their suitability in relation to the overall design of the Project, as well as for their 
intrinsic merits. The Commissioner will not approve proposed substitutes as equal to 
items specified that, in the Commissioner’s opinion, would be unharmonious, or 
otherwise inconsistent with the character, quality or design of the Project. 


6. You must bear any additional cost, or any loss or damage, arising from the substitution 
of any material or method for those specified, including the cost for damages incurred by 
other contractors notwithstanding approval or acceptance of the substitution by the 
Commissioner, unless the substitution was initiated by the written request or direction of 
the Commissioner. 


7. The investigation review and approval of substitute materials requires a minimum of 30 
days beyond that required for specified routine items. No request for a delay or 
disruption will be allowed whether or not the substitution is granted. 


8. Approval by the Commissioner of a substitution of material will be given in a Contract 
modification as required in Article XIV, “Changes in the Work.” 


E. Warranties 


1. You warrant all Work furnished under this Contract against defective materials and 
workmanship, improper performance and non-compliance with the Contract for a period 
of one year after the date of Final Completion and Acceptance of the Work (“Warranty 
Period”), except as otherwise specifically stated in other parts of the Contract or within 
such longer periods of time as may be provided by law or by the manufacturer, which 
periods will then become the Warranty Period as applicable. Your warranty will be in 
addition to any Manufacturers’ Warranties. 


2. Your written warranty will include the name of the project as designated in the Contract, 
be signed by an officer of the company having authority to provide the warranty, and 
state: “This document serves as a one - year written warranty for the Work performed, 
and material and equipment installed on the above referenced project. This warranty 
incorporates all provisions of the Contract that refer or relates to the warranty. This 


warranty begins on ___ (date) 2 


3. During the Warranty Period, you must repair and replace at your own expense, when so 
ordered by the Chief Procurement Officer or the Commissioner, all Work that may 
develop defects whether these defects may be inherent in the equipment or materials, in 
the functioning of the piece of equipment, or in the functioning and operation of pieces of 
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equipment operating together as a functional unit. Any equipment or material that is so 
repaired or replaced will have the Warranty Period extended for a period of one year 
from the date of the last repair or replacement. 


4. You must bear all costs associated with any repair or replacement under this section, 
including removal, material, transportation, and reinstallation. 


5. Manufacturer's Warranties 
a. You must: 


(1) ensure that all required Manufacturer's Warranties pass through to the City and 
the Department; 


(2) submit all applicable manufacturers’ warranties to the Commissioner and ensure 
that all warranty forms have been completed in the Department's name and 
registered with the appropriate manufacturers. 


b. Whenever you make repairs or provide replacements under Section VII.E.3, you 
must provide a manufacturers warranty for the repaired or replaced Work, if 
standard with the manufacturer, in addition to your warranty under Section VII.E.2. 


Vill. PERSONNEL 


A. Competency of Workers 


You must employ only competent and efficient laborers, mechanics or artisans on the Work, 
as demonstrated by completion of a specific training program or demonstrated project 
experience. Whenever, in the opinion of the Commissioner, any worker is careless, 
incompetent, violates safety or security rules, obstructs the progress of the Work, acts 
contrary to instructions or acts improperly, or fails to follow the safety requirements of this 
Contract, you must, upon request of the Commissioner, remove the worker from the Work. 
You must not permit any person or worker to enter any part of the Work or any buildings 
connected with it who is under the influence of intoxicating liquors or controlled substances. 


B. Supervision and Superintendence 


While Work is in progress, either by your labor force or that of your Subcontractor, you must 
have a full-time, experienced and qualified superintendent assigned to the Work. You must 
superintend the Work and must have a competent superintendent at the job site at all times 
with authority to act for you as the contact person with the Commissioner. 


C. Contractors Project Personnel 


No separate payment will be made to you for the cost of personnel. Those costs must be 
included in the Contract Price. 


D. Key Personnel 


Upon award of the Contract, you will submit a project staff organization chart that includes 
the names and resumes of employees in key positions for this project. All employees in key 
positions must be approved by the Commissioner. 
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Changes in the assignment of any key personnel due to commitments not related to this 
Contract are prohibited without Commissioner’s approval. If any key personnel, selected in 
accordance with the key personnel provisions under this section of the Contract, should 
become unable to continue in the performance of the assigned duties for reasons due to 
death, disability or termination, you must promptly notify the Commissioner and explain the 
circumstances. 


Under a request by Commissioner, you must provide to the Commissioner, within seven 
days, the name of the person substituting for the individual unable to continue, together with 
any information the Commissioner may require to judge the experience and competence of 
the substitute person. Upon approval by the Commissioner, the substitute person will be 
assigned to the project. If the Commissioner rejects the substitute, you will have seven days 
after that to provide the name a second substitute person, with any information the 
Commissioner may require, until a proposed replacement has been approved by the 
Commissioner. 


E. Prevailing Wage Rates 


In the performance of the Work, you are fully responsible for paying not less than the 
prevailing rate of wages as determined by the Illinois Department of Labor, which must be 
paid to all laborers, mechanics, and other workers performing Work under this Contract. 


Your attention is called to the generally prevailing hourly rate of wages, as determined by 
the Illinois Department of Labor, which are bound in Book 2 of these specifications and 
which are incorporated into the Contract. These wage rates are also the prevailing wage 
rates for the City of Chicago, as determined by the Department as of the date of publication 
of these specifications. 


The wage rates set forth in these specifications were the rates in effect at the time these 
specifications were issued. In the performance of the Work, however, you are fully 
responsible for paying the generally prevailing hourly rate of wages in effect, as determined 
by the Illinois Department of Labor, at the time the Work is performed. If the Illinois 
Department of Labor revises the prevailing rate of hourly wages to be paid for the Work 
before completion of the Project, the revised rate applies to this Contract from the effective 
date of the revision, but the revision does not entitle you to any increased compensation 
under the terms of this Contract. 


As a condition of making payment to you, the City may require you to submit an affidavit to 
the effect that not less than the prevailing hourly wage rate is being paid to laborers, 
mechanics, and other workers employed on this Contract in accordance with Illinois law. 


F. Minimum Wage, Mayoral Executive Order 2014-1 


Mayoral Executive Order 2014-1 provides for a fair and adequate Minimum Wage to be paid 
to employees of City contractors and subcontractors performing work on City contracts. 


If this contract was advertised on or after October 1, 2014, Contractor must comply with 
Mayoral Executive Order 2014-1 and any applicable regulations issued by the CPO. As of 
July 1, 2020, the Minimum Wage to be paid pursuant to the Order is $14.15 per hour. The 
Minimum Wage must be paid to: 
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e All employees regularly performing work on City property or at a City jobsite. 


e All employees whose regular work entails performing a service for the City under a 
City contract. 


The Minimum Wage is not required to be paid to employees whose work is performed in 
general support of contractors operations, does not directly relate to the services provided to 
the City under the contract, and is included in the contract price as overhead, unless that 
employee's regularly assigned work location is on City property or at a City jobsite. It is also 
not required to be paid by employers that are 501(c)(3) not-for-profits. 


Except as further described, the Minimum Wage is also not required to be paid to categories 
of employees subject to subsection 4(a)(2), subsection 4(a)(3), subsection 4(d), subsection 
4(e), or Section 6 of the Illinois Minimum Wage Law, 820 ILCS 105/1 et seq., in force as of 
the date of this Contract or as amended. Nevertheless, the Minimum Wage is required to be 
paid to those workers described in subsections 4(a)(2)(A) and 4(a)(2)(B) of the Illinois 
Minimum Wage Law. 


Additionally, the Minimum Wage is not required to be paid to employees subject to a 
collective bargaining agreement that provides for different wages than those required by 
Mayoral Executive Order 2014-1, if that collective bargaining agreement was in force prior to 
October 1, 2014 or if that collective bargaining agreement clearly and specifically waives the 
requirements of the order. 


If the payment of a prevailing wage is required and the prevailing wage is higher than the 
Minimum Wage, then the Contractor must pay the prevailing wage. 


Contractors are reminded that they must comply with Municipal Code Chapter 1-24 
establishing a minimum wage. 


G. Employment Preferences 
1. Veterans Preference 


In accordance with the Veterans Preference Act, 330 ILCS 55/0.01 et seq., employment 
and appointment preference shall be given to veterans when filling positions. This 
preference may be given only where the individuals are available and qualified to 
perform the Work. Contractor must ensure that the above provision is inserted in all 
contracts it enters into with any Subcontractors and any labor organizations that furnish 
skilled, unskilled and craft union skilled labor, or that may provide any material, labor, or 
services in connection with this Agreement. 


2. Chicago and Project Area Residency Requirements 


If the funding under this contract is $100,000 or more, Contractor and all subcontractors 
that perform work on the site on the construction project undertaken pursuant to this 
contract shall comply with the minimum percentage of total worker hours performed by 
actual eligible residents of the City of Chicago as specified in § 2-92-330 of the Municipal 
Code and rules and regulations adopted thereunder,, unless otherwise prohibited by law. 
7.5% of the total work hours must be performed by project area residents and 50% of 
the total work hours must be performed by city residents unless the Chief Procurement 
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Officer determines otherwise. Work hours performed by project area residents are 
counted as work hours performed by city residents for purposes of calculating the 
minimum work hour percentage required to be performed by city residents. In addition 
to complying with this requirement, Contractor and all Subcontractors must make good 
faith efforts to utilize qualified eligible residents of the City of Chicago in both unskilled 
and skilled labor positions. 


“City residents” means persons domiciled within the city. 


“Project area residents” means persons domiciled within that part of the city designated 
as the project area in the information for bidders issued by the Department of 
Procurement Services. 


“Domicile” means an individual’s one and only true, fixed and permanent home and 
principal establishment. 


"Eligible residents" means city residents and project area residents. 


"Actual residents of the City of Chicago" shall mean persons domiciled within the City of 
Chicago. The domicile is an individual's one and only true, fixed and permanent home 
and principal establishment. 


The contractor shall provide for the maintenance of adequate employee residency 
records to ensure that actual eligible Chicago residents are employed on the project. 
The contractor and subcontractors shall maintain copies of personal documents 
supportive of every Chicago employee's actual record of residence. 

Certified payroll reports (U.S. Department of Labor Form WH-347 or equivalent) must be 
submitted weekly to the Commissioner of the supervising department in triplicate, shall 
identify clearly the actual residence of every employee on each submitted certified 
payroll. The first time that an employee's name appears on a payroll, the date that the 
company hired the employee should be written in after the employee's name. 


Full access to the contractor's and subcontractors' employment record shall be granted 
to the Chief Procurement Officer, the Commissioner of the supervising department, the 
Superintendent of the Chicago Police Department, the inspector general, or any duly 
authorized representative thereof. The contractor and subcontractors shall maintain all 
relevant personnel data in records for a period of at least three years after final 
acceptance of the work. 


At the direction of the supervising department, affidavits and other supporting 
documentation will be required of the contractor to verify or clarify an employee's actual 
address when doubt or lack of clarity has arisen. 
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Good faith efforts on the part of the contractor to provide utilization of actual eligible 
Chicago residents shall not suffice to replace the actual, verified achievement of the 
requirements of this section concerning the worker hours performed by actual eligible 
Chicago residents. 


When work is completed, in the event that the City has determined that the contractor 
failed to ensure the fulfillment of the requirement of this section concerning the worker 
hours performed by actual eligible Chicago residents or has failed to report in the 
manner as indicated above, the City will thereby be damaged in the failure to provide the 
benefit of demonstrable employment to Chicagoans to the degree stipulated in this 
section. Therefore, in such a case of non-compliance it is agreed that 1/20 of 1 percent 
(.05%), 0.0005, of the approved contract value for this contract shall be surrendered by 
the contractor to the City in payment for each percentage of shortfall toward the 
stipulated residency requirement. Failure to report the residency of employees entirely 
and correctly shall result in the surrender of the entire liquidated damages as if no 
Chicago residents were employed in either of the categories. The willful falsification of 
statements and the certification of payroll date may subject the contractor or 
subcontractors or employee to prosecution. 


Nothing herein provided shall be construed to be a limitation upon the "Notice of 
Requirements for Affirmative Action to Ensure Equal Employment Opportunity, 
Executive Order 11246" and "Standard Federal Equal Employment Opportunity, 
Executive Order 11246," or other affirmative action required for equal opportunity under 
the provisions of this contract. 


3. Employment of Illinois Laborers on Public Works Projects 


Contractor must use only Illinois laborers in the performance of this Contract to the 
extent (1) required by the Employment of Illinois Laborers on Public Works Projects Act, 
30 ILCS, 570/0.01, as amended from time to time and (2) otherwise permitted by law. 


H. Working hours in city contracts 


Eight hours constitutes a legal day's work under this Contract, in accordance with § 2-92- 
220 of the Municipal Code of Chicago. 


IX. PERMITS AND LICENSES 


A. Contractor Obtains Permits 


Except for the three types specified below, you must obtain all permits wherever the Work 
under this Contract requires them, including from the City of Chicago or other public 
authorities. You must furnish triplicate copies of the permits to the City before the Work 
covered by them is started. NO WORK IS ALLOWED TO PROCEED BEFORE SUCH 
PERMITS ARE OBTAINED. 
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The City will obtain permits required from the Metropolitan Water Reclamation District of 
Greater Chicago, the Illinois Division of Waterways and the U.S. Army Corps of Engineers. 


Contractor Pays Permit Fees 


The special use of, or removal, alteration or replacement of certain City-owned facilities and 
appurtenances such as traffic signs, parking meters, trees, sewers, hydrants, bridges and 
viaducts which are required for you to perform your Work are subject to all applicable 
Municipal Ordinances. It is your responsibility to obtain all the necessary permits and pay 
the associated fees. You must furnish copies of the permits to the City before the Work 
covered is started. Information with regard to the above may be obtained by contacting the 
appropriate City Departments. 


Occupancy Placard and Fees 
You must provide an occupancy placard indicating occupancy and floor plans based upon 
key plans provided by the Architect. It is your responsibility to pay all fees and expenses 
related to providing the occupancy placard. 


X. COORDINATION WITH OTHER CITY DEPARTMENTS 


A. 


Water System Work and Usage 


If water from a City hydrant is necessary for the execution of the Work, you must obtain a 
hydrant permit from the City’s Department of Water Management. You must obtain a permit 
from that department also for any construction, repair or adjustment of any water main, 
branch or service connection. Requests for permits must be made at the Department of 
Water Management, City Hall, 121 North LaSalle Street, Room 906, Chicago, Illinois 
60602; 312/744-7060. 


Sewer System Work 


If you will be constructing, repairing, adjusting or cleaning any subsurface structure 
designed to collect or transport storm and/or sanitary waste water, either in private property 
or in the public way you, through a licensed drainlayer, must obtain a permit issued under 
this Section X.B. (A licensed drainlayer is a person possessing a current sewer and drain 
license issued by the Department of Water Management.) Requests for permits must be 
made at the Department of Water Management (Sewers and Drains), 333 S. State 
Street, Room 410, Chicago, IL 60604-3971; 312/747-8117. 


Project plans must be submitted to the Department of Water Management (Sewers and 
Drains) sufficiently in advance for examination and review. Plans meeting the department’s 
requirements must be submitted with the application for permit at least four days before the 
issuance of permit. When applying for a permit, you must submit three sets of plans that 
show all new underground sewer Work inside and around the project with a clear site or 
location plan together with the estimate of quantities for sewer sizes and sewer structures to 
be installed. 
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A copy of the permit must be on the Work site before the start of construction. Failure to 
obtain a permit before the start of construction will result in a penalty and could result in the 
revocation of the drainlayer's license. 


You must arrange for sewer inspections at least 48 hours before the start of Work. 
Inspections may be requested by calling (312)744-7501 for Plumbing Inspections and 
(312) 747-7892 for Mason Inspections. 


C. Parking Meter Removal and Replacement 


The City via the metered parking concessionaire shall close or remove and opened or 
reinstall any parking meters, including signs indicating pay boxes, as may be required. 
However, you must pay all fees and lost meter revenues required by § 9-68-050 of the 
Chicago Municipal Code. You must advise the Department of Transportation, Bureau of 
Inspections, Construction Compliance Section (Public Way Permits), Room 804, City Hall, 
Chicago, Illinois 60602, in writing at least two weeks in advance of the closure citing the 
location and meter number of the meters to be closed or removed. Closures of less than 6 
hours on a given day and limited to less than 10 business days are strongly encouraged, 
and you must be prepared to detail any reason requiring closures of a longer hourly and 
daily duration. 


You may not remove any parking meters without the express written consent of the 
Commissioner. If you violate this provision, you (a) recognize that the City will suffer 
damages as a result, including the costs incurred by the City in tracking, retrieving, and 
repairing damage to the parking meters, and (b) will be liable for liquidated damages in the 
amount of $350 for each single-space parking meter or $10,000 for each pay box you 
removed. All amounts, including any other debts, will be deducted from any amounts due or 
that may become due you. 


Notification must be provided immediately once meters can be opened or reinstalled. That 
notification must be e-mailed to the Department of Revenue at parking-meter-closure@ 
cityofchicago.org. Please include "REOPEN/REINSTALL" in the subject line and provide 
details concerning permit numbers, locations, and dates that the meters may be opened 
or reinstalled. 

The City of Chicago Department of Transportation and the Department of Revenue may 
modify these requirements in the future. 


D. Traffic and Parking Sign Removal and Replacement 


The City will remove and re-install any traffic and parking sign(s) as may be required, 
however, you will be responsible for all fees relative to the removal and replacement of all of 
the City's traffic and parking signs. You must inform the Bureau of Signs and Markings, in 
writing, of the location of each sign to be removed and specify its distance from the property 
line of the nearest cross street. Each sign legend must also be stated. This information 
must be provided at least five days before removal. You must also inform the Bureau of 
Signs and Markings, in writing, of when signs may be reinstalled as soon as this date is 
known. Contact the Bureau of Signs and Markings, 3458 S. Lawndale, Chicago, Illinois, 
60623, Attn.: Deputy Commissioner, (312)747-2210. 
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Trees 


In accordance with § 10-32-060 et seq. of the Municipal Code, you must obtain a permit 
from the Bureau of Forestry when removing planting, trimming, spraying, or in any way 
affecting the general health or structure of trees in the public way. There is no fee for this 
permit. The permit must be obtained from the Bureau of Forestry Permits Division; 3200 
S. Kedzie, Chicago, Illinois 60623; (312/747-2098), fax (312) 747-2178. 


The Bureau of Forestry requires 48 hours’ notice before starting Work for all activities with 
the exception of tree planting, which requires two weeks’ prior notice. To obtain tree 
planting permits, two copies of the site plan must be presented to the Bureau for its review 
and approval. A Bureau representative must also assist in the selection of those trees to be 
planted in the public way. Tree planting standards and specifications are outlined in the 
Bureau of Forestry's "Manual of Tree Planting Standards," which is available upon request 
from the Bureau of Forestry. 


Demolition 


If demolition of a structure or removal of an underground storage tank is required during 
construction, you must obtain a permit and pay the required fee as set forth in the Municipal 
Code and its amendments to date. The permit must be obtained from the Department of 
Construction and Permits, City Hall, 121 North LaSalle Street, Room 900, Chicago, Illinois 
60602; (312/744-3400). 


Xl. SCHEDULE 


A. 


Time 

1. The date for commencement of the Work is the date set forth in the Contract or such 
other date as may be established at the discretion of the Commissioner in a Notice to 
Proceed. Within five calendar days after the award and release of the Contract, you 
must provide the Commissioner, a schedule for the performance of the Work, which 
complies in all respects with the Contract, within the Contract Time. The schedule may 
be used as a means of determining the progress of your performance of the Work, but 
neither the provision of the schedule to the City, nor the City’s acceptance or use of the 
schedule, acts in any way to relieve you of any of your obligations under the Contract. 


2. Progress and Completion. TIME IS OF THE ESSENCE IN THIS CONTRACT. No time 
extensions will be allowed unless they are contained in a Contract Modification that has 
been approved and executed by the City. Liquidated damages will be assessed against 
you for late completion of the Work and failure to achieve any milestone dates that 
provide for liquidated damages set forth in the Contract. You must not suspend any 
Work that may be subject to damage by climatic conditions without the Commissioner's 
prior written approval. Notwithstanding any other terms contained in this Contract, you 
must take measures to protect the Work and to minimize the impact of such conditions 
on the progress of the Work. 


City Funded 35 


Department of Transportation 
Terms and Conditions for Construction Contract - Book 1 
(Revised July 2020) 
B. Progress Schedule 

1. You must begin performance of the Work and to prosecute it with all due diligence, so as 
to complete the entire Work under this Contract within the Contract Time stipulated, after 
the date of commencement of Work, as specified in the written Notice to Proceed to you. 
The date for the commencement of Work is not counted as a day, but each day after 
that, from midnight to midnight, is counted as one day and the last day counted is the 
date of Final Acceptance and Completion of the Work. You must, when necessary, use 
overtime, multiple shifts, weekend and/or holiday work to maintain the approved 
schedule at no additional cost to the City. 


2. Except when otherwise specified by the Commissioner, you must provide the progress 
schedule (“Schedule”) for the Work using the Critical Path Method ("CPM") as described 
in Section XI.D, “Critical Path Method Schedule,” below. 


3. The Commissioner's approval of your Schedule is done for the sole purpose of insuring 
that all CPM scheduling documents you prepare are in conformance with the Contract 
requirements. This approval does not relieve you of the responsibility for the means, 
methods, procedures and sequence of the construction process nor does it entitle you to 
additional funds for completing Work in a period that is less than the Contract Time. 


4. Daily Progress Reports: You and all Subcontractors must prepare and submit to the 
Commissioner daily progress reports on the various parts of the Work, including in the 
report the number of workers and the classification of the trades involved, equipment 
used and any pertinent information regarding possible delays in the Work. 


C. Construction Operations Plan 


1. You must, within 14 days after Notice to Proceed, submit to the Commissioner for review 
the order of procedure you propose to follow in performing the Work. Work begins only 
after your proposed order of procedure in performing the Work and the Schedule have 
been submitted to and consented upon by the Commissioner, in writing. You understand 
that a reasonable amount of time is required by the Commissioner for the examination of 
the procedure and Schedule. As Work progresses, changes or modifications in the 
procedure and Schedule, may be required by the Commissioner. In that event, upon 
notice from the Commissioner to you, further Work is performed only in accordance with 
the changed or modified procedure and Schedule as have been submitted to and 
consented upon, by the Commissioner, in writing. 


2. The Commissioner, in his/her sole discretion, may reject or require modification of any 
proposed or previously approved order of procedure, that he or she considers to be 
unsafe for the Work under this Contract, or for other Work being carried on in the vicinity, 
or for other structures, or for the public, or for workmen, engineers and inspectors 
employed thereon, or that will not provide for the completion of the Work within the 
period of time specified in the Schedule, or that is contrary to any other requirement of 
this Contract. 


3. The City’s acceptance or approval of any order or procedure or equipment that you 
submitted or employ does not in any manner relieve you of responsibility for the 
performance of the Work, or for the safety of the performance of the Work under this 
Contract, or from any liability whatsoever on account of any procedure employed by you, 
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or due to any failure or movement of any structure or equipment furnished by it. 
Notwithstanding any approval by the Commissioner, should any structure or equipment 
installed under this Contract afterwards prove insufficient in strength or fail in any 
manner whatsoever, the insufficiency or failure in no way forms the basis of any claim for 
extra compensation for delay, or for damages or expenses caused by the insufficiency or 
failure, or for an extension of time for completion of the Work, or for material, labor or 
equipment required for repairing or rebuilding the structure or equipment, or for repairing 
or replacing any other Work that may have been damaged by the movement or 
insufficiency or failure of any such structure or equipment, respectively. 


D. Critical Path Method (“CPM”) Schedule 

1. You must format the Schedule to show the proposed starting and completion date for the 
various stages of the Work, including any float time, and must prepare it in such a way 
that it can be used to plot actual progress against proposed progress. You must update 
the Schedule and submit it to the Commissioner no less than monthly or as directed by 
the Commissioner. The Commissioner may request more frequent Submittals. Monthly 
payment will be withheld for failure to submit updated Schedules. One copy of the 
Schedule must be submitted to the Commissioner in a reproducible format. A copy of 
the Schedule must be submitted on a computer diskette in a format acceptable to the 
Commissioner. 


2. You must assure that the Schedule includes, at a minimum: 


a. Project name, Contract number, Contractor's name, data date and plot date on each 
separate sheet. If multiple diagrams are prepared, each must, in addition to the 
above, include a descriptive title of that portion of the Work included in them. 


b. The order and interdependency of activities, indicating the sequence in which you 
plan to perform the Work; the Schedule must describe and indicate the critical path; 
and 


Estimates of man hours and/or crew sizes for each activity. 
The dates for: 


(1) starting and completing the various stages of the Work, including milestones 
identified by the City in the Contract; 


(2) placing material orders, fabrication and delivery of materials and equipment; 
(3) preparation, submittal and approval of all required submittals to the City; 
(4) procuring material and equipment furnished by the City; 
(5) interface activities performed by other contractors or Subcontractors upon which 
your Schedule depends; 
(6) all Work activities and field construction operations; 
(7) equipment installation, testing and balancing. 
3. For purposes of the Schedule, “activity” means each logically separate part of the Work 
defined by an observable start and an observable finish, subject to the following: 
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a. To establish the scope of an activity for Schedule purposes, you must form a single 
activity from the largest grouping of related operations that permit a continuous and 
measurable flow of Work; 


b. The scope of an activity must be small enough to permit a reasonable appraisal of its 
status or as directed by the Commissioner; 


Each activity on the Schedule must be manpower loaded; 


The activities must be defined so that the average activity has a value of 
approximately $25,000, with no activity exceeding $200,000 without the consent of 
the Commissioner; and 


e. Activities of other contractors or companies that must be completed before the start 
of your Work or portion of Work must be included in the Schedule as milestones and 
identified with a designation approved by the Commissioner. 


4. You must furnish the following information on the Schedule for each activity: 


a. Activity numbers assigned to the related portions of Work in the format of the project 
specification division and section numbers. You must submit the activity numbers to 
the Commissioner for review and approval; 


b. A description of the activity that is sufficiently detailed to permit an evaluation of your 
performance of the Work described; 


Duration of the activity in days, unless otherwise noted; 


Responsibility code for each activity that is not performed by you, indicating which 
Subcontractor, supplier, fabricator, or other contractor is to perform the activity; 


e. Each activity must be identified with early/late start, early/late finish, and total float; 
f. A breakdown by monthly node of dollar amount and percentage of Contract Price. 


5. In addition to the above, any activity whose start or finish dates has been specified 
elsewhere in the Contract must be shown as the specified dates in the Schedule. 


6. The following information must be furnished on the Schedule as summary items: 
a. The projected total percentage complete, on a monthly basis; 


b. Anticipated total partial payments, on a monthly basis, including Subcontractor 
payment breakdown; and 


The projected total manpower requirements, on a weekly basis. 


Within 14 days after receipt of the detailed Schedule and supporting documents, the 
Commissioner will either approve the Schedule or reject it with written comments. If 
the Schedule is rejected, you must submit a revised Schedule within seven calendar 
days of the date of rejection. The Commissioner's decision to reject the Schedule is 
final and you may not dispute it under Article XIX of the Contract. 


e. You must provide prompt written notice to the Commissioner of any events or other 
changes that may delay or accelerate the Schedule. 
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f. If you fail to provide the Schedule within the time prescribed and/or updates within 
the stated time frames, it is an event of default under the Contract, and the 
Commissioner may, in addition to any other remedies available to the City, withhold 
monthly partial payments until such time as you submit the required information. 


7. Changes to the Schedule 


a. If you propose to make any changes to the Schedule, you must provide the 
Commissioner notice of the proposed changes, in writing, stating the reasons for the 
change, identifying each changed activity (including durations and interrelationships 
between activities) and providing a diskette of the proposed changed Schedule. 


b. The originally approved Schedule will be the Baseline Schedule. The Commissioner, 
in his sole discretion, may approve or disapprove the proposed change in the 
Schedule to the extent that the change does not extend the Contract Time. He will 
provide a decision in writing to you within 10 days of receipt of your submission. All 
monthly updates must be plotted against the current revision of the Baseline 
Schedule. 


c. If the Commissioner approves the change to the CPM Schedule you must submit a 
revised Schedule incorporating the change(s) within 10 days after approval along 
with a written description of the change(s) to the Schedule. 


d. Any proposed change that would result in an extension of Contract Time requires a 
written modification of the Contract pursuant to Section XIII.B, “Modifications,” of the 
Contract. 


8. Updating. The originally approved CPM will be designated as the Baseline Schedule 
and will only be changed based on a Contract Modification that extends the Contract 
duration. 


a. All updates will be plotted against the Baseline Schedule. You must update the CPM 
Schedule on a monthly basis coincident with the submission of the pay estimate. 
The updated information must include the Baseline Schedule detail and the following 
additional information for each activity: 


(1) Actual start dates; 

(2) Actual finish dates; 

(3) Actual activity percent complete; 

(4) Remaining duration of activities in progress; and 
(5) Critical activities must be identified or highlighted. 


b. The updated information must include the Baseline Schedule detail and the following 
additional information for each summary item: 


(1) Actual monthly and total-to-date Work percentage complete. 
(2) Actual monthly partial payments, including Subcontractor partial payments; and 
(3) Actual weekly and total-to-date manpower utilization. 


c. The City may withhold partial payments if you do not submit updates as required. 
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9. Neither an update nor Schedule change may, in itself, extend the term of this Contract. 
The term of the Contract may only be extended by a written Contract Modification 
executed pursuant to Section XXIlI.B, “Modifications,” of the Contract. 


10. Narrative Report. As part of the CPM Schedule update, you must prepare a written 
narrative report, highlighting the progress during the past update period. This written 
report must include the following information: 


Summary of Work accomplished during the past update period; 


Contract milestone comparison chart; 


a 

b 

c. Analysis of critical path(s); 

d. Analysis of time lost/gained during the update period; 
e 


Identification of problem areas; and 
f. Recommended solutions to current problems. 


11. You are required to attend a monthly CPM Schedule review meeting where the 
Schedule will be reviewed with the Commissioner. The purpose of this meeting is to 
review past progress, current status, problem areas and future progress. Your narrative 
report is reviewed at this meeting. Your representatives attending this meeting must 
have the authority to commit manpower and/or other resources to correct any negative 
impact to the Schedule. Any possible means of shortening the Schedule at no additional 
cost will be brought to the attention of the Commissioner. The Updated Progress 
Schedule will be used as a guide for verifying estimates of work completed for which 
payment is requested, and must accurately represent the project's current status. None 
of the information provided in this Section constitutes a request for a time extension. 


E. Recovery Schedule 


1. You must maintain an adequate work force and the necessary materials, supplies and 
equipment to meet the current approved Schedule. If you, in the sole opinion of the 
Commissioner, are failing to meet the approved Schedule, including any Contract 
milestones, you must submit a recovery Schedule (the “CPM Recovery Schedule”). The 
CPM Recovery Schedule sets forth a plan to eliminate the schedule slippage (negative 
float). The plan must be specific and show the methods to achieve the recovery of time, 
e.g., increasing manpower, working overtime, weekend work, employing multiple shifts. 
You must bear all costs associated with implementing the CPM Recovery Schedule. 


2. Upon receipt of the CPM Recovery Schedule, the Commissioner will review it for 
conformance with the Contract and degree of detail. The Commissioner, within 14 days 
after receipt of the CPM Recovery Schedule and supporting documents will approve it or 
reject it with written comments. If the detailed CPM Recovery Schedule is rejected, you 
must submit a revised CPM Recovery Schedule within seven calendar days after the 
date of rejection. The Commissioner's decision to reject the CPM Recovery Schedule is 
final and you may not dispute it. 


3. If you refuse to follow the direction of the Commissioner, the Commissioner reserves the 
right after seven days written notice to you, to procure the materials, equipment and 
labor to proceed with or to complete the Work or any portion of it and charge the cost to 


City Funded 40 


Department of Transportation 
Terms and Conditions for Construction Contract - Book 1 
(Revised July 2020) 
you. The Commissioner's rights under this provision are cumulative to rights under any 
other provisions of the Contract including the City’s rights to terminate for default or to 
early termination. 


F. Time for Completing Punch List 


1. TIME IS OF THE ESSENCE IN CLOSING OUT THE WORK, and you must begin work 
immediately after receipt of a list of minor miscellaneous or finishing work known as 
“Punch List Work." Your failure or that of your Subcontractors to begin the Punch List 
work within three days of receipt of the Punch List is an event of default. 


2. You must diligently prosecute the Punch List work once begun and complete it within 30 
days from receipt of the Punch List. If you fail to complete Punch List work within the 30 
day time period, you must pay the liquidated damages set forth for “Punch List Work” in 
Book 2. 


3. If liquidated damages are assessed, they will be added to the previously determined 
liquidated damages assessed as of the Substantial Completion Date or the City’s 
beneficial occupancy of the Project, whichever occurs earlier. The City’s takeover of the 
Project under Section XX.C.3.b., however, does not constitute beneficial occupancy for 
purposes of liquidated damages. 


G. No Damages for Delay; Extensions of Time 


1. Should you be delayed in starting, prosecuting or completing the Work by any act of the 
City, including a delay, change, addition, deletion or modification in the Work or any 
omission, neglect or default of the City, or by order of the City, or anyone employed by or 
acting on behalf of the City, or by any cause beyond your control, none of which are due 
to any fault, neglect, act or omission on your part, then your relief is limited to an 
extension of the Contract Time that is no greater than the duration of any such delay. 
The extension of time releases and discharges the City, its employees, officials, agents 
and representatives from all claims for damages of whatever character, including any 
claims you may make on account of disruption, changes in sequence, interference, 
inefficiency, direct or indirect cost or any other causes of delay. 


2. You must notify the Commissioner in writing of the cause within five calendar days after 
the delay begins. Consideration of a time extension for events beyond your reasonable 
control will be made if the delay directly impacts the Schedule for completion of the 
Work. Events considered to be beyond your reasonable control are limited to acts of 
God, acts of the public enemy, fires, floods, earthquakes, epidemics, quarantine 
restrictions, labor strikes at the job site, freight embargoes, or weather significantly more 
severe than the norm, but only if the listed causes were not foreseeable and did not 
result from your fault or negligence and only if you took reasonable precautions to 
prevent delays owing to such causes. 


3. Unless otherwise provided in the Contract, the Contract Time is based on normal 
weather conditions. An extension is granted for weather significantly more severe than 
the norm only if you demonstrate to the satisfaction of the City that any delay in the 
progress of the Work was due to such weather. The basis used to define normal 
weather will be the "normal" data as compiled by the United States Department of 
Commerce, National Oceanic and Atmospheric Administration in their most current 
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report entitled "Local Climatological Data, Annual Summary with Comparative Data" for 
the month for which the time extension is sought. The effects of weather less severe 
than the norm may be taken into account in considering your requests for time 
extensions for the effects of more severe weather. 


4. No extension of time will be granted under this Section for any delay if you, by your 
action or inaction, including your fault or negligence or that of your Subcontractors, 
caused the delay, or for which any remedies are provided under any other provision of 
the Contract. 


5. The grant of an extension of time pursuant to this Section XI.G, “No Damages for Delay 
and Extension of Time,” in no way constitutes a waiver by the City of any rights or 
remedies existing under this Contract, at law or in equity. 


6. You must submit in writing any claim for extension of time to the Commissioner not more 
than five days after the delay begins, otherwise the claim is waived. Any claim for 
extension of time must (i) state the cause of the delay; (ii) specifically demonstrate the 
impact of the delay on the Schedule; and (iii) state the number of extension days 
requested. If the cause of the delay is continuing, only one claim is necessary, but you 
must report, in writing, the cessation of the cause for the delay within 10 days after the 
termination. Any claim for extension of time that does not comply with this provision 
constitutes a waiver by you of your rights to any such extension. 


7. After receipt of a timely and properly completed request for a time extension, the City 
may (i) grant a time extension for the entire length of the delay; (ii) grant a time 
extension for a portion of the extent of the delay; or (iii) deny the time extension. 


8. If you do not agree with the City's decision on a claim for time extension, you may 
appeal the ruling to the Chief Procurement Officer under Article XIX, “Claims and 
Disputes,” but only if you have complied with the notice requirements provided in these 
Terms and Conditions for Construction and the time extension request exceeds five 
calendar days or the liquidated damages exceed $10,000. The Commissioner’s decision 
is final whenever the time extension request is for a duration of less than five days or the 
liquidated damages are less than $10,000. 


H. Suspension of Work 


The Commissioner has authority to suspend the Work wholly, or in part, for such period of 
time as the Commissioner may deem necessary due to conditions unfavorable for the 
satisfactory prosecution of the work, or to conditions that, in the Commissioner's opinion, 
warrant the action or for such time as is necessary by reason of failure on your part to carry 
out orders given or to perform any or all provisions of the Contract. No additional 
compensation will be paid to you because of any costs caused by the suspension when the 
suspension is ordered for reasons resulting from any action or omission on your part or is 
related to utility adjustments, railroad work, work by other contractors on or near the Work 
covered by the Contract, or unforeseeable weather conditions. 


I. Liquidated Damages 


1. If the Work is delayed, you are liable for liquidated damages for every day you fail to 
achieve the Contract Completion Date (or any milestone completion date that provides 
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for liquidated damages), but only if the delay is not the result of an excusable cause 
permitted under Section XI.G.2, “No Damages for Delay and Extensions of Time.” The 
specific amount of liquidated damages for which you are liable is set forth in Book 2 of 
this Contract. 


2. The City will recover liquidated damages by deducting the amount thereof out of any 
moneys due or that may become due you. If the moneys are insufficient to cover the 
damages, then you or your surety must pay the amount due. Nothing contained in this 
Section is to be construed as limiting the right of the City to recover from you all amounts 
due or to become due, and all costs and expenses sustained by the City for improper 
performance under this Contract, repudiation of the Contract, failure to begin work on the 
date of commencement, or failure to perform the Work with adequate forces, equipment 
or materials or other resources, or breaches in any other respect, including defective 
workmanship or materials. In addition to liquidated damages for failure to meet any 
milestones, you are liable to the City for any other damages sustained as the result of 
your refusal or failure to perform the Work. 


3. If the City permits you to continue to perform Work despite your failure to meet any 
milestone date set forth in the Contract, the action in no way constitutes a waiver by the 
City of any rights or remedies that exist under this Contract, at law, or in equity. 


Xil. MEETINGS 


A. 


Pre-Construction Meeting 


Before beginning Work, the Commissioner may conduct a Pre-Construction meeting. Your 
representatives and Subcontractors must attend. The purpose of the meeting is to establish 
lines of authority and communication and the identification of duties and responsibilities of 
the organizations. Discussion will cover specific contract plans, specifications, unusual 
conditions, schedules of completion, and other features of the Contract. The Commissioner 
may conduct additional coordination meetings at his discretion. 


Weekly Review Meetings 


The Commissioner may conduct weekly review meetings. At a minimum, your project 
manager and superintendent must attend. However, you must arrange for Subcontractors 
to attend the meetings if expressly requested by the Commissioner. The meetings may 
include the following: 


1. Review of Work progress since the previous weekly review meeting; 
2. Discussion of field observations, problems and decisions; 


3. Review of off-site fabrication problems and other problems affecting in the Contract 
Time; 


4. Review of equipment deliveries; 
Discussion of corrective measures and procedures to achieve the CPM Schedule; 
Review of submittal schedules and effect on the CPM Schedule; 
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7. Review of proposed Contract changes and effect on the construction schedule; 
8. Coordination requirements; 

9. Clarifications and decisions required of the Commissioner; 

10. Review of your forces on the Work; and 


11. Review of Project Record Document status and content. 


C. Monthly Review Meetings 


The Commissioner may conduct monthly review meetings. At a minimum, your project 
manager and superintendent must attend. However, you must arrange for Subcontractors 
to attend the meetings if expressly requested by the Commissioner. The meetings may 
include the following: 


1. Review of Work progress since the previous monthly review meeting; 

2. Discussion of field observations, problems and decisions; 

3. Review of off-site fabrication problems and other problems affecting the CPM Schedule; 

4. Review of equipment deliveries; 

5. Discussion of corrective measures and procedures to achieve completion in the Contract 
Time; 

6. Review of submittal schedules and effect on the CPM Schedule; 

7. Review of proposed Contract changes and effect on the Schedule; 

8. Coordination requirements; 

9. Clarifications and decisions required of the Commissioner; 

10. Review of your forces on the Work; and 


11. Review of Project Record Document status and content. 


Xill. PAYMENTS 


A. Contract Price 


The “Contract Price” is the total dollar amount of your bid accepted by the City, including 
approved change orders. It includes all labor, equipment, materials, permits, licenses, fees, 
and taxes necessary to perform the Work. In the case of a lump sum Contract Price or lump 
sum line item, you must provide the Commissioner with a breakdown that includes a 
schedule of costs for the various parts of the Work included in the lump sum. The total of 
these costs must equal the lump sum Contract Price or lump sum line items, as applicable. 


The breakdown must be submitted in such form and detail, and supported as to correctness 
by such data, as the Commissioner may direct. The City will make no payment to you until 
you have submitted the breakdown and the Schedule required by Article XI, “Schedule,” and 
the Commissioner has approved them. The breakdown may be used for verifying monthly 
progress payments upon substantiation of the costs detailed and the progress of the Work. 
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For unit price line items, measurement and payment is as specified in the Detailed 
Specifications. 


B. Procedure for Monthly Payment Requests and Final Payment 


1. You and the City will agree upon a payment schedule of at least once per month, or 
more frequently if appropriate or if specified elsewhere in the Contract. The 
Commissioner will process payment requests pursuant to that agreement if your 
payment requests, in the Commissioner’s sole judgment, are acceptable in form and 
content, and if the Work for which payment is being requested has been completed 
according to the terms and conditions of this Contract. All payment requests are subject 
to correction by the Commissioner. 


2. In cases where you proceed to perform and complete the Work properly under the 
Contract, progress payments will be processed on a monthly basis unless the amount 
earned is greater than $1,000,000, then payments may be made twice a month. The 
payment period ends on the monthly anniversary date of the Notice to Proceed. 


3. Each monthly payment request must include one original and two copies of the 
following: 


a. Certified Statement. You must submit certified statement(s) (signed by an 
authorized individual and notarized) for each payment request; the statement, in the 
form acceptable to the Commissioner, must list the following for you and for each 
Subcontractor and supplier for the period for which payment is requested: 


(1) the name and business address of the particular Subcontractor or supplier; 
(2) description of the work performed and/or product supplied; 


(3) indication of whether the Subcontractor or supplier is an MBE, WBE, or a non- 
certified firm. 


(4) the total amount of the particular subcontract; 
(5) the amount previously paid to the Subcontractor and the dates paid; 


(6) the amount of the monthly pay request you will pay to each _ individual 
Subcontractor and/or supplier from payments you receive on the request, and the 
dates those amounts were invoiced or requested by the Subcontractor or 
supplier; 


(7) the balance remaining under the subcontract to complete the Work. 

b. Partial Waivers of Lien to Date and Affidavit for Payment. Following your first 
payment request, you must submit Partial Waivers of Lien from all Subcontractors 
and suppliers that performed services and provided supplies during the month before 
your previous payment request. The Partial Waivers of Lien must be in a form 
acceptable to the City and must identify, at a minimum, the payment request number 
and time period covered. The Partial Wavier of Lien must be in dollar amount equal 
to the dollar amount of the services performed or supplies provided by the 
Subcontractor or supplier during the relevant time period. With every payment 
request, you must also submit an Affidavit for Payment from all Subcontractors and 
suppliers for whose services or supplies you request payment. The Affidavit for 
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payment must be in a form acceptable to the Commissioner and identify, at a 
minimum, the payment estimate number, the time period covered, and the total 
amount invoiced by the Subcontractor or supplier, and the total amount paid to the 
Subcontractor or supplier to date. 

c. Status Report of MBE/WBE Subcontract Payments. A status report of MBE/WBE 
Subcontractor payments, as required by the Contract documents, must be submitted 
with each monthly invoice in the form required by the City; and 


d. Certified Payrolls. You and all Subcontractors working on the job site must submit 
three copies of certified payrolls for the payment period to the Commissioner every 
week until all Work is completed. All payrolls must be identified with Contractor or 
Subcontractor's name, as appropriate, Contract name and be _ sequentially 
numbered. If there are periods of no Work by you or a Subcontractor, you must 
submit a payroll labeled "NO WORK." The final payroll must be clearly labeled 
“FINAL”. Certified payrolls are required to assure EEO compliance as well as wage 
compliance. Race, worker classification, and gender must be clearly marked for 
each employee on the certified payroll along with all additional information required 
by the Chief Procurement Officer. An employee's address should appear every time 
his or her name appears on the payroll. You must submit the certified payrolls and 
additional information regarding EEO and wage compliance by providing a Payroll 
Summary Report in the form required by the Chief Procurement Officer. You and 
each Subcontractor must submit the EEO report forms required by the City and U.S. 
Department of Labor reflecting fully the periods of Work covered by the partial 
payment request. When directed, contractor shall be required to submit payrolls 
electronically using the City certified payroll reporting system. 


e. You must declare subcontractor payments with each invoice submitted to the City. 
You are required also to inform subcontractor each time you submit an invoice to the 
City that includes work for which you have been billed by the subcontractor. The 
Subcontractor Payment Certification Form can be downloaded from the City's 
website at www.cityofchicago.org/finance/subcontractorform. The information from 
this form will be recorded in the City's financial system and posted on the City 
website. 


C. Payment for Stored Material 


1. Whether stored on- or off-the job site, the risk of loss for stored material will remain with 
you, and you must insure the stored materials against the risk of loss, theft or damage 
until its installment in the Work. 


2. Payment for material stored on the job site will be 100% of a valid invoice. No payment 
will be made for materials stored off the job site unless otherwise authorized by the 
Commissioner in accordance with Section XIlII.C.3. If Materials stored on the job site 
cannot be incorporated in the finished Work within a reasonable period of time you may 
include them in the monthly progress payment, but only if the following documents are 
submitted with the request for payment: 


a. Paid invoices showing the cost of material or equipment; 
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b. Waiver of lien from the supplier indicating that the cost of the material or equipment 
was paid; and 


c. Inspection tickets showing that material or equipment had been inspected and 
accepted by the City. 


3. Payment for material stored off-site, if authorized, will be 100% of a valid invoice when 
you have provided the Commissioner with the documents and assurances listed and 
complied with the requirements below: 


a. A paid invoice from the supplier showing the unit, quantity, description of the material 
or equipment and costs; 


b. A waiver of lien from the supplier for the total amount of the material purchased; 
Inspection for all of the material stored; 


d. A certified statement giving the exact location of the materials or equipment, stating 
that: 


(1) you have inspected all of the material stored and that it is complete and in good 
condition; 


(2) the materials are suitably stored and maintained at a bonded, secure and 
environmentally appropriate location that the Commissioner has agreed upon 
and subject to the conditions required or established by him; 


(3) you have complied with procedures satisfactory to the Commissioner to establish 
the City’s title to the materials or otherwise protect the City’s interest in them, 
including, insurance, storage and transportation to the Project site for the 
materials stored off-site, as the Commissioner may reasonably require; 


(4) the materials, equipment and associated fabricated components will not be 
diverted away from the Project; 


(5) a certificate of insurance coverage for the stored material upon which payment is 
requested; 


e. Immediately upon receipt of payment for the material, you must prepare and execute 
all documents required to transfer title to the City, including, any Uniform Commercial 
Code documentation necessary to perfect transfer of title; and 


f. All material and Work covered by payments will thereupon become the sole property 
of the City, subject to your obligation to insure it until Acceptance of the Work. 


D. Retainage 


1. Pursuant to § 2-92-250 of the Municipal Code, no retainage shall be withheld by the City. 
As a matter of prompt payment to subcontractors as required by Section XIII.E, 
Contractor must not withhold retainage from subcontractors in any form, including but 
not limited to administrative fees. 
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E. Prompt Payment to Subcontractors 


1. Payment Within Seven Days. The Contractor must make payment to its Subcontractors 
within 7 days of receipt of payment from the City for each invoice. 


Provided the Subcontractor’s performance has met the terms of the Contract Documents, 
and that Subcontractor has submitted its request for payment to the Contractor with such 
documentation as is reasonably necessary to substantiate such performance, the Contractor 
shall bill the City for such performance when the Contractor is first authorized under the 
payment schedule of the Contract to submit an invoice to the City for such performance. 
Contractor may only invoice the City at the rates contained in the Contract Documents. 


2. Liquidated Damages for Failure to Promptly Pay. Much of the City’s economic vitality 
derives from the success of its small businesses. The failure by contractors to pay their 
subcontractors in a timely manner, therefore, is clearly detrimental to the City. Inasmuch as 
the actual damages to the City due to such failure are uncertain in amount and difficult to 
prove, Contractor and City agree that the Chief Procurement Officer may assess liquidated 
damages against contractors who fail to meet their prompt payment requirements. Such 
liquidated damages shall be assessed to compensate the City for any and all damage 
incurred due to the failure of the Contractor to promptly pay its subcontractors, and does not 
constitute a penalty. Any and all such liquidated damages collected by the City shall be 
used to improve the administration and outreach efforts of the City’s Small Business 
Program. 


3. Reporting Failures to Promptly Pay. The City posts payments to prime contractors on 
the web at 
http://webapps.cityofchicago.org/VCSearchWeb/org/cityofchicago/vcsearch/controller/payme 
nts/begin.do?agencyld=city. 


If the Contractor, without reasonable cause, fails to make any payment to its 
Subcontractors and material suppliers within 7 days after receipt of payment under 
a City contract, the Contractor shall pay to its Subcontractors and material suppliers, 
in addition to the payment due them, interest in the amount of 2% per month, 
calculated from the expiration of the 7-day period until fully paid. 


In the event that a Contractor fails to make payment to a Subcontractor within the 7- 
day period required above, the Subcontractor may notify the City by submitting a 
report form that may be downloaded from the DPS website at: 
http://www.cityofchicago.org/content/dam/city/depts/dps/ContractAdministration/Stan 
dardFormsAgreements/Failure_to_Promtly_Pay_Fillable_Form_3_2013.pdf 


The report will require the Subcontractor to affirm that (a) its invoice to the Contractor 
was included in the payment request submitted by the contractor to the City and (b) 
Subcontractor has not, at the time of the report, received payment from the 
contractor for that invoice. The report must reference the payment (voucher) number 
posted on-line by the City in the notice of the payment to the contractor. 
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Subcontractors are hereby reminded that per Chapters 1-21, “False Statements,” 
and 1-22, “False Claims,” of the Municipal Code of Chicago, making false statements 
or claims to the City are violations of law and subject to a range of penalties including 
fines and debarment. 


4. Action by the City. Upon receipt of an electronic report of a failure to pay, the City will 
issue notice to the contractor, and provide the contractor with an opportunity to demonstrate 
reasonable cause for failing to make payment within applicable period set forth in the 
Contract. The Chief Procurement Officer, in his or her sole judgment, shall determine 
whether any cause for nonpayment provided by a contractor is reasonable. In the event that 
the contractor fails to demonstrate reasonable cause for failure to make payment, the City 
shall notify the contractor that it will assess liquidated damages. Any such liquidated 
damages will be assessed according to the following schedule: 


First Unexcused Report: $50 
Second Unexcused Report: $100 
Third Unexcused Report: $250 
Fourth Unexcused Report: $500 
Fifth and Each Succeeding 

Unexcused Report: $1,000 


The liquidated damages set forth above shall be assessed per unexcused report per 
contract, i.e., each successive report regarding a contractor’s failure to pay under this 
Contract will be assessed liquidated damages, regardless of which subcontractor files the 
unexcused report(s). 


By executing this Agreement, Contractor acknowledges and agrees that the City may collect 
such damages by deducting any amount due to the City from the next payment to be made 
to the Contractor. In the event that no further payments are due to Contractor, Contractor 
agrees to promptly pay such liquidated damages as it may owe to the City. Failure to make 
such payment within thirty (80) days of receipt of notice of the assessment of liquidated 
damages may result in Contractor being debarred from participating in City contracts for a 
period of not less than one year. 


Contractors are reminded that each unexcused failure to pay promptly is an event of default 
under the Contract and, in addition to the liquidated damages provided for in this Section, is 
subject to the remedies found in Section XX.C of this Contract. Contractors are further 
reminded that per Section 2-92-270 of the Municipal Code of Chicago, failure to pay 
subcontractors as required by law and the Contract may result in the City suspending 
payments to Contractor and making direct payments to such subcontractors. Any such 
direct payments shall be from funds due and owing to the contractor. 


5. Whistleblower Protection. Contractor shall not take any retaliatory action against any 
subcontractor for reporting non-payment pursuant to this Section E. Any such retaliatory 
action is an event of default under this Contract and is subject to the remedies set forth in 
Section XX.C hereof, including termination. In addition to those remedies, any retaliatory 
action by a contractor may result in a contractor being deemed non-responsible for future 
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City contracts or, if, in the sole judgment of the Chief Procurement Officer, such retaliatory 
action is egregious, the Chief Procurement Officer may initiate debarment proceedings 
against the contractor. Any such debarment shall be for a period of not less than one year. 


6. If the Chief Procurement Officer determines that the circumstances pertaining to a 
contractor’s failure to pay promptly warrant excusing such non-performance, or determines 
that excusing such non-performance is in the best interests of the City, the Chief 
Procurement Officer may waive any of the remedies provided in this Section E. Each such 
waiver is discrete, non-precedential and does not constitute a waiver of any subsequent 
remedies against a contractor who fails to comply with the terms and conditions set forth 
herein. 


F. Payments Withheld 
1. The Commissioner may decline a request for payment if, in the Commissioner's sole 
Opinion, the request for payment is not adequately supported. If you and the 
Commissioner cannot agree on a revised amount, the Commissioner must process the 
payment in the amount he deems appropriate. 


2. The Commissioner may decline to process any payment or may rescind in whole or in 
part any approval previously made to the extent that may be necessary in his sole 
opinion because of any failure to perform any obligation under the Contract, including: 


a. Failure or refusal to provide the City the required initial schedule for the Work or 
monthly schedule updates and obtain the City's approval for either or both; 


b. Your failure to remedy defective Work; 


Your failure to make payments to Subcontractors, or employees, or provide partial 
waivers of lien; 


d. Your failure to maintain timely progress of the Work as stated in your schedule, or 
the City’s determination that the Work will not be completed within the Contract Time, 
or your failure to carry out the Work in accordance with the Contract; 


e. Failure to follow the City, State, Federal, or Contract safety and security 
requirements; 


f. Failure to maintain insurance policies as required by the Contract and/or to provide 
to the Commissioner each evidence of insurance coverage, in the form of current 
certificates of insurance, as he or she may require; 


g. Failure to comply with other requirements as referenced in the Contract; 


h. Failure to provide certified payrolls or other documents required under Section XI.G, 
“No Damages for Delay and Extensions of Time.” 


i. Failure to provide material inspections as required by the Contract; and 


j. Failure to provide contract deliverables such as, accurate Record Drawings, 
warranties, guarantees, manuals, etc. 


3. Pursuant to § 2-92-270 of the Municipal Code, the Chief Procurement Officer may, in his 
sole discretion, direct that no further payments be made, or vouchers or estimates 
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issued to you, if he determines that you have failed to pay any Subcontractor, employee 
or worker for Work performed under this Contract. Failure to submit "Status Report of 
MBE/WBE Subcontract Payment" or "Certified Statement" as required under Section 
XIII.B. may result in a determination that you have failed to pay your Subcontractor(s). 
The City may withhold payment until you demonstrate, to the satisfaction of the Chief 
Procurement Officer, that payments to the Subcontractors, employees or workers have 
been made in full. 


If the Chief Procurement Officer gives you notice under Section XXIlI.H that no further 
vouchers or estimates will be issued or payments made on the Contract until the 
Subcontractors, workers, and employees have been paid, and you neglect or refuse for 
a period of 10 days or more after notice was given to pay those Subcontractors, workers 
or employees, the Chief Procurement Officer may apply any money due, or that may 
become due, under the Contract to the payment of those Subcontractors, workers or 
employees without further notice to you and the effect will be the same, for purposes of 
payment to you of the Contract Price, as if the City had paid you directly. 


The failure of the City, however, to retain and apply any money, or of the Chief 
Procurement Officer to order or direct that no vouchers or estimates be issued or further 
payments made, will not, nor will the paying over of the reserved percentage without the 
Subcontractor, workers, or employees being first paid, in any way affect your liability or 
that of your sureties to the City, or to any such Subcontractor, worker or employee upon 
any bond given in connection with this Contract. 


4. Debts; Outstanding Parking Violation Complaints 


In accordance with § 2-92-380 of the Municipal Code, and as otherwise permitted by 
law, in addition to any other rights and remedies (including any set-off) available to the 
City under the Contract or permitted at law or in equity, the City is entitled to set off a 
portion of the Contract price or compensation due under the Contract, in an amount 
equal to the amount of the fines and penalties for each outstanding parking violation 
complaint and the amount of any debt owed by the contracting party to the City. For 
purposes of this provision, the terms "outstanding parking violation complaints" and 
"debt" are defined in the Municipal Code as are the conditions under which no set-off will 
be made. 


5. Provisions Relating to Liens 


Contractor will notify Subcontractors that no mechanic’s lien under _ the Illinois 
Mechanics’ Lien Act, 770 ILCS 60/23, et seq., will be permitted to arise, be filed, or 
maintained against public funds, the Project, or any part of it, or any interest in them, or 
any improvements on them, or against any monies due or to become due to Contractor 
on account of any work, labor, services, materials, equipment, or other items performed 
or furnished for or in connection with the Project to the extent permitted by law. 
Contractor, for itself and its Subcontractors, expressly waives, releases, and relinquishes 
such liens and all rights to file or maintain such liens; and Contractor further covenants 
that this waiver of liens and waiver of the rights to file or maintain such liens is an 
independent covenant. 


If any of Subcontractors, employees, officials, agents, or any other person directly or 
indirectly acting for, through, or on their behalf files or maintains a lien or claim under the 
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Illinois Mechanic’s Lien Act, 770 ILCS 60/23, et seq., against public funds or against any 
monies due or to become due to Contractor on account of any Work, labor, services, 
materials, equipment, or other items performed or furnished for or in connection with the 
Project, Contractor must cause such liens and claims to be satisfied, removed, or 
discharged within 30 days from the date of filing. The City may extend the 30 day 
period if (i) the City determines that the lien claim cannot be so satisfied, removed, or 
discharged in such period and (ii) Contractor, in the City’s sole determination, is 
proceeding diligently to cause such liens or claims to be satisfied, removed or 
discharged. The City has the right, in addition to all other rights and remedies provided 
under this Contract or by law, to cause such liens or claims to be satisfied, removed, or 
discharged by any means at Contractor’s sole cost, such cost to include reasonable 
legal fees. 


6. The City’s rights under this Section XIII.F, “Payments Withheld,” are cumulative with any 
other rights provided for under this Contract. Failure by the City to exercise any such 
right afforded in this Contract, or at law or in equity, will not constitute a waiver of that 
right. 


G. Payment for Changes 


1. Payment for Changes. The amount to be paid by the City for changes (additions, 
deletions or revisions) in the Work or directions to change the Contract Time, will be 
made in accordance with Sections XIlI.G.1.a through XIII.G.1.f below. 


a. Unit Price Basis. Should the changes in the plans result in an increase or decrease 
in the quantities of unit priced Work to be performed, you will accept payment as 
follows: 


(1) All increases in the Work of the type that appears in the Contract as unit price 
items will, except as provided in Section XIII.G.1.b., “Proposal Basis,” be paid for 
at the Contract unit bid prices. Decreases in quantities included in the Contract 
will be deducted from the Contract value at the unit bid prices. No allowances 
will be made for delays or anticipated profits. 


(2) Quantities in excess of 125% of the bid quantities, when the total dollar value of 
the unit price item exceeds 5% of the original Contract bid amount, will be paid 
for at a negotiated unit price based on costs that are demonstrated by you and 
agreed to by the Commissioner, subject to the approval of the Chief Procurement 
Officer. The negotiated unit price can be higher or lower than the Bid Unit Price. 
Quantities in excess of 125% of the bid quantities, when the total dollar value on 
any unit price item does not exceed 5% of the total value of the original Contract 
bid amount, will be paid at the bid unit price. 


(3) Quantities below 75% of the bid quantities, when the total value of the unit price 
item exceeds 5% of the Contract Price at the time of bid, will be paid for at a 
negotiated unit price based on costs which are demonstrated by you and agreed 
to by the Commissioner, subject to the approval of the Chief Procurement 
Officer. The negotiated unit price can be higher or lower than the Bid Unit Price. 
Quantities below 75% of the bid quantities, when the total value on any unit price 
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item does not exceed 5% of the total value of the Contract Price at the time of bid 
will be paid at the bid unit price. 


(4) If the Commissioner and you are unable to agree on a negotiated unit price, the 
Commissioner will determine a unit price, prepare a Contract Modification with 
the Work so priced, that you will sign. You may, however, timely dispute the 
amount of the unit price to the Chief Procurement Officer under Article XIX, 
“Claims and Disputes.” This is the only Contract Modification in which the 
release language required by Section XIV.D., “Contractor's Release,” will not be 
included. 


b. Proposal Basis. If there are no unit prices for the changed Work, the payment may 
be based upon a price agreed to by the City and you. The proposal submitted will be 
a starting point for negotiation between the City and you. You must submit any 
proposal for consideration for changed Work in writing, breaking down the Work to 
be done into segments of cost as follows: 


(1) Labor. For all hourly wage labor and hourly wage foremen in direct charge of the 
specific operations, you will receive the prevailing rate of wage for every hour 
that the labor and foremen are actually engaged in the Work. No additional 
allowance or payment will be made for general superintendence. 


(2) You will receive the actual costs paid to, or in behalf of, workers for health and 
welfare benefits, pension fund benefits or other benefits, when the amounts are 
required by collective bargaining agreement or other employment contract 
generally applicable to the classes of labor employed on the Work. 


(3) An amount not to exceed 30% of XIlII.G.1.b.(1) above and an amount not to 
exceed 10% of XIII.G.1.b.(2) above will also be paid to you. 


(4) Insurance and Payroll Taxes. Cost for property damage, liability, and worker's 
compensation insurance premiums, unemployment insurance contributions and 
social security taxes on the extra Work, to which an amount not to exceed 10% 
of the cost of these items will be added. You must furnish satisfactory evidence 
of the rates paid for the insurance and taxes. 


(5) Materials. For materials accepted by the Commissioner and used as an integral 
part of finished Work, you will receive the actual costs of the materials delivered 
on the job site, including transportation charges that you paid (exclusive of 
machinery rentals as set forth below), as shown by original receipted bills, to 
which 15% will be added to the first $10,000.00 and 10% for any amounts over 
$10,000.00. 


Equipment. Number of proposed equipment hours multiplied by the rate as 
allowed by the latest revision of “Schedule of Average Equipment Ownership 
Expense With Operating Cost” as issued by IDOT, or in the AED Compilation of 
Rental Rates if equipment is to be rented, for the period that the machinery and 
equipment are to be used on the Work, to which no percent will be added. 
Where machinery and equipment are not listed in these schedules, then the rates 
will be determined by the Commissioner after reviewing all of your available 
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records or other information concerning the expense of operating that type of 
equipment. 


(7) Cost for Increase in Performance and Payment Bond. You will furnish the 
Commissioner written documentation from the surety of the rate or rates 
applicable for additional bonding for this Contract. These rates will be applied to 
all the changes increasing or decreasing the Contract Price. No bonding costs 
will be allowed for Subcontractors. In the absence of written documentation from 
the surety, a percentage of the total change, as determined by the 
Commissioner, will be added or subtracted to cover the increase or decrease of 
the cost of the bond. 


(8) When Work is to be performed by a Subcontractor, the proposal may include as 
administrative costs for you an amount not to exceed 5% of the first $10,000.00 
and 1% of any amount over $10,000.00 of the total approved costs of the Work. 
The Subcontractor, however, is not allowed any additional markup if it sublets its 
Work. The use of a Subcontractor requires the approval of the Chief 
Procurement Officer. All subcontracted costs must be supported by proposals 
from the Subcontractors performing the Work. The Subcontractor’s proposal 
must be broken down into its various parts of Work as described in items 
XIII.G.1.b.(1) through XIII.G.1.b.(8) above, or as required by the Commissioner. 


c. Time and Material Basis. If the Commissioner and you cannot agree on a price 
based on a proposal, the Work will be paid for on a time and material basis. Work 
that is done on a time and material basis will be paid for as follows: 


(1) Labor. For all hourly wage labor and hourly wage foremen in direct charge of the 
specific operations, you will receive the prevailing rate of wage for every hour 
that the labor and foremen are actually engaged in the Work. No additional 
allowance or payment will be made for general superintendence. 


(2) You will receive the actual costs paid to, or in behalf of, workers for health and 
welfare benefits, pension fund benefits or other benefits, when the amounts are 
required by collective bargaining agreement or other employment contract 
generally applicable to the classes of labor employed on the Work. 


(3) An amount not to exceed 30% of XIII.G.1.c.(1) above and an amount not to 
exceed 10% of XIII.G.1.c.(2) above will also be paid to you. 


(4) No payment will be made for labor performed on a time and material basis until 
you have furnished the Commissioner with itemized statements of the labor cost 
as follows. 


(a) Name, classification, date, daily hours, total hours, rate, and extension for 
each laborer and foreman. 


(b) Certified payrolls or certified copies of them, pertinent to the Work for which 
payment is requested. The payroll records will contain the name, address 
and social security number of each employee, the employees correct 
classification, rate of pay, daily and weekly number of hours worked, itemized 
deductions made and actual wages paid. The time and material bills will be 
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audited and corrected against the certified payrolls. Falsification of the 
certified payroll is an offense punishable by law. 


(5) Insurance and Payroll Tax. For property damage, liability, and workers 


compensation insurance premiums, unemployment insurance contributions and 
social security taxes on the time and material Work, you will receive the actual 
costs, to which 10% will be added. No payment will be made for insurance and 
payroll taxes until you have furnished satisfactory evidence of the rate or rates 
paid for the insurance and tax. 


(6) Materials. For materials accepted by the Commissioner and used as an integral 


part of finished Work, you will receive the actual costs of the materials delivered 
on the job site, including transportation charges paid by him (exclusive of 
machinery rentals as set forth below), as shown by original receipted bills, to 
which 15% will be added to the first $10,000.00 and 10% for any amounts over 
$10,000.00. 


(7) You will be reimbursed for any materials used in the construction of the Work, 


such as sheeting, falsework, form lumber, burlap, or other materials for curing, 
etc., that are not integral part of the finished Work. The amount of 
reimbursement will be agreed upon in writing before the Work is begun and no 
percent will be added. The salvage value of the materials will be taken into 
consideration in the reimbursement agreed upon. 


(8) No payment will be made for material cost until you have furnished itemized 
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statements of the material costs, which must include: 
(a) Quantities of materials, prices, and extension; 
(b) Material transportation costs supported by receipted invoices; and 


(c) Receipted invoices for all materials used. However, if materials used on the 
time and material Work are not specifically purchased for the Work but are 
taken from your stock, then in lieu of the invoices, you will furnish an affidavit 
certifying that the materials were from your stock, that the quantity claimed 
was actually used, and that the price and transportation claimed represent 
the actual cost to you. The price quoted for the material must be reasonable 
and acceptable as per the normal industry practice. 


Equipment. You will be paid for all machinery and equipment (other than small 
tools as currently defined by the Illinois Department of Transportation) used on 
the Work in accordance with the latest revision of “Schedule of Average Annual 
Equipment Ownership Expense with Operating Cost,” as issued by the Illinois 
Department of Transportation, for the period that the machinery and equipment 
are in use on the Work, to which no percent will be added. Where machinery 
and equipment are not listed in this schedule, the rates will be determined by the 
Commissioner after reviewing all your available records or other information 
concerning the expense of operating that type of equipment. Where idle time for 
equipment is authorized by the Commissioner, it will be paid at a rate not to 
exceed 50% of the rates described above. 
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(10) When equipment is rented, you will receive actual rental cost as shown by 
original receipted bills to which 5% will be added. 


(11) No payment will be made for equipment unless designations, dates, daily 
hours, rental rates, and extensions for each unit of machinery and equipment are 
shown on the itemized statement of time and material Work. 


(12) Bond. The City will pay you the actual increase in cost of your 
performance bond. You will furnish from the bonding company written 
documentation of the rate or rates applicable for additional bonding for this 
Contract. These rate/rates will be applied to all the changes increasing or 
decreasing the Contract value. No bonding costs will be allowed for 
Subcontractors. In the absence of written documentation from the bonding 
company, a percentage of the total change, as determined by the Commissioner, 
will be added or subtracted to cover the increase or decrease of the cost of the 
bond. 


(13) When Work is performed by Subcontractor, you will receive as 
administrative costs an amount equal to10% of the first $10,000 and 5% of any 
amount over $10,000 of the total approved costs of the Work. The 
Subcontractor, however, is not allowed any additional markup if it sublets its 
Work. The use of a Subcontractor will require the approval of the Chief 
Procurement Officer. All subcontracted costs must be supported by invoices 
from the Subcontractors performing the Work. The Subcontractors’ invoices 
must be submitted in the form described in items (1) through (4) above. 


(14) Documentation. For additional Work performed on a time and material 
basis you will each day submit to the Commissioner detailed and complete 
records of the labor, material, equipment, and other costs relating to any force 
account Work performed on the day the Work is performed. You and the 
Commissioner will sign these daily extra Work reports. 


(15) Base Contract Work on a Premium Time Basis. 


(a) For Contract Work performed outside of regularly schedule working hours as 
defined by the Contract, premium time costs will be paid, only if expressly 
directed in writing by the Commissioner before you begin the Work. 
Compensation, when authorized, will cover only the direct cost of the 
premium portion of the time involved and will be without any charge for 
insurance. No payment will be made for union fringe benefits on the premium 
portion of the time unless expressly required by union agreement. Taxes that 
are attributed to the premium portion of the time will be paid. If you seek to 
charge taxes, the Commissioner may require you to supply verification that 
the employees’ Social Security Tax, Federal Unemployment Tax, and State 
Unemployment Tax limits have not been exceeded. 


(b) An amount equal to 7% of the sum of the premium portion of the work plus 
taxes will also be paid to you to cover job site general conditions, overhead, 
and profit. All indirect costs are considered part of the overhead, including 
supervision, engineering, and other technical personnel. 
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(c) If you enter into a subcontract, you will be allowed an additional 2% of the 
Subcontractor’s premium time billing to cover your supervisory and related 
expense on subcontract operations. The Subcontractor is not allowed the 
additional 2% if it sublets its Work. 


(d) You must keep Daily Work Reports for the premium time hours signed by you 
and the Commissioner. The reports must indicate the time of day when the 
Work was performed and wage rate differential that will be charged. Billings 
must reflect hours reported on Daily Work Reports. 


d. Changes on Lump Sum Contracts or Lump Sum Items in Unit Priced 
Contracts. All increases or decreases in the Work that is listed in the approved 
schedule of values will be priced, for the purpose of any change, based on the 
amounts stated for the Work in the approved schedule of values. 


e. All invoices for changed work. You must submit all invoices for changed work 
within 45 days following completion of the changed work. Failure to provide a 
complete invoice for the changed work within that period, will authorize the 
Commissioner, subject to the approval of the Chief Procurement Officer, to 
determine the final amount for the Contract Modification that may be awarded 
without your signature. 


f. Miscellaneous. 


(1) For the purposes of this Section, any business entity which employs field labor 
and performs Contract Work on the job site is defined as a Subcontractor.” (This 
definition excludes suppliers/deliverers of materials.) 


(2) When the extra Work involves only supply of material without any field labor at 
the job site, the supplier, for the purposes of this Section, will be considered a 
“Materials Subcontractor’ and the mark up specified in Section XIII.G.1.c (6), 
“Materials,” will apply. 


(3) Expenses incurred by the City. Upon written request of the Commissioner, you 
will pay the costs related to the Work that are the responsibility of the City. You 
will be reimbursed for the actual amount paid out to which will be added a 
markup as specified in Section XIII.G.1.c above. 


2. Change Claims: 


a. lf you and Commissioner are unable to agree on the price and/or time extension in 
connection with a change, you must, within 15 days of completing the changed work, 
provide written notice to the Commissioner of the amount of money and/or time 
extension sought by you and the Contractual and factual basis for each. You will 
designate the document Notice of Claim. 


b. The Commissioner will, within 30 days from receipt of the Notice of Claim, respond 
by requesting a meeting with you, making a written request for additional information 
from you, including a general statement of the basis for the claim, the facts 
underlying the claim, the notice to the Commissioner of the change that gave rise to 
the claim, reference to the applicable Contract provisions, and all documentation that 
describes, relates to and supports the claim; taking other action to attempt to resolve 
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the Notice of Claim, and/or advising you in writing that it should file a claim under 
Article XIX, “Claims and Disputes.” Any steps taken by the Commissioner to resolve 
the Notice of Claim will not exceed 60 days from receipt of the Notice of Claim unless 
you agree to an additional amount of time in writing. 


c. If the Notice of Claim cannot be resolved as provided for in Section XIII.G.2, you 
must follow the requirements of Sections XIX.B and C, “Claims" and "Disputes.” 


d. If you do not agree with the adjustment for time and/or money proposed by the 
Commissioner, you must follow the procedures set out by the Contract to file a claim 
and/or dispute as provided in Article XIX, Failure to follow the procedures set out by 
the Contract to file a claim and/or dispute as provided in Article XIX, constitutes a 
waiver of the right to make a claim or file a Dispute to the Chief Procurement Officer. 
In the event of your waiver, you may file a Dispute under Section XX with the Chief 
Procurement Officer seeking a final decision as to the adjustment for the changed 
work. 


H. Night, Sunday and Holiday Work 


Whenever you are permitted to perform Work at night, or on Sundays or State or Federal 
holidays, or to vary the period of hours during which any work is carried on each day, you 
must give written notice to the Commissioner, at least 24 hours in advance, so that proper 
inspection may be provided. The Work will be done under regulations to be furnished in 
writing by the Commissioner, and no extra compensation will be allowed therefore. 


l. Acceleration 


1. If progress falls behind the approved schedule, the Commissioner may direct and 
authorize you, in writing, to perform premium time work as indicated in TIME OF 
COMPLETION in the Proposal section of the specifications. No additional compensation 
will be paid for such premium time work and the cost incurred for inspection and testing 
during the premium time work will be considered as “extra” inspection, and 
reimbursement will be provided by you as described in Section XV.C, “Materials and 
Equipment Testing and Inspection.” 


2. If conditions are encountered where you are specifically directed and authorized in 
writing by the Commissioner to perform premium time work, on the original contract, to 
advance an already established completion date of an event or the project, or project 
milestone, you will be compensated in accordance with Section XIII.G.c (15). 


3. When the premium time Work is performed by approved subcontractor, you will receive 
a markup as specified in Section XIII.G.c (15) of the Contract. 


J. Payroll Canvass Reports 


You must submit to the Commissioner with each pay request a Payroll Canvass Reports 
(PCR) on Exhibits B and C, included in Book 2. You must submit the PCRs to indicate 
compliance with both your “Award Criteria Determination” commitments made for each trade 
in Book 2 and the Chicago Residency Ordinance requirements. A pay period canvass report 
must be prepared separately by you and each of your Subcontractors on Exhibit B to 
indicate, on a weekly basis, hours of each trade utilized during each pay period by you and 
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your Subcontractors on the project. A combined Payroll Canvass Summary Report must be 
prepared by you on Exhibit C to indicate accumulated hours of each trade you and all of 
your Subcontractors have utilized, to date, on the Project. You are also responsible for the 
accuracy of information and all arithmetical calculations made in the Payroll Canvass 
Reports. 


You must submit within five days after the award of the Contract Exhibit A, Anticipated 
Workforce Projection Form, included in the Contract, to the Chief Procurement Officer. 


K. Electronic Ordering And Invoices 


The Contractor will cooperate in good faith with the City in implementing electronic ordering 
and invoicing, including but not limited to catalogs, purchase orders, releases, and invoices. 
Contractor will accept electronic purchase orders and releases upon request of the Chief 
Procurement Officer. Contractor will provide the City electronic catalogs, copies of invoices 
and other electronic documents upon request. The electronic ordering and invoice 
documents will be in a format specified by the City and transmitted by an electronic means 
specified by the City. Such electronic means may include, but are not limited to, disks, e- 
mail, EDI, FTP, web sites, and third party electronic services. The Chief Procurement 
Officer reserves the right to change the document format and/or the means of transmission 
upon written notice to the Contractor. Contractor will ensure that the essential information, 
as determined by the Chief Procurement Officer, in the electronic document, corresponds to 
that information submitted by the Contractor in its paper documents. The electronic 
documents will be in addition to paper documents required by this Contract, however, by 
written notice to the Contractor, the Chief Procurement Officer may deem any or all of the 
electronic ordering and invoice documents the official documents and/or eliminate the 
requirement for paper ordering and invoice documents. 


XIV. CHANGES IN THE WORK 


A. City’s Right to Change Work 


The Chief Procurement Officer and the Commissioner reserve the right to jointly order, in 
writing, changes in the Work or the Contract Time without prior notice to your surety. You 
are obligated to perform in a timely manner the changed Work included in the written notice 
from the Chief Procurement Officer and Commissioner. These changes may consist of 
additions, deletions, or other revisions, at the discretion of the City. You must begin the 
changed work upon receipt of a Field Order, signed by the Commissioner, with the prior 
written approval of the Chief Procurement Officer, unilaterally directing changes in the Work 
or Contract Time. 


B. Contractor’s Request 


Within 14 days of receipt of the written notice from the Commissioner, you must submit to 
the Commissioner a written request for adjustment to the Contract Price and/or Contract 
Time for the revised Work. 
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Contract Modification 
The final provisions of the Proposed Contract Modification, including the adjustment in the 
Contract Sum and/or the Contract time, if any, will be incorporated into a written Contract 
Modification signed by the City and you. 


Contractor's Release 


All Contract Modifications constitute a full release of the City from any liability for any 
additional compensation or extension of time arising or resulting from the Work performed 
pursuant to the Contract Modification. By executing a Contract Modification, you accept the 
compensation and/or time extension provided in it in full accord and satisfaction for that 
Contract Modification, and you expressly waive, release and relinquish all additional claims 
and demands relating to or arising out of the matters covered by that Contract Modification, 
including direct or indirect cost, profit, or damages related to disruptions. 


Performance of Changed Work 


You must promptly proceed with any changes in the Work or Contract Time as directed by a 
written order of the Commissioner (“Field Order”), in accordance with Section XIV.A., “City’s 
Right to Change Work,” with or without any Contract Modification. Your refusal or failure to 
proceed promptly with the changed Work as directed constitutes an event of default under 
the Contract. No change to the Work by you as directed by the Commissioner will operate 
to invalidate the Contract or release your surety. 


Change Claims and Disputes 
If you and Commissioner are unable to agree on the price and/or time extension in 
connection with a change, the procedures set forth in Article XIX, “Claims and Disputes,” will 
govern. 


XV. TESTING & INSPECTION 


A. 


B. 


Material, Inspection and Responsibility 


The City has the right to inspect all materials, equipment and each part or detail of Work, at 
any time, to be used in carrying out this Contract. The City does not assume any 
responsibility for the availability of any materials or equipment required under this Contract. 
You are responsible for all materials, components and completed Work furnished under this 
Contract. The City may reject materials, components or completed Work not complying with 
the terms and provisions of this Contract and you must replaced it or them at no additional 
cost to the City. You must promptly remove any rejected materials or components rejected 
from the City’s premises at no additional cost to the City after you receive notice from the 
City that the materials or components have been rejected. 


Inspection of the Work 


1. All materials and equipment and each part or detail of the Work are subject at all times 
to inspection by the Commissioner or the Commissioner's authorized representatives. 
You are held strictly to the requirements of the Contract with respect to quality of 
materials, workmanship and the diligent execution of the Contract. Inspection may 
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include mill, plant, shop and field inspection of any material or equipment furnished and 
any installation and construction under the Contract. You must allow the Commissioner 
and his representatives access to all parts of the Work and furnish such information and 
assistance as may be required to make a complete and detailed inspection. 


2. All tests performed by or at the direction of the Commissioner under this Contract are to 
verify that the materials you are providing meet the Contract requirements. You, at your 
own expense, may perform or have others perform similar tests for the purpose of 
maintaining the quality of the material being provided. Payment will not be made for 
uninspected or unauthorized use of materials incorporated into the Work. 


3. You must remove or uncover such portions of the finished Work as the Commissioner 
may direct before acceptance. After the examination, you must restore the portion of the 
Work to the standard required by the Contract. If the Work thus exposed or examined 
proves acceptable, the City will pay the expenses of uncovering, removing and/or 
replacing the parts as extra work, but if the Work so exposed or examined is 
unacceptable, you must bear the expense of uncovering, removing and/or replacing of it 
in accordance with the Contract. 


4. Except as may be otherwise specified in other sections of the Contract, the 
Commissioner will make final inspection of all Work included in the Contract as soon as 
possible after you notify him that the Work is substantially completed and ready for 
acceptance. If the Work is not acceptable to the Commissioner at the time of the 
inspection, he or she will inform you as to the particular defects to be remedied before 
the Work is accepted as substantially complete. 


C. Materials and Equipment Testing and Inspection 


1. You must provide the Commissioner sufficient notice of placing orders to permit tests to 
be completed before the materials are incorporated into the Work. You must afford such 
facilities as the Commissioner may require for collecting and forwarding Samples and 
making inspections and test. All Samples must be furnished without charge to the 
Commissioner. You must not make use of or incorporate into the Work the materials 
represented by the Samples until tests have been made and the materials have been 
found to be in accordance with the requirements of the Contract. 


2. For materials that are integral parts of machinery or equipment or of parts of equipment 
that you or your Subcontractor normally stock, you must furnish the original and one 
copy of certified tests made at the time of production. You will keep the original and the 
Commissioner will retain the copy. 


3. You must assure that the Commissioner has free entry, at all times while Work is being 
performed, to all parts of the manufacturer’s works that concern the manufacture of the 
material or equipment ordered. The Commissioner must be permitted to examine all 
components and subassemblies. Assemblies and parts must be numbered for 
identification. You must provide the Commissioner with a detailed production schedule 
before the first inspection. After review of the schedule, the Commissioner will inform 
you of the methods, extent of inspection, facilities desired and date of inspection. You 
will afford the Commissioner without charge, all facilities necessary to determine that the 
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material or equipment furnished are in accordance with the Contract. Test and 
inspection may be at the place of manufacture before shipment. 


If for any reason, the City elects not to make the tests, the Commissioner may direct you 
to make the necessary tests. You must furnish a certification of the ordered tests after 
completion. The Commissioner reserves the right to inspect and reject all materials or 
equipment that were previously inspected and accepted at the place of manufacture or 
source of supply, after they were delivered to the Work site, if the materials or equipment 
do not meet the requirements of the Contract. 


When an inspection trip is terminated due to insufficient materials, unacceptable quality, 
Contractor labor problems, or Contractor equipment problems, you must pay the City its 
costs for any additional inspection trip. 


The Contract documents may require you to include the cost of travel and living 
expenses for a specific number of City employees and/or other persons for a specific 
test. The manufacturer or you must furnish a certification of the ordered tests after 
completion. The Commissioner reserves the right to reinspect and reject all materials or 
equipment that have been previously inspected and accepted at the place of 
manufacture or source of supply, after they have been delivered to the site if the 
materials or equipment do not meet the requirements of the Contract. 


Unless otherwise provided, all materials will be sampled and tested in accordance with 
the latest published standards and methods of the American Society for Testing and 
Materials (ASTM) and any revisions of them. If there are no ASTM standards that apply, 
applicable standard methods of other recognized standardizing agencies will be used. 
You must provide the name and qualifications of any such standardizing agency to the 
Commissioner for review and approval. 


Testing Laboratory Labels 


You must submit all equipment containing electrical wiring to the City for acceptance before 
installation. All electrical components that you furnished and installed or assemble under 
this Contract must be approved and so labeled by one of the following Testing Laboratories: 


1. 


a Oo a Foe 


Underwriters’ Laboratories (UL) 

Canadian Standards Association (CSA) 

Electrical Testing Laboratory of New York (ETL) 
Illinois Institute of Technology research Institute (IITRI) 
American Gas Association (AGA) 

Factory Mutual Research Corporation (FMRC) 
Maintenance and Electrical Testing (MET) 

American Research Lab (ARL) 


Any electrical unit comprised of a number of components, assembled at the factory and 
considered custom made, must bear one of the above labels for the entire unit as well as for 
each component. 
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You must pay all costs in obtaining a testing laboratory label at no additional cost to the City. 
Any delays in completion of the Work caused by the manufacturer of equipment in obtaining 
the required testing laboratory labels and the City approval are not grounds for an extension 
of time beyond the time of completion indicated in the Contract. 
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XVI. CONTRACTOR PRACTICES AT SITE 


A. 


B. 


Cooperation Among Contractors 


You must conduct the Work so as not to interfere with or hinder the progress or completion 
of the work being performed by other contractors within or adjacent to the Work site. You 
must assume all liability, financial or otherwise, in connection with this Contract, and must 
protect and save harmless the City from all damages or claims that may arise because of 
inconvenience, delay, or loss experienced due to the presence and operations of other 
contractors working within the limits of the Work. You must assume all responsibility for 
Work not completed or accepted due to the presence and operations of other contractors. 
You must coordinate and tie-in, where appropriate, your Work with that of others in an 
acceptable manner and perform the Work in proper sequence to the work of others. When 
other contractors cause any damage to the Work that you performed, you must file claims 
with the other contractors, and not against the City, and you must obtain compensation for 
damage directly from those other contractors. 


Protection of Persons and Property 


1. Protection of Existing Structures and Property. You must avoid causing damage to 
trees, plant life, sidewalks, curbs, streets, alleys, pavements, utilities, adjoining property, 
the work of other contractors and the property of the City and others, and must, at your 
own expense, repair any damage that you or any Subcontractor may cause. 


You are responsible for loss or damage by fire or theft of equipment, material, or other 
property of the City, incurred while the equipment, material or other property is located in 
any field office or on the site of the Work. Further, you must repair or replace any such 
equipment, material or other property so lost or damaged, to the satisfaction of the 
Commissioner, at no additional cost to the City. 


You must familiarize yourself with the requirements of local and state laws applicable to 
underpinning, shoring and other Work affecting adjoining property and, wherever and 
whenever required by law, site conditions or standard industry practice, you must shore- 
up, brace, underpin, secure and protect all foundations and other parts of existing 
structures adjacent to, adjoining and in the vicinity of the Work site that may be in any 
way affected by the excavations or other operations connected with the Work to be 
performed under this Contract. 


You are responsible for the giving of all required notices to any adjacent or adjoining 
property owner or other potentially affected party. The notice must be served in 
sufficient time so as not to delay the progress of the Work under this Contract. 


You must take such precautions as are necessary to insure the safety of private property 
owners, lessees, and their invitees against injury caused as a result of settlement or 
displacement of structures. You must immediately proceed with all shoring or other 
Work necessary to restore the private property owner's property to a safe condition. If 
you fail to undertake the Work within 24 hours after written notice by the Commissioner, 
the City may proceed to repair or restore any such structure to a safe condition, and the 
cost of it will be deducted from any compensation due, or that may become due to you. 


If, in the prosecution of the Work, it is necessary to excavate or occupy any street, alley, 
or public grounds of the City, you must erect and maintain such barriers, and, during the 
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night time, such lights as will effectively prevent the happening of any accidents or 
damage to life, limb, or property in consequence of such excavation or occupation of 
such street, alley, or public grounds. You are liable for all damage occasioned by you, 
your agents, employees or Subcontractors of any tier in the excavation or occupation of 
any street, alley, or public grounds, and you must indemnify the City pursuant to Article 
XVIII, “Insurance, Indemnity and Bonds.” 


Upon Final Completion and Final Acceptance of the Work, you must remove all 
machinery, equipment, materials, false work, rubbish or temporary structures and leave 
the Work site and the premises of any private property owners in as good condition as 
they were before commencement of Work. 


Materials and equipment necessary for the performance of the Work may only be 
placed, stored or allowed to occupy any space in public streets or alleys upon the written 
consent of the Commissioner. It is the City’s intent that the operations under this 
Contract are conducted as far as practicable without interference with the public use of 
streets and alleys. All materials or equipment used in the performance of the Work must 
be placed so as not to impede traffic on streets and alleys adjacent to the site of the 
Work, and to allow free access to all fire hydrants, water valves and manholes that are a 
part of electric, telephone and telegraph conduit lines, fire alarms and police call boxes 
in the vicinity. 


In removing existing pavements, sidewalks, curbs, gutters, walls, foundations, vaults and 
other structures, the use of any type of impact device in a manner that might damage 
buildings or their foundations, or other underground structures and utilities is not 
permitted. 


You must indemnify and hold the City harmless from any damage due to settlement or 
the loss of lateral support of adjacent or adjoining property and from all loss or expense 
and all damages for which the City may become liable in consequence of the injury or 
damage to adjacent and adjoining structures and their premises. Your indemnity 
obligations will survive the expiration or termination of this Contract and include and 
apply to any liabilities and duties placed upon the City as owner or occupant of the 
property on which the improvements provided for in this Contract are to be constructed, 
by the provisions of an Act entitled "An Act to Prescribe the Duty of an Owner or 
Occupant of Lands Upon Which Excavations are Made in Reference to the Furnishing of 
Lateral and Subjacent Support to Adjoining Lands and Structures Thereon.” See of 765 
ILCS 140/0.01 et seq. 


2. Existing and Proposed Utilities. The Contract may show existing utilities lying within the 
limits of the Work, such as sewers, manholes, catch basins, gas lines, water lines, 
telephone and electrical duct lines, CTA facilities, and similar structures. The City does 
not guarantee the completeness or accuracy of the information regarding utilities, 
whether public or privately owned. You must make your own investigation to determine 
the existence, nature and location of all utilities at the Work site. You must verify the 
exact location of all utilities that may interfere with performance of the Work and must 
report to the Commissioner any differences from the locations shown on the Contract. 


You must so arrange and conduct your Work that utilities may be removed, relocated or 
supported during excavation and maintained in service until the Work is completed. In 
addition, you must arrange and conduct your Work that utilities may be replaced, 
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rearranged or relocated before backfill being placed. You must cooperate with the 
owners of those utilities in the performance of the Work. 


Where existing utilities are abandoned and it is necessary to remove them due to the 
performance of the Work, you must remove them at no additional cost to the City, and 
they will become your property. 


It is your responsibility to protect those existing utilities that are to remain in operation 
during and after completion of the Work, and any new utilities installed by others during 
the performance of the Work. You will be held fully responsible for any damage resulting 
from your performance of the Work, and will be required to repair, replace or reconstruct 
any utilities damaged, at your own expense, to the satisfaction of the Commissioner. 
The protection of the utilities as specified in this Contract must be at no additional cost to 
the City. 


3. Utilities Outside the Limits of the Work. You must protect and maintain City-owned water 
lines, sewers, connections and appurtenances and all City-owned electrical conduits, 
cables, vaults and appurtenances that are located entirely outside the limits of the Work 
in a satisfactory manner until the completion of the Work. Whenever in the performance 
of the Work it is necessary, because of the nature of the Work or because of your 
method of performing the Work, to support, remove, replace, relocate, rearrange, adjust 
or repair such City-owned structures located entirely outside of the excavations, you 
must notify the appropriate City department to perform the Work, and must cooperate 
with the department in preserving service. You must reimburse the appropriate City 
department for the cost of performing the Work at no additional cost to the City under the 
terms of this Contract. 


4. Utility Relocation and Continuance of Service Plan. You must prepare a Utility 
Relocation and Continuance of Service Plan, identifying procedures, locations, time 
frames and affected agencies and private owners. The Plan must be submitted to the 
Commissioner for review within 14 days after the Notice to Proceed. 


5. Cooperation with Utilities. You must cooperate with all utility companies involved in 
connection with the removal, temporary relocation, reconstruction, or abandonment by 
these agencies of all services or facilities owned or operated by them within the limits of 
the Work. 


6. Work Performed by Others. The Work must be performed with a minimum of 
interference to street traffic in the area. You must coordinate your Work with that of 
other City contractors, with contractors employed by adjacent property owners, and with 
contractors employed by any other party or parties for work on utilities to insure the best 
progress of the Work as a whole. 


7. Preservation and Protection of City Standard Bench Monuments and Survey Controls. 
You are responsible for the preservation and protection of all City Standard Bench 
Monuments, in accordance with the provisions of § 10-4-220 of the Municipal Code and 
Article 105.09 of the Standard Specifications, and as directed by the Commissioner. Any 
survey control point that you disturb or remove you must replace or reestablish to the 
satisfaction of the Commissioner, at no additional cost to the City. DAMAGE TO ANY 
OF THE CITY STANDARD BENCH MONUMENTS WILL RESULT IN YOUR BEING 
PROSECUTED TO THE FULL MEASURE OF THE LAW. The Department of General 
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Services will pursue the matter of compensation for damages incurred by the City 
resulting from your actions or your failure to act during the execution of Work on this 
project. 


8. Protection of Streets and Traffic. You must provide all necessary barricades, signs, 
flags, lights and reflectors. You must assure that vehicular and pedestrian traffic on all 
streets, including adjacent streets, bridges, overpass structures and ramps is maintained 
during the performance of the Work in accordance with the requirements of the Contract. 


9. Temporary Restoration of Trench Cuts. Failure to maintain the temporary restoration of 
trench cuts, which causes the surrounding work area to be in an impassable and/or 
hazardous condition thereby creating undue inconvenience and danger to area residents 
is an event of default under this Contract. 


10. Temporary Barriers, Signs, Lights and Flaggers. You must furnish, relocate and remove 
portable barricades and lights, collision protection, temporary signs (including traffic and 
project signs) and supports as directed by the Commissioner; and furnishing all 
necessary flaggers and other protection necessary for the maintenance of traffic flow in a 
safe and orderly fashion, as required by Article 107.14 of the IDOT Standard 
Specifications, except as otherwise specified in the Contract. 


You must maintain, repair or replace all damaged or destroyed appurtenances 
referenced in the immediately preceding paragraph throughout the life of the Contract. 
Maintenance includes cleaning of the barricades and traffic signs by means of clean 
water. Flaggers must be provided whenever circumstances warrant. 


The barricades must be erected, moved, repaired and repainted as required. Upon the 
completion of the Work, all barricades remain your property and must be promptly 
removed from the Work site. 


11. Historical and Scientific Specimens. You must preserve and deliver to the 
Commissioner any specimens of historical or scientific value encountered in the Work, 
as directed by the Commissioner. 


C. Protection of Streets, Alleys and Public Grounds 


When excavating or occupying any street, alley or public grounds of the City, you must erect 
and maintain temporary barriers and, during the night time, lights that will effectively prevent 
accidents or damage to life, limb or property in consequence of the excavation or occupation 
of the street, alley or public grounds. You are liable for all damages as a result of the 
excavation or occupation of any street, alley or public grounds, or by the carelessness of 
you, your subcontractors, agents, employees or workers and must indemnify and hold 
harmless the City against all judgments rendered against it by reason thereof. 


D. Protection of Existing Trees in the Right of Way 


1. In accordance with the provisions of Chapter 10-32 of the Municipal Code you must 
protect all trees and shrubs at the construction site from damage. You must restore all 
damaged parkways to their original condition and repair or remove and replace any trees 
and shrubs damaged as a result of construction activity (as determined by the 
Department of Streets and Sanitation, Bureau of Forestry) at your expense. If any trees 
or shrubs damaged by construction activity must be removed and replaced, and trees or 
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shrubs of comparable size, type, and value are unavailable or the time for planting is 
unsuitable, the City will charge you their appraised value determined as provided under 
§ 10-32-200 of the Municipal Code, which amount the City will deduct from amounts due 
you, or, if no amounts are due, then you must promptly pay the City the amounts 
determined. Any tree greater than 4" D.B.H. that is permanently damaged due to the 
construction project and not originally marked for removal must be replaced with a new 
tree as identified by the Bureau of Forestry and must have a minimum of 4" caliper B&B. 
Any damaged tree smaller than 4" caliper measured 6" above the ground must be 
replaced in kind, inch for inch. 


2. You must install a protection barrier or temporary fence of at least 1.2m (4 feet) in 
height around each tree to be protected and preserved. The tree protection must be 
installed before the actual construction starts and maintained for the duration of the 
project. 


Within this protection zone, you must prevent construction materials from being stored, 
equipment from being operated and temporary storage buildings or work trailers from 
being placed. 


The protection barrier must be constructed of orange snow fencing securely fastened to 
fence posts spaced a maximum of 1.5 m (5 feet) on center. Posts are 1.8m (6 feet) in 
length with 61 cm (2 feet) set into the ground and 1.2m (4 feet) extending above 
ground. The fencing must be attached to the post with a minimum of four nylon locking 
ties evenly spaced at each post. 


Dimensions of the protection barrier are as follows: 


Trees located in Tree Pits: Where trees are located within Tree Pits, the temporary 
fencing should be installed at a minimum distance of the inside dimension of the Tree Pit 
opening with one stake at each corner of the opening. 


Trees located in Parkways or Boulevards: 


Small Trees (<9" D.B.H.): Minimum 1.5m (5 feet) from face of tree along the parkway 
length. In the dimension bordered by the public sidewalk or curb, the temporary fencing 
must be the width of the grass parkway with a maximum offset of 30cm (1 foot) from 
back of curb or edge of sidewalk. In no case must the closure be less than 61cm (2 feet) 
from the centerline of the tree. 


(Example: 6" Tree in a 6' parkway as measured from back of curb to sidewalk. The 
dimension of the protection fencing would be 1.2m x 3m (4' x 10’) with tree in the center). 
Note: Larger grass parkways (>12') may allow for a ten foot by ten foot (10' x 10'). Thus, 
the dimension bordered by the sidewalk or curb would not affect fencing distance. 


Medium (10"to 15" D.B.H.): Minimum of ten (10) feet from face of tree along the 
parkway length. In the dimension bordered by the public sidewalk or curb, the fencing 
must be the width of the grass parkway with a maximum offset of one foot from back of 
curb or edge of sidewalk. In no case must the closure be less than two feet from the 
centerline of the tree. 


Large (>15" D.B.H.): Minimum of 15 feet from face of tree along the parkway length. In 
the dimension bordered by the public sidewalk or curb, the fencing must be the width of 
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the grass parkway with a maximum offset of one foot from back of curb or edge of 
sidewalk. In no case must the closure be less than two feet from the centerline of the 
tree. 


E. Care of Existing Structures and Property 


1. Property Access Maintenance Plan. You must prepare a Property Access Maintenance 
Plan consistent with the requirements of the Contract. The plan must be submitted to 
the Commissioner for review within 14 days after award of the Contract. You must 
comply with all applicable Federal, State, and local requirements. You must also comply 
with the following requirements: 


Maintain vehicle and pedestrian access to properties; 
Maintain pedestrian access on both sides of all streets; 
Provide access walkways to all buildings and businesses; 
Sidewalks must remain open to the maximum extent possible; 


Provide temporary relocation of access, where required; 


~ 9 29 5 D 


Provide advisory and temporary signs for pedestrian and vehicle access changes 
and reroutings; and 


g. Coordinate delivery locations and timing. 


2. Before doing any Work adjacent to or on the site of any buildings or other structures 
adjoining or in the line of the Work to be performed under the Contract, you must supply 
written notice of it to the owner or owners that the Work is to be done, and must 
cooperate with the owner(s) in the maintaining, removing, relocating, rearranging or 
adjusting wherever necessary, of all basements of buildings, subsidewalk vaults, 
tunnels, conduits, wires, poles, pipes, gas mains, cables, steam and street railway tracks 
and equipment, or other appliances and structures located in any portion of the streets, 
public areas, highways and easements to be occupied or used during the prosecution of 
the Work. 


3. Wherever in the performance of the Work it is necessary to remove, reconstruct, 
relocate, rearrange, adjust or repair City-owned sewers, catch basins, manholes, inlets, 
sewers connections and appurtenances by reason of the fact that the structures and 
appurtenances pass through or are located within the limits of the Work as shown on the 
plans, or ordered by the Commissioner you must perform the Work necessary to 
remove, reconstruct, relocate, rearrange, adjust or repair those structures and 
appurtenances, unless otherwise noted on the plans. 


a. The Commissioner will, at his sole discretion, direct you to modify your method of 
Work to interfere as little as possible with the normal conduct of business in or 
around the portions of the buildings or structures in use. 


b. The building or structures may be in full time use and operation and will continue in 
normal use during performance of the Work. Building facilities, including heating, 
ventilation, and air conditioning, lighting and plumbing, will not be interrupted in the 
occupied areas, except as required for making connections to power sources as 
specified below. 
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c. You will serve written notification to the Commissioner requesting any anticipated 
interruption in facilities at least two weeks before disruption of services. You must 
provide any temporary facilities deemed necessary by the Commissioner due to a 
disruption of services. The Commissioner, in his sole discretion, will determine the 
procedures, times of day and dates you may accomplish the Work and may reject or 
modify your request. 


d. Storage of all material and/or equipment must be in areas approved by the 
Commissioner, in a manner to minimize interference with the normal conduct of 
business in or around the occupied portions of the building and vehicular areas. 


4. You must not perform Work on City-owned water mains, connections and appurtenances 
or on any City-owned electrical conduits, cables, vaults and appurtenances unless the 
City has abandoned the structure and the Commissioner has authorized the Work or the 
Work is included in the Contract. But, you must adjust City-owned water manholes and 
electric manholes that are shown as “to be adjusted” on the plans. 


a. You must protect and maintain in a manner satisfactory to the Commissioner, protect 
and maintain all City-owned water mains, connections and appurtenances and all 
City-owned electrical conduits, cables, vaults and appurtenances that are located 
entirely outside of the neat lines of the excavation as shown on the plans or as 
ordered by the Commissioner, until the completion of the Work under the Contract. 
Whenever in the performance of the Work under the Contract it becomes necessary 
because of the nature of the Work required by the Contract or because of your 
method of performing the Work, to support, remove, replace, relocate, rearrange, 
adjust or repair those City-owned structures located entirely outside of the 
excavations, you must notify the appropriate City Department to perform the Work, 
and must cooperate with the Department in preserving service in or through them. 
You must reimburse the appropriate City Department for the cost of performing the 
Work, and the cost must be included in the various Contract prices. 


b. Without cost to you the City will support, protect and maintain all City-owned water 
mains, connections and appurtenances and all City-owned electrical conduits, 
cables, vaults and appurtenances, any part of which is located inside of the neat 
lines of the excavations as shown on the plans or ordered by the Commissioner, or it 
will remove, replace, relocate, rearrange, adjust, or repair them, both inside and 
outside of the excavations. You, however, must adjust those City-owned water 
manholes and electric manholes that are shown as “to be adjusted” on the plans. 
Whenever in the performance of the Work under the Contract it becomes necessary 
to support, protect, maintain, remove, replace, relocate, rearrange, adjust or repair 
such City-owned structures any part of which is located inside of the excavations, 
you must notify the appropriate City department to perform the Work and must 
cooperate with the department in preserving service in or through them. 


c. With the exception of the City-owned water mains, connections and appurtenances 
and the City-owned electric conduits, cables, vaults and appurtenances described 
above, and with the exception of City-owned structures that are to be removed or 
otherwise Worked upon as part of the requirements of the Contract, you must 
support, protect, maintain or relocate and rebuild all poles, trees, shrubbery, fences, 
sewers, pipes, conduits, cables, wires, manholes, tunnels, buildings, subways and 
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other City-owned structures that pass through and are located within the excavations 
or that are adjacent to the Work to be constructed under the Contract during the 
construction and until the completion of the Work under the Contract. 


5. You must notify and cooperate with the owners thereof in maintaining, removing, 
relocating, rearranging, or adjusting wherever necessary, all basements of buildings, 
subsidewalk vaults, tunnels, conduits, wires, poles, pipes, gas mains, cables, steam and 
street railway tracks and equipment or other appliances or structures located in any 
portion of the streets, public areas, highways and easements that are to be occupied or 
used during the construction of the Work specified under the Contract. 


a. Wherever in the performance of the Work specified under the Contract it becomes 
necessary to remove, replace, rearrange, adjust or repair City-owned sewers, catch 
basins, manholes, inlets, sewer connections and appurtenances by reason of the 
fact that the structures and appurtenances pass through or are located within the 
limits of the excavations as shown on the plans or ordered by the Commissioner, you 
must perform the Work necessary to remove, replace, relocate, rearrange, adjust or 
repair the structures and appurtenances. The cost of performing the Work must be 
included in the Contract price. 


b. Wherever in the performance of the work specified under the Contract it becomes 
necessary to support and maintain City-owned sewers, catch basins, manholes, 
inlets, sewer connections and appurtenances or wherever it becomes necessary as 
a result of your methods of construction during the Work under the Contract, to 
remove, replace, relocate, rearrange, adjust, or repair City-owned sewers, catch 
basins, manholes, inlets, sewer connections and appurtenances (other than those 
specified in the last preceding paragraph) you must perform the Work necessary to 
support, maintain, remove, replace, relocate, rearrange, adjust or repair the 
structures and appurtenances, and you must bear the cost of the Work without any 
additional compensation for it. 


c. It is the intention of the specifications that you include in the appropriate Contract 
Price or prices, all necessary cost and expense of supporting, maintaining, removing, 
replacing, relocating, rearranging, adjusting or repairing all City-owned appliances 
and structures (other than City-owned water mains, connection and appurtenances 
and City-owned electrical conduits, cables, vaults and appurtenances described in 
Section XVI.E.4.b), encountered in or affected by the Work, and that you must also 
include in the price or prices all necessary cost and expense of removing structures 
that have been or will be abandoned by their owners and that are necessary to be 
removed in order to construct work under the Contract, but you must not include in 
the price or prices the cost or expense of supporting, maintaining, moving, replacing, 
relocating, rearranging, adjusting or repairing those appliances or structures that are 
not owned by the City and are not abandoned by their owners, except as may be 
otherwise specified below in this Section. 


6. You must take all reasonable precautions for the protection of buildings, railroad tracks, 
street railway tracks and appurtenances, and other appliances and structures not owned 
by the City. 
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7. You must determine the methods to be employed, the procedure to be followed, the 
equipment, plant, falsework, shoring, bracing and other temporary structures and 
equipment to be used on the Work, subject to the requirements of the Contract and the 
approval of the Commissioner. Only adequate and safe procedures, methods, 
structures and equipment must be used. 


8. You must provide drawings and calculations for all equipment, falsework, shoring, 
bracing and other temporary structures required for the Work, designed, signed and 
sealed by an Illinois licensed structural engineer. You must submit copies of all such 
drawings and calculations to the Commissioner for information only. 


9. Field Check of Dimensions, Cutting and Patching. Where the Work connects to existing 
structures or appurtenances, you must take complete field measurements affecting all 
Work under this Contract and are solely responsible for the proper fit between the Work 
and existing structures or appurtenances. You must perform all cutting, patching, or 
fitting of Work that may be required to properly fit together the several parts of the Work 
and the existing structures or appurtenances. 


10. Contractor's Layout of the Work. You are responsible for the correct lay-out and 
accurate fitting of all parts of the Work. You must furnish at your own expense all labor, 
materials and other expenses necessary for, or incidental to, the setting and maintaining 
of lines and grades (exclusive of the Work of establishing the original reference base line 
and bench marks that will be performed by the City). No separate payment to you for 
the cost of any of the Work specified in this Contract. The cost is included in the 
Contract unit or lump sum prices. 


11. Salvage of Materials. If and whenever City- owned property such as valves, cast iron 
manholes, catch basin frames and covers, inlet boxes and grates, or any other 
appurtenance are to be removed and are not to be reused in the Work, you must 
securely store them at a suitable place on the job Site for possible use by the City 
(unless otherwise stipulated). You must take care to prevent damage in your handling of 
these appurtenances. You must deliver all items identified by the City for reuse to a 
location designated by the Commissioner and must legally dispose of the remaining 
items. 


12. Wherever basements of buildings, subsidewalk vaults, tunnels, sewers, water, gas, 
telephone, telegraph, electric or other pipes, conduits, cables, wires, manholes, vaults, 
steam and street railway tracks or other similar structures and appliances not owned by 
the City are in or cross the excavations for structures to be built under this Contract, you 
must notify the owners of the structures and appliances to support, move, rearrange or 
abandon them, and cooperate with the owners of the structures and appliances in 
preserving the service or services provided by the structures and appliances, except as 
may be otherwise specified or provided in the Contract. If you have complied with the 
above requirements and has been notified by the owners of the structures and 
appliances that any of them have been abandoned, or lacking such notice, if you have 
made all investigations and has found that any of the above structures or appliances 
have been abandoned by their owners and if the removal of any such abandoned 
structure or appliance is necessary in order to construct the Work, you must remove 
them at no additional cost to the City. 
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13. Wherever basements of buildings, subsidewalk vaults, tunnels, sewers, water, gas, 
telephone, telegraph, electric or other pipes, conduits, cables, wires, manholes, vaults, 
steam and street railway tracks or other similar structures and appliances are adjacent 
to, but do not cut through or cross the excavations for structures to be built under the 
Contract, you must perform the Work in such a manner as to not cause damage to the 
structures and appliances and not interrupt their use during the progress of the Work. 


14. You must arrange to notify the owners of structures and appliances that are to be 
supported, maintained, removed, reconstructed, relocated, rearranged, adjusted or 
repaired by reason of the Work in ample time to permit them to do their work. The 
Commissioner may direct you to suspend your operations on that part of the Work that 
affects the structures and appliances until their owners have had time to perform the 
work. 


15. You must conduct the Work so that no equipment, material or debris is placed upon 
private property unless you have first obtained the owner's written consent thereto and 
provided this written consent to the Commissioner. You must take such means as may 
be required to prevent the creation of a public nuisance on any part of the Work site or 
adjacent streets or property. 


16. You must thoroughly clean all streets, pavements, sidewalks and parkways and all 
private property of all surface materials, earth and rubbish and restore them to as good 
condition as before the commencement of the Work. Where you have removed or killed 
sod, you must provide new live sod. Where the areas have been seeded, you must 
replace top soil equivalent to that removed, fertilize it, seed and roll it to the satisfaction 
of the owner of the land. You must replace all trees, shrubs and plants damaged in the 
proper season of the year with live, growing stock of the same kind and variety and of 
the size ordinarily used for planting purposes. 


F. Precautions and Safety 


1. You must take any precautions that may be necessary to render all portions of the Work 
secure in every respect, to decrease the liability of accidents from any cause and to 
avoid contingencies that are liable to delay the completion of the Work. You must 
furnish and install, subject to the approval of the Commissioner, all necessary facilities to 
provide safe means of access to all points where Work is being performed and make all 
necessary provisions to insure the safety of workers and of engineers and inspectors 
during the performance of the Work. You are required to conduct your Work so as not to 
unnecessarily obstruct the activities of other contractors who also may be engaged in 
work on this or any other project. 


2. Although the Commissioner may observe the performance of the Work and reserves the 
right to give you opinions and suggestions about safety defects and deficiencies, the City 
is not responsible for any unsafe working conditions. The Commissioner's suggestions 
on safety, or lack of it, will in no way relieve you of your responsibility for safety on the 
Work site. You have sole responsibility for safety and the obligation to immediately 
notify the Commissioner of all accidents. 
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3. Precautions must be exercised at all times for protection of persons (including 
employees) and property. The safety provisions of applicable laws and building and 
construction codes must be observed. 


4. You must provide completely equipped first aid kits readily accessible at all times on the 
Work site. You must designate an appropriately trained individual on each shift to be in 
charge of first aid. 


5. You must provide at appropriate locations fire extinguishers or other fire protection 
equipment that comply in all respects with the Municipal Code and NFPA standards. 
You must maintain this equipment in proper operating condition at all times and must 
cause the equipment to be inspected by all appropriate agencies as required by law, but 
in no event less than monthly. You must comply with the Municipal Code requirements 
on the use of standpipes, hoses and other fire protection equipment. 


6. Only such materials and equipment as are necessary for the construction of the Work 
under this Contract must be placed, stored or allowed to occupy any such space at the 
site of the Work. Not more than one day's supply of flammable liquids, including oil, 
gasoline, paint, or solvent is permitted to be kept on hand at any one time. If gasoline, 
flammable oils, other highly combustible materials or compressed gas cylinders are to be 
stored at the site, they must be stored in a secure manner, in compliance with all 
applicable laws, ordinances and regulations, and all storage places must be clearly 
marked. The written consent of the Commissioner is required for such storage. That 
consent in no way limits your liability for the materials. 


7. You must prohibit all lighting of fires about the premises and all smoking in restricted 
areas where posted with "NO SMOKING" signs, and you must diligently enforce this 
prohibition. You must furnish and post "NO SMOKING" signs. You must not permit any 
debris or waste materials to be burned at the Work site. 


G. Health, Safety and Sanitation 


1. Clean-Up. During construction, you must keep the Work site and adjacent premises as 
free from material, debris and rubbish as practicable. Haul roads, streets and public 
areas must be swept daily. Before Final Completion and Acceptance of the Work, you 
must remove from the Work site and adjacent premises all machinery, equipment, 
surplus materials, falsework, excavated and useless materials, rubbish, temporary 
buildings, barricades and signs and must restore the site to the same general conditions 
that existed before the commencement of the Work. The cost of final clean-up is 
included in the unit prices for the various items, or included in the Contract lump sum 
price, as the case may be. You must clean off all cement streaks or drippings, paint 
smears or drippings, rust stains, oil, grease, dirt and any other foreign materials 
deposited or accumulated on any portion of your Work, or existing facilities and 
structures, due to your performance of the Work. 


2. Snow and Ice Removal. You must remove snow and ice that may impair progress of 
Work, be detrimental to workers, or impair trucking to and from points of delivery at the 
Work site. 
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3. Glass Breakage. You must replace all glass broken or damaged during construction at 
no additional cost to the City. You must promptly remove all broken glass from the Work 
site. 


4. Noise and Vibration Control. All equipment, vehicles, and Work under this Contract must 
be conducted in accordance with the City Building Code, Chapter 11-4 of the Municipal 
Code, "Environmental Protection and Control," Article VIl - Noise and Vibration Control, 
so as to cause a minimum of noise, vibration and inconvenience to the activities of the 
occupants of property and buildings in the vicinity of the Work. When the Commissioner, 
in his sole discretion, determines that your operations constitute a nuisance, you must 
immediately proceed to conduct your operations in a manner that abates the nuisance. 
You must provide all measures, including engine and exhaust mufflers, acoustic casing 
enclosures, maintaining equipment, or physical barriers along the edges of the 
construction zone, required to minimize noise and vibration. Noise and vibration levels 
may be monitored by the Commissioner. 


5. Health and Safety. You must comply with the requirements of 29 C.F.R. part 1926 - 
Safety and Health Regulations for Construction, promulgated under the U.S. 
Occupational Safety and Health Act of 1970, as amended, 29 U.S.C. 651 ef seq. 
(OSHA). Copies may be obtained from the Regional Administrator of the U.S. 
Department of Labor, Federal Office Building, 230 S. Dearborn, Chicago, Illinois. 


You must comply with the requirements of the Illinois Health and Safety Act, 820 ILCS 
225/.01 et seq., and the rules and regulations promulgated under it by the Director of 
Labor for the State of Illinois, which are on file with the Illinois Secretary of State. 


Whenever a Federal OSHA Compliance Officer arrives at the work site, you must notify 
the Commissioner immediately. At the conclusion of the inspection, you must report any 
findings to the Commissioner. Copies of any citations issued and related documents 
must be submitted to the Commissioner. 


You must maintain the following records and make available to the Commissioner for 
review: (i) all records required by OSHA, including the accident log, Fed/OSHA #200, 
and posting of the prescribed OSHA poster; (ii) log of safety activities, accident 
investigation, employee instruction, training, tool-box meetings, and any other pertinent 
information; and (iii) Material Safety Data Sheets (MSDS) as required for each material 
you have used at the Work site. 


6. You must enforce among your employees such regulations in regard to cleanliness and 
the disposal of garbage and wastes that are necessary for their health and tend to 
prevent the inception and spread of contagious and infectious disease among them. 
You must provide an ample supply of suitable, pure drinking water, and must take such 
means as the Commissioner may direct to effectively prevent the creation of a nuisance 
on any part of the Work site or adjacent streets or property. You must construct and 
maintain necessary sanitary conveniences for the use of the laborers on the Work, 
properly secluded from public observation, in such manner and at such points as be 
approved, and their use must be strictly enforced. Whenever manholes have been used 
for sanitary proposes, they must be thoroughly flushed and cleaned when no longer 
needed. 
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The manner of disposing of waste must be such that all waste is disposed of without 
creating a public nuisance or health hazard and in accordance with Illinois Department of 
Public Health Circular No. 815, Educational Health Circular No. 4.001, and all Illinois 
Environmental Protection Agency rules and regulations. 


You must also comply with all rules and regulations of the Federal and State 
governments and the City Department of Public Health. 


H. Hazardous Operations and Security 


1. During construction, all cutting or welding operations must be carried out with all 
precautions taken to prevent fires resulting from sparks or hot slag. Extreme care must 
be exercised to determine that sparks or embers do not fall into any combustible 
materials, even if such material is stored on lower floors. Sheet metal wind screens 
must be provided around the lead-melting furnaces whether the Work site is enclosed or 
not. Portable fire extinguishers must be provided at and below all locations where 
cutting or welding or melting operations are being performed or, if those operations are 
extensive, a hose from the stand pipe system or fire hydrant must be placed nearby. 
You must obtain special permission from the Commissioner of Water and pay all 
associated connection fees. 


2. No welding, flame cutting, or other operations involving use of flame, arcs, or sparking 
devices, will be allowed without adequate protection. All combustible or flammable 
material must be removed from the immediate working area. If removal is impossible, 
flammable or combustible materials must be protected with fire blankets or suitable 
non-combustible shields to prevent sparks, flames or hot metal from reaching flammable 
or combustible materials. You must provide necessary personnel and equipment to 
control incipient fires resulting from welding, flame cutting, or other sources involving use 
of flame, arcs, or sparking devices. 


3. You must immediately report any concentration of gas fumes, and you are responsible 
for clearing the area and notifying the Commissioner and the appropriate utility company. 
All operations in the area must be suspended until the source of the fumes has been 
located and corrected. 


4. You must arrange for the installation of necessary fire protection lines and equipment as 
required by the Chicago Fire Department and as necessary to properly protect the Work 
site. Permanent fire protection facilities may be used for this purpose as soon as they 
are installed, tested and approved by the Commissioner for temporary use. 


5. Salamander heaters or similar forms of uncontrolled heaters must not be used except 
with the special written permission of the Commissioner and City fire marshal and then 
only when each salamander is maintained under constant supervision. 


Gasoline must be kept in and handled from approved safety cans. 


7. All tarpaulins used for any purpose must be made of fire, water and weather-resistant 
materials. 

8. You must furnish such watchmen as may be necessary to protect the public and those 
who are at or in the vicinity of the Work under this Contract, and to protect all materials, 
tools, machinery and equipment and all Work you have performed. 
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9. You must comply with all Federal and State and local occupational health and safety 
statutes, and any occupational health and safety standards promulgated thereunder; 
provide reasonable protection to the lives, health and safety of all persons employed 
under this Contract; furnish to all such persons a place of employment that is free from 
recognized hazards that are causing or are likely to cause death or serious physical 
harm; keep all persons employed under this Contract informed of your protections and 
obligations under the statutes; and provide all persons employed under this Contract 
with information regarding hazards in the workplace, including information about suitable 
precautions, relevant symptoms and emergency treatment. The Federal and State 
occupational health and safety statutes, and the rules and regulations promulgated 
thereunder, are considered part of this Contract as though fully set forth in this Contract. 


10. You must provide safety instructions and training for all workers. You must conduct 
weekly craft safety meetings (tool-box type) of reasonable length as an effective means 
of communicating safety issues to workers. Reports containing tool box discussion 
topics must be signed-off by all attendees and must be submitted to the Commissioner. 


l. Services and Use of Site 


1. Work Area. After receipt of the Notice to Proceed, you must propose a suitable working 
area subject to approval by the Commissioner. You must secure the space at your own 
expense. 


2. Temporary Services and Utilities. If specified in the Contract, you are responsible for 
arranging for and providing all general services and temporary facilities as specified in 
the Contract and as required for the proper and expeditious prosecution of the Work. 
You must pay all costs for those general services and temporary facilities. You must 
provide temporary connections for water, electricity and heat including installation, 
maintenance and removal of those facilities. You must pay the cost of all water, 
telephone, and electricity during the construction period. 


a. Water. You must provide temporary water connections as required for drinking and 
construction purposes. The Commissioner reserves the right to regulate the use of 
water and may impose restriction on the use if you are using water carelessly. You 
must provide water and facilities for obtaining water for sanitary purposes, drinking, 
mixing concrete and for all other purposes at your expense. You are not permitted to 
obtain the water from the mains of the Chicago water system, except as may be 
provided in the Contract. Except with special permission from the Commissioner and 
the Department of Water, you must not make connections for water to the City's fire 
hydrants. 


b. Light and Power. You must furnish the electricity and must furnish and install all 
wiring, electrical services, lighting units, insulated supports for wiring and all other 
electrical equipment together with all other incidental and collateral Work necessary 
for the furnishing of the temporary power and lighting facilities for the Work to be 
done under this Contract, all at no additional cost to the City. Electrical Work must 
be performed by a licensed electrician. 


c. Temporary Heating During Construction. You must provide temporary closures or 
enclosures for all exterior door, window, roof or other types of exterior openings as 
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required to provide protection from the elements during construction. It is your 
responsibility to keep water in pipes from freezing and to maintain temporary heat in 
areas where Work is being performed at not less than 50° Fahrenheit. Finish Work 
includes, but is not limited to masonry, plastering painting, millwork and other 
temperature sensitive Work. The Heating period is from approximately October 1 to 
May 30 unless conditions warrant otherwise. You must furnish, install, operate and 
maintain all required temporary heating equipment, and must provide and pay all fuel 
costs. 


3. Temporary Construction Facilities. Unless otherwise specified, you must provide and 
maintain the following temporary construction facilities throughout the construction 
period and remove them at the completion of the Work: 


a. Field Offices. Unless otherwise specified in Book 3, you must provide a temporary 
building or mobile type field office of such size and containing such equipment as 
you deem necessary to conduct the operations. The field office must be provided 
with a telephone for your superintendent and a pay telephone for use by others 
during the entire period of construction. The telephone must be removed promptly 
upon Final Completion and Acceptance of the Work. 


Unless otherwise specified in Book 3, you must supply a field office for the City's 
Superintendent consisting of a separate office facility. It must be of adequate size for 
efficient operations and be furnished with a desk, three chairs, 4-drawer file cabinet 
and a plan table. It must be equipped with electric lighting, heating, ventilating and 
cooling facilities. You must provide a separate telephone for City Superintendent's 
use. 


You must also provide and maintain in clean condition for Superintendent’s use, 
including toilet facilities, having a water closet and laboratory fixture connected to 
sanitary sewer and water service. Temporary toilet facilities must be located in the 
City's Superintendent's trailer and comply with City and State regulations relating to 
health and sanitation. The toilet facility must be serviced twice weekly and kept 
stocked with toilet paper, soap, and paper towels. 


b. Toilets. You must provide at least one portable chemical toilet for every 20 workers 
or fraction of that number at the Work site as soon as construction operations 
commence. Toilet facilities must be serviced, at a minimum, twice weekly, which 
includes draining tank and refilling and disinfecting the interior of each toilet unit, and 
keeping each unit stocked with toilet paper. Toilet facilities must be maintained 
during the term of the construction period and removed upon completion of the Work. 


c. Stove heaters in temporary offices and sheds must be properly installed to protect 
combustible walls, floors and roof. 


d. Storage of Materials. If it is necessary to store materials, they must be protected in 
such a manner as to insure the preservation of their quality and fitness for the work. 
All stored materials will be inspected at the time of use in the Work even though they 
may have been inspected and approved before being placed in storage. You may 
store materials in the areas provided as working areas by the Contract. If no areas 
are provided, or if the areas provided are insufficient, you must provide the space 
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required at your expense. Upon completion of the Work, you must clean and restore 
the storage sites and working areas to their original condition at your expense. 


All materials and equipment must be received at the Work undamaged. The 
Commissioner has the right to reject any method of packing and shipping that, in the 
Commissioner's opinion, will not adequately protect the materials and equipment 
against damage while they are in transit or storage or that will damage existing 
structures. 


e. Storage Sheds. You and each Subcontractor must provide suitable watertight 
storage sheds for your, or their own, use as needed. You and each Subcontractor 
are responsible for and must pay for any electric services to your or their storage 
sheds. However, the electrical Work must be performed by a licensed electrical 
Subcontractor. You are responsible for materials stored in the open; they must be 
arranged in an orderly manner and properly protected against the elements and 
damage. 


4. Working Space. You must provide working space for your own use and for each of your 
Subcontractors. It must provide sufficient space for benches, tools, material storage and 
for such other purposes as may be required to properly perform and expedite the Work. 
Allocation of such Work areas is subject to approval by the Commissioner. You must 
maintain all Work areas in a clean and orderly condition and take whatever precautions 
as may be necessary adjacent to the new Work. You must clean, repair or replace any 
damage to Work site due to improper protection at no additional cost to the City. 


5. Equipment and Falsework: You must determine the methods to be employed, the 
procedures to be followed, the equipment, plant, falsework, shoring, bracing, and other 
temporary structures and equipment to be used on the Work, subject to the requirements 
of the Contract. Only adequate and safe procedures, methods, structures, and 
equipment must be used. You must furnish and maintain and are solely responsible for 
all equipment such as temporary ladders, ramps, runways, hoists, scaffolding, and 
similar items required for proper execution of Work. All such apparatus, equipment and 
construction must meet the requirements of Federal, State and local laws concerning the 
safety and protection of employees. No hoist, scaffolding or other equipment must be 
erected at such location as will interfere with general construction or progress of other 
trades. Hoists, scaffolding or other equipment must be located at sufficient distance 
from exterior walls to prevent staining or marring of any permanent Work. All suspended 
scaffolding and staging must be lowered to ground level at the end of each work day. 


6. Project Signs. You must erect and maintain signs identifying the Project and indicating 
City, and to the extent applicable, State and Federal participation. Work under this item 
includes constructing and erecting project signs of the size and material specified in the 
Contract drawings. These signs must be erected in locations approved by the 
Commissioner and must be maintained throughout the term of this Contract. You are 
responsible for the immediate removal of graffiti. If you are notified of graffiti, you must 
remove such within 24 hours. The signs must not be removed until you receive such 
notice from the Commissioner. No separate payment will be made for furnishing, 
erecting and maintaining the project signs; it is incidental to the Contract. 
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Reports and Plans 
Daily Progress Reports. You and all Subcontractors must prepare and submit to the 
Commissioner daily progress reports on the various parts of the Work. The report must 
include the number of workers and the classification of the trades involved, equipment 
used and any pertinent information regarding possible delays in the Work. 


Procedures, Methods and Equipment. You will determine the methods to be employed, 
the procedure to be followed, the equipment, plant, falsework, shoring, bracing and other 
temporary structures and equipment to be used on the Work, subject to the requirements 
of the Contract. Only adequate and safe procedures, methods, structures and 
equipment must be used. Any approval, constructive or otherwise, by the Commissioner 
of such methods, procedures and equipment in no way relieves you of any of your 
obligations under this Contract. 


XVII. ENVIRONMENTAL REQUIREMENTS 


A. 


Compliance with Environmental Laws 


- You must comply with all Environmental Laws including those listed in the Economic 


Disclosure Statement and Affidavit (EDS),which you must execute and have notarized, 
and any analogous future local, State or Federal ordinance or statute, rule and 
regulation promulgated under or under the foregoing, and any other present or future 
law, ordinance, rule, regulation, permit or permit condition, order, or directive which 
regulates, relates to, imposes liability for or establishes standards of conduct concerning 
any Hazardous Materials that may be set forth by the Federal government, any state or 
any political subdivision thereof, or any agency, court or body of the Federal 
government, any state or any political subdivision thereof exercising executive, 
legislative, judicial, regulatory or administrative functions. 


If you are required under any Environmental Laws to file any notice or report of a release 
or threatened release of Hazardous Materials or Special Wastes on, under, or about any 
premises you use to perform the Work required under this Contract, you must provide a 
copy of the report or notice to the City. In the event of a release or threatened release of 
Hazardous Materials or special waste into the environment, or in the event of any claim, 
demand, action or notice is made against you regarding your failure or alleged failure to 
comply with any Environmental Law, you must notify the City pursuant to Section 
XVIIILC, “Disposal of Waste Materials, Construction Debris, Soils and Waste,” below. 


If you fail to comply with any Environmental Law, the City may terminate this Contract in 
accordance with the default provisions of this Contract and may adversely affect your 
eligibility for future contract awards. 


Environmental Permits 


. You must show evidence of, and keep current throughout the term of this Contract, all 


waste hauling, special waste hauling, disposal permits and insurance certificates 
required by Federal, State, City or other local governmental body or agency pursuant to 
any Environmental Law. 
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2. When requested by the Chief Procurement Officer, you must submit copies of all hauling 
permits required by any Environmental Law. Copies of all permits and insurance 
certificates that require periodic renewal must be forwarded to the Chief Procurement 
Officer throughout the duration of this Contract. Noncompliance with this requirement 
may be cause for rejection of the bid and/or termination of this Contract and declaring 
you non-responsible in future bids. 


3. Environmental Records and Reports. You are required to prepare and maintain proper, 
accurate and complete records of accounts of all transactions related to the performance 
of this Contract, including: 


a. Vehicle maintenance records; 
b. Safety and accident reports; 

c. IEPA or OSHA manifests; 
d 


Disposal records, including disposal site used, date, truck number and disposal 
weight, bills of lading, manifests, or other confirmatory receipts signed by a 
representative of accepting facility for each load of material; and 


e. Permit documentation and all other documentation and transactions pertaining to all 
Environmental Laws. 


C. Disposal of Materials, Construction Debris, Soil and Waste 


1. You are responsible for the proper disposal of all materials, construction debris, soil and 
other waste. Hauling and disposal by a Subcontractor does not relieve you from 
responsibility for proper disposal. Disposal of all materials, construction debris, soil, and 
other wastes must be at a disposal site that is properly licensed and permitted to accept 
the particular materials, construction debris, soil and other wastes delivered to it in 
accordance with all Environmental Laws. You must identify the disposal site(s) or 
transfer station(s) to which you have contractual access and for which proper, sanitary 
landfill permits and/or licenses have been obtained. 


2. You must provide the Commissioner or his designated representative with copies of all 
load tickets, manifests, bills of lading, scale tickets and other pertinent documents. 
When requested by the Chief Procurement Officer, you must provide copies of all 
permits and/or licenses for the proposed transfer station and/or landfill. If the transfer 
station and/or landfill you propose to use does not possess the necessary permits and/or 
licenses to accept the materials, construction debris, soil or other wastes, you must 
replace the transfer station and/or landfill submitted as part of their bid proposal at no 
additional cost to the City. If you dispose of materials, construction debris, soil or other 
wastes at a site that is not properly permitted, you will be responsible for all costs 
associated with the removal of the waste to a properly licensed/permitted landfill or 
disposal site. 


3. You must notify the Commissioner, within 24 hours, of receipt of any environmental 
complaints, fines, citations, violations or notices of violation ("Environmental Claim") by 
any governmental body or regulatory agency against you by any third party relating to 
the loading, hauling or disposal of materials, construction debris, soil or other wastes. 
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You must provide evidence to the Commissioner that any such Environmental Claim has 
been addressed to the satisfaction of its issuer or initiator. 


4. You must notify the City of any community meetings, media involvement or media 
coverage related to the loading, hauling or disposal of materials, construction debris, soil 
and other wastes under this Contract in which you are asked to participate. 


5. You must verify, in writing, whenever requested by the Commissioner, that all materials, 
construction debris, and other waste you accept from the City have been disposed of in 
compliance with all Environmental Laws. 


6. The form for identifying your debris disposal/handling site(s) and acknowledging terms 
and conditions relating thereto which you have executed and attached to this Contract is 
incorporated by reference (the “Form’). In addition to the representations and 
requirements contained in the Form, you acknowledge that unless otherwise authorized 
in writing by the Commissioner of Environment, you must not continue to use a 
disposal/handling site identified in the Form that (i) has been cited as being in violation of 
any environmental law or regulation or of any City ordinance; or (ii) does not have a 
necessary permit. If only one site was identified in the Form, you must arrange for a 
substitute disposal/handling site that meets the requirements specified in the Form and 
provide a revised Form to the Commissioner of Environment. You further acknowledge 
that any such substitution is at no additional cost to the City, regardless of the reason 
necessitating such substitution. 


D. Equipment and Environmental Control During Transport 


You must haul materials, construction debris, soil and other wastes in vehicles and/or 
containers complying with all applicable Environmental Laws. All equipment used to transfer 
materials, construction debris, soil and other wastes must be designed to prevent spillage 
during the hauling operation. Your equipment must fully comply with all City, State and 
Federal Regulations, laws and ordinances pertaining to size, load weight, safety and any 
Environmental Law. 


E. Environmental Control 


In performing the Work, you must become thoroughly familiar with all Federal, State, and 
local statutes, ordinances, and directives with respect to the elimination of excessive noise 
and pollution of air, water, and soil due to construction and other operations. Attention must 
be given to reduce the noise of heavy construction equipment and to the control of dust, 
smoke, and fumes from construction equipment and other operations on the Work site, and 
the dirt and noise created by heavy truck operations over City streets in accordance with 
ordinances of the City and orders of the Commissioner. The discharge of Hazardous 
Materials into waterways and City sewers is not permitted. 


F. Open Dumping Prohibited 


The removal of all recyclable material and garbage, refuse or other waste material, including 
broken concrete, bricks, rock, paving asphalt and incidental debris generated from all 
construction or demolition activities performed under this Contract, must be transported to a 
facility that is zoned and permitted to accept the material under Chapter 11-4 of the 
Municipal Code and all applicable local, State, and Federal regulations. 
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You must retain bills of lading, manifests, or other confirmatory receipts signed by a 
representative of accepting facility for each load of material and make them available to the 
City upon request 


G. Environmental Protection 


You must comply with, and must cause your Subcontractors to comply with, all Federal 
environmental and resource conservation laws and regulations, whether existing or 
promulgated later, as they apply to this Contract. You must include these provisions in all 
subcontracts. Some, but not all, of the major Federal laws that may affect this Contract 
include the National Environmental Policy Act of 1969, as amended, 42 USC §§ 4321 et 
seq.; the Clean Air Act, as amended, 42 USC §§ 7401 et seq. and scattered sections of 29 
USC; the Clean Water Act, as amended, scattered sections of 33 USC and 12 USC; the 
Resource Conservation and Recovery Act, as amended, 42 USC §§ 6901 et seq.; and the 
Comprehensive Environmental Response, Compensation, and Liability Act, as amended, 42 
USC §§ 9601 ef seq.. You and your Subcontractors must also comply with Executive Order 
No. 12898, “Federal Actions to Address Environmental Justice in Minority Populations and 
Low-Income Populations,” 59 Fed. Reg. 7629, Feb. 16, 1994; U.S. DOT statutory 
requirements on environmental matters at 49 USC § 5324(b); Council on Environmental 
Quality regulations on compliance with the National Environmental Policy Act of 1969, as 
amended, 40 CFR Part 1500 et seq.; and U.S. DOT regulations, “Environmental Impact and 
Related Procedures,” 23 CFR Part 771 and 49 CFR Part 622. 


1. Air Quality. You must comply with all applicable standards, orders, or regulations issued 
pursuant to the Clean Air Act, as amended, 42 USC §§ 7401 et seq. Specifically, you 
must comply with applicable requirements of U.S. EPA regulations, “Conformity to State 
of Federal Implementation Plans of Transportation Plans, Programs, and Projects 
Developed, Funded or Approved Under Title 23 USC or the Federal Transit Act,” 40 CFR 
Part 51, Subpart T; and “Determining Conformity of Federal Actions to State or Federal 
Implementation Plans,” 40 CFR Part 93; and National Emission Standards for 
Hazardous Air Pollutants (NESHAP), 40 CFR § 61.145. You further must report and 
require each Subcontractor at any tier to report any violation of these requirements 
resulting from any Contract implementation activity to the City and the appropriate U.S. 
EPA Regional Office. 


2. Clean Water. You must comply with all applicable standards, orders, or regulations 
issued pursuant to the Federal Water Pollution Control Act, as amended, 33 USC §§ 
1251 et seq. You further must report and require each Subcontractor at any tier to report 
any violation of these requirements resulting from any Contract implementation activity to 
the City and the appropriate U.S. EPA Regional Office. 


3. List_of Violating Facilities. You acknowledge that any facility to be used in the 
performance of the Contract or to benefit from the Contract must not be listed on the 
U.S. EPA List of Violating Facilities (“List”), and you must promptly notify the City if you 
receive any communication from the U.S. EPA that such a facility is under consideration 
for inclusion on the List. 


4. Preference for Recycled Products. To the extent practicable and economically feasible 
and to the extent that it does not reduce or impair the quality of the Work, you must use 
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recycled products in performance of the Contract pursuant to U.S. Environment 
Protection Agency (U.S. EPA) guidelines at 40 CFR Parts 247-253, which implement 
section 6002 of the Resource Conservation and Recovery Act, as amended, 42 USC § 
6962. 


H. Clean Diesel Fleet: Emissions Reduction (MCC 2-92-595) (where applicable) 


If this Contract is for construction, demolition, restoration, repair, renovation, environmental 
remediation or environmental abatement of any building, structure, tunnel, excavation, 
roadway, bridge, transit station or parcel of land and the estimated value of this Contract is 
$2,000,000 or more: 


Contractor must comply with the Clean Diesel Contracting Ordinance, MCC Section 
2-92-595. 


2. Contractor and any Subcontractor(s) must utilize Ultra Low Sulfur Diesel Fuel (ULSD) for 
any heavy-duty diesel-powered vehicle, non-road vehicle or non-road equipment used in 
the performance of the Contract. 


3. Contractor and any Subcontractor(s) must minimize idling of motor vehicles and 
non-road vehicles used in the performance of the Contract during periods of inactivity, 
and must comply with the anti-idling requirements imposed by any applicable federal, 
state, or local law. 


4. Contractor and any Subcontractor(s), may not use any of the following vehicles and 
equipment in the performance of the contract: 

(i) any heavy-duty diesel vehicle not meeting or exceeding the US EPA's emission 
standards for heavy-duty diesel vehicles for the 1998 engine model year, unless 
such vehicle is fitted with a verified diesel emission control retrofit device; or 

(ii) any non-road vehicle or non-road equipment not meeting or exceeding the US 
EPA's Tier 1 Non-road Diesel Standards, unless such vehicle or equipment is 
fitted with a verified diesel emission control retrofit device. 


5. Any heavy-duty diesel vehicles, non-road vehicles and non-road equipment used in the 
performance of this Contract must incorporate such engine or retrofit technology so that 
the Contractor, through such engine or retrofit technology used directly by the Contractor 
and all subcontractors, shall have a minimum of 3.0 clean fleet score per a reporting 
period, as calculated by using the methodology described in MCC subsection 2-92- 
595(c)(5). Contractor may exclude from the calculation of the clean fleet score up to fifty 
percent of all of the heavy-duty diesel vehicles, non-road vehicles and non-road 
equipment used in the performance of the contract during a reporting period that are 
owned or leased by any firm that the CPO has granted a clean fleet score annual waiver 
certificate pursuant to MCC subsection 2-92-595 (f). However, pursuant to MCC 
subsection 2-92-595(b)(6), if this contract is advertised after January 1, 2020, the 
minimum clean fleet score is increased to 4.0, and Contractor may exclude from the 
calculation up to only twenty five percent of vehicles owned or leased by a firm that has 
received a clean fleet score waiver certificate instead of fifty percent. 
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. The City may conduct an audit of the Contractor or inspect any vehicle or equipment 


used in the performance of the Contract to ensure compliance with the requirements 
specified above. In the event that Contractor or any Subcontractor fails to utilize ULSD or 
fails to minimize idling or comply with antiidling requirements, Contractor will be subject 
to liquidated damages of $5,000 per day for each violation and each day of 
noncompliance will be a separate violation; provided, however, the damages will not 
exceed $50,000 for any one vehicle or piece of equipment, as specified in MCC Section 
2-92-595(e). Such liquidated damages are imposed not as a penalty but as an estimate 
of the damages that the City will sustain from delay in completion of the project and 
inspection and other enforcement costs, as well as the resultant damages to the public 
health of its citizens, which damages by their nature are not capable of precise proof. 
The City is authorized to withhold and deduct from monies otherwise payable to the 
contractor the amount of liquidated damages due to the City. 


Contractor understands that pursuant to MCC subsection 2-92-595(e)(6), any person 
knowingly making a false statement of material fact to any City department with respect 
to compliance with the contract provisions specified in MCC subsection 2-92-595(e) 
Chicago may be fined not less than $1,000 or more than $5,000 for each statement. 


XVIII. INSURANCE, INDEMNITY AND BONDS 


A. 


Indemnity 


. You must protect, defend, indemnify, and hold the City, its officers, officials, 


representatives, and employees (collectively the “Indemnitees"), harmless from and 
against any and all claims, damages, demands, injury or death, in consequence of 
granting this Contract or arising out of or being in any way connected with your 
performance under this Contract except for matters shown by final judgment to have 
been caused by or attributable to the negligence of Indemnitees. This indemnification 
obligation is effective to the maximum extent permitted by applicable law. This indemnity 
extends to all legal costs, including attorney fees, costs, liens, judgments, settlements, 
penalties, professional fees, and other expenses incurred by the City, including fines and 
penalties imposed by public bodies, and the reasonable settlement of such claims. This 
indemnification obligation is not limited by any amount of insurance required under this 
Contract. Further, the indemnification obligation contained in this section will survive the 
expiration or termination of this Contract. 


. You will be solely responsible for the defense of any and all claims, demands, or suits 


against Indemnitees, including claims by your employees, subcontractors, agents, or 
servants even though the claimant may allege that the Indemnitees were in charge of 
the Work or alleged negligence on the part of Indemnitees. The City will have the right, 
at its sole option, to participate in the defense of any such suit, without relieving you of 
your obligations under this section. 


. "Injury" or "damage" as these words are used in this section will be construed to include 


injury or damage consequent upon the failure of or use or misuse by you, your 
Subcontractors, agents, servants, or employees, of any scaffolding, hoist cranes, stays, 
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ladders, supports, rigging, blocking or any and all other kinds of items of equipment, 
whether or not they are owned, furnished, or loaned by the Indemnitees. 


4. You will promptly provide, or cause to be provided, to the Commissioner and City 
Corporation Counsel copies of all notices that you may receive of any claims, actions, or 
suits that may be given or filed in connection with your performance or the performance 
of any Subcontractor and for which the Indemnitees are entitled to indemnification under 
this Contract and to give the Indemnitees authority, information and assistance for the 
defense of any claim or action. 


B. Contribution 


To the extent permissible by law, you waive any limits on your liability that you would 
otherwise have by virtue of the Worker's Compensation Act or any other related law or 
judicial decision (such as Kotecki v. Cyclops Welding Corporation, 146 Ill. 2d 155 (1991)). 
The City, however, does not waive any limitations it may have on its liability under the 
Worker's Compensation Act, the Illinois Pension Code or any other statute. 


C. Admiralty 


In addition, you waive the right to receive the benefits of or to invoke the protection afforded 
by_all maritime statutory limitations of liability, including the Limitation of Vessel Owner's 
Liability Act, 48 U.S.C. § 183 et seq., that could act to diminish your liability for any harm or 
damage arising from your performance of your obligations under the Contract in any manner 
or for all claims or other costs arising from or occasioned by your operations on any 
waterways, including Lake Michigan and the Chicago River. This provision is not intended 
to avoid or waive Federal jurisdiction under the applicable admiralty laws. This waiver 
extends only to the Indemnitees, and not to third parties seeking recovery for claims solely 
against you. 


1. Without limiting your waiver, you specifically consent to pay_all sums in respect of any 
claims against the Indemnitees and other costs suffered by the Indemnitees arising from 
or occasioned by your operations in or on waterways, including the following: 


a. Loss or damage to any other ship, vessel or boat caused proximately or otherwise by 
your vessel, or loss of the cargo or the other ship, vessel or boat; 


b. Loss of life or personal injury, or for any cost of life salvage; 


c. Loss or damage to any harbor, dock, building, graving or otherwise, slipway, 
pontoon, pier, quay, tunnel, jetty, stage, buoy, cables of any kind, or other fixed or 
movable object or property whatsoever; 


d. The cost of the removal, raising or destruction of the wreck of any vessel you employ 
in performing your obligations under the Contract; 


e. Ifa vessel is disabled or otherwise, the cost of towage or other salvage of any vessel 
you employ in performing your obligations under the Contract; 


f. Loss or damage to the bottom, banks, or shoreline of the waterway. 
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D. Performance and Payment Bonds 


You must, before award of the Contract, deliver to the Chief Procurement Officer a 
performance and payment bond in the amount set forth in Book 2. Any performance bond 
that you provide must comply with the provisions of 30 ILCS 550/1 et.seq., as amended, and 
of § 2-92-030 of the Municipal Code, as amended. It must also be in the form of the 
performance and payment bond form included in Book 2. The surety or sureties issuing the 
bond must be acceptable to the Comptroller and must have a Best's Key Rating Guide of 
"B+," Class XI or greater and be listed in the most recently published "Listing of Approved 
Sureties" of the U.S. Department of the Treasury Circular 570, with underwriting limitations 
in excess of the Contract Price. The bond must cover the warranty period required by the 
Contract. 


In case of your neglect, failure, or refusal to provide satisfactory sureties when so directed 
within 10 days after such notification, pursuant to § 2-92-040 of the Municipal Code the 
Chief Procurement Officer may declare this Contract forfeit, but such forfeiture will not 
release you or your surety or sureties from any liability that may have accrued before the 
date of the forfeiture. 


If at any time the surety or sureties, or any one of them, upon the bond become insolvent, or 
are, in the sole opinion of the Chief Procurement Officer, unsatisfactory, or unable to 
respond to damages in case of liability on such bond, the Chief Procurement Officer will 
notify you and direct that you furnish a bond issued by a satisfactory surety or sureties 
forthwith. 


E. Insurance 


You must procure and maintain at all times, at your own expense, through the completion 
of the warranty period, the types of insurance specified in Book 2 of the Contract, with 
insurance companies authorized to do business in the State of Illinois, covering all 
operations under this Contract, whether performed by you or by Subcontractors. Upon 
written request by the Commissioner, you must allow the Commissioner to review and copy 
any original insurance policies you are obligated to maintain under this policy. 


You waive any and every claim or right of recovery from the City for all injuries and losses 
arising under this Contract or in any way related to the Work, including any claim for loss of 
or damage to the Work or to the contents of it, which injury, loss or damage is covered or is 
required to be covered by valid and collectible insurance policies, to the extent that such 
injury, loss or damage is recoverable under the insurance policies. As this waiver will 
preclude the assignment of any claim by subrogation (or otherwise) to an insurance 
company (or any other person), you must give each insurance company that has issued, or 
in the future may issue, your policies of insurance, written notice of the terms of this waiver, 
and to have the insurance policies properly endorsed, if necessary, to prevent the 
invalidation of insurance coverage by reason of the waiver. You must require each 
Subcontractor to include similar waivers of subrogation in favor of the City. 


The City reserves the right to change, modify or delete insurance requirements set forth in 
the Contract, including the right to request that you provide additional types of insurance. 
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XIX. CLAIMS AND DISPUTES 


A. 


B. 


General 


Compliance with the provisions in this Article XIX is a precondition to seeking judicial review 
of an adverse decision of the Chief Procurement Officer. You must not withhold 
performance of and must prosecute any Work required by the Commissioner while 
your claim, including judicial resolution, if any, is pending. You must prosecute all of 
your Work including any disputed Work with the same diligence and effort as if no 
dispute existed. Neither the Chief Procurement Officer’s determination (see Section 
XIX.C.3 below), nor the continued performance by either party, constitutes an admission as 
to any factual and/or legal position in connection with the dispute or a waiver of any rights 
under the Contract. 


Claims 


1. This provision applies to all claims under this Contract, including those for time, money, 
or both. 


2. Procedures. Within 14 days after a basis for claim arises, you must submit your claim in 
writing to the City’s resident engineer or its project manager (“Commissioner's 
Representative). This written claim to the Commissioner's Representative will constitute 
“notice” to the City for purposes of determining initial timeliness of the claim; oral notice 
is insufficient. If you and the Commissioner’s Representative are unable promptly 
(depending upon the complexity of the matter) to resolve the claim, you must forward 
your claim in writing to the Commissioner together with the documents listed in (a) 
through (d) below (collectively, “your documents”). You must include: 


a. A general statement of the basis for the claim, 

b. Reference to the applicable Contract provisions, 
c. All records that support the claim, and 
d 


. All documents that relate to it, such as correspondence, and that are reasonably 
necessary for the Commissioner’s understanding to resolve the claim. 


It is your responsibility to furnish your documents to the Commissioner at the time you 
forward the claim to him, as, with or without the supporting documentation, the 
Commissioner has 30 days to respond in writing to you after he has received the claim. 
Incomplete information may result in an adverse response. The response may be in the 
form of a contract modification. 


If within the 30 days the Commissioner neither responds nor forwards the claim to the 
Chief Procurement Officer in lieu of responding, the claim will be considered denied, 
unless you and the Commissioner have agreed to extend the time for him to complete 
his response. The Commissioner may, at his sole option, forgo the opportunity to 
respond directly to your claim by referring it with all your documentation and a Request 
for Resolution of Dispute to the Chief Procurement Officer and supplying such additional 
documentation as the Chief Procurement Officer may require of him. 
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Disputes 
Invoking Dispute Resolution Procedures. If you dispute the Commissioner’s resolution 
or denial of your claim, or if your claim is deemed denied, you have 10 days to forward 
your claim and your documentation to the Chief Procurement Officer indicating to him 
that you are requesting resolution of a dispute and showing that you have complied with 
the preceding claims procedures. Your 10-day period to invoke dispute resolution by the 
Chief Procurement Officer is counted from the date the Commissioner’s written 
resolution was sent to you, or, if he has not responded or forwarded the claim, from the 
date on which the time for the Commissioner’s response lapsed. 


. Waiver. If you fail to file a Request for Resolution of Dispute with the Chief Procurement 


Officer within the 10-day period you will have waived your claim, the right to make the 
claim later, and the right to dispute its resolution or denial. 


Dispute Procedures. Once the dispute resolution procedures are invoked, the Chief 
Procurement Officer will proceed to a final and binding decision under such rules and 
regulations as he from time to time promulgates. A copy of those rules and/or 
regulations is available through the Department of Procurement Services. The Chief 
Procurement Officer's decision will be implemented through a Contract Modification, if 
required, that will be made a part of the Contract with your signature or without it should 
you refuse to sign the Contract Modification. If either you or the Commissioner 
disagree(s) with the decision of the Chief Procurement Officer, the exclusive remedy is 
judicial review by a common law writ of certiorari. Unless such review is sought within 
35 days of receipt of the Chief Procurement Officer's decision, all rights to seek judicial 
review are waived. 


XX. EVENTS OF DEFAULT AND TERMINATION 


A. 


B. 


Chief Procurement Officer's Right 


. The Chief Procurement Officer may, at his sole discretion, exercise the right to send you 


notice under Sections XX.C.1 or XX.C.2. Whether to declare you in default is within the 
sole discretion of the Chief Procurement Officer and neither that decision nor the factual 
basis for it is subject to review or challenge under Article XIX, “Claims and Disputes.” 


If the Chief Procurement Officer terminates this Contract under the provisions of Section 
XX.C.1 or XX.C.2, the Commissioner may use the material and equipment, whether 
owned or leased, that is within the scope of the Work or necessary for completion of the 
Work paid for by the City (whether located on or off the Work site), to complete the Work 
and you will receive no further payment until the Work is completed. If, however, the 
cost of completion exceeds the unpaid balance of the Contract, you must pay the 
difference to the City immediately upon demand. 


Events of Default 


Your failure to perform any of your obligations under the Contract, including one or more of 
the following, is an event of default: 


1. 


Failure to begin the Work at the time specified; 
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2. Failure to perform the Work with sufficient workers and equipment or with sufficient 
materials to insure the completion of Work or any part of the Work within the time 
specified by the Contract; 


3. Failure to perform the Work in accordance with the Contract; 


Failure to promptly remove materials, repair, or replace Work that was or were rejected 
as defective or unsuitable; 


Unauthorized discontinuation of the Work; 


Insolvency, bankruptcy or assignment for the benefit of creditors that impairs your ability 
to pay Subcontractors or perform the Work; 


Failure to pay Subcontractors or material suppliers; 
Failure to carry on the Work in a manner acceptable to the Commissioner; 


Failure to observe Federal, State, or local laws or regulations governing safety and 
security requirements, including all environmental requirements; 


10. Failure to comply with any other term of this Contract that states an event of default or 
failure to comply with any term of this Contract in any material respect; and 


11. Failure to identify disposal site(s) for materials, construction debris, soil and other wastes 
or to submit such information when requested by the Chief Procurement Officer. 


12. Disqualification as a MBE or WBE of the Contractor or any joint venture partner, 
subcontractor or supplier if its status as an MBE or WBE was a factor in the award of the 
Contract and such status was misrepresented by the Contractor. 


13. Failure to notify City of change in information submitted in Contractor’s original Economic 
Disclosure Statement (“EDS”) and to submit a new EDS; 


14. Default under any other City contract; 
15. Violation of any City ordinance, even if unrelated to contract performance. 


16. Failure to comply with the Child Support Arrearage Ordinance, § 2-92-415 of the 
Municipal Code; 


C. Remedies 


If an event of default occurs, the Chief Procurement Officer, at his sole discretion, may send 
you notice of his intent to exercise remedies pursuant to the following: 


1. Opportunity to Cure: The Chief Procurement Officer may provide you the opportunity to 
cure the default. If he does so, you must cure the default within 10 days after notice 
from the Chief Procurement Officer is given. If the Chief Procurement Officer receives 
written notification from the Commissioner that you have not cured the default within the 
10-day cure period, the Chief Procurement Officer may at any time after that terminate 
the Contract, in which event the termination of the Contract is final and effective. 


2. Termination: The Chief Procurement Officer may terminate the Contract. Written 
notification of the default and termination of the Contract will be provided to you and the 
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bond company by the Chief Procurement Officer. The Chief Procurement Officer's 
decision and declaration of termination is final and effective. 


3. In addition to the foregoing, upon an event of default as defined in Section XX.B, “Events 
of Default,” the City may invoke any or all of the following remedies: 


a. The right of set-off against any payments due or to become due to you; 


b. The right to take over and complete the Work, or any part of it, either directly or 
through others. The City may use your Subcontractors, materials and equipment to 
complete the Work. If the City notifies you that it is invoking this remedy, all rights 
you may have in or under your subcontracts are assigned to the City, subject to the 
City’s right to take assignment of all or only selected subcontracts, at the City's 
discretion. The sole obligation accepted by the City under such subcontracts is to 
pay for Work satisfactorily performed after the date of the assignment. In the event a 
conditional assignment has not been executed, you must execute, or cause to be 
executed, any assignment, agreement, or other document that may be necessary, in 
the sole opinion of the Corporation Counsel, to evidence or effect compliance with 
this provision. You must promptly deliver such documents upon the City's request. 
In the case of any subcontract so assigned and accepted by the City, you remain 
liable to the Subcontractors for any payment already invoiced to and paid by the City, 
and for any claim, suit, or cause of action based on or resulting from any error, 
omission, negligence, fraud, willful or intentionally tortious conduct, or any other act 
or omission, or breach of Contract, by you, your officers, employees, agents, and 
other Subcontractors, arising before the date of assignment to the City, when such 
claim, suit, or cause of action has not been discharged, disposed of, or otherwise 
resolved as of that date. You must notify your Subcontractors of these requirements; 


c. In the event of termination, all costs and changes incurred by the City, together with 
the cost of completing the Work, are deducted from any moneys due or that may 
become due to you. When the expense incurred by the City exceeds the sum that 
would have been payable under the Contract, you and the surety are liable and must 
pay to the City the amount of the excess; 


d. The right to terminate the Contract as to any or all of the Work yet to be performed; 


e. The right of specific performance, an injunction, or any other appropriate equitable 
remedy, as may be applicable; 


f. The right to money damages, including all expert witness or other consultant fees, 
court costs, and attorneys’ fees that the City may incur in connection with any claim, 
suit, or action based upon, related to, or arising from, directly or indirectly, an event 
of default under this Contract; 


g. The right to withhold all or any part of your compensation; 


h. The right to terminate any or all of any other contracts that you may have with the 
City; and 


i. The right to deem you non-responsible in future contracts to be awarded by the City. 
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D. Nonexclusivity of Remedies 

The remedies under the terms of this Contract are not intended to be exclusive of any other 
remedies provided, but each and every such remedy is cumulative and is in addition to any 
other remedies, existing now or hereafter, at law, or in equity. No delay or omission to 
exercise any right or power accruing upon any event of default impairs any such right or 
power, nor constitutes a waiver of any event of default or acquiescence in it, and every such 
right and power may be exercised from time to time and as often as may be deemed 
expedient. 


E. Adjudication of Termination 


If the Contract is terminated by the City for cause and it is subsequently determined by a 
court of competent jurisdiction that the termination was without cause, the termination will 
thereupon be deemed under Section XX.F, “Early Termination,” and the provisions of 
Section XX.F, “Early Termination,” apply. 


F. Early Termination 


1. The City, through the Chief Procurement Officer, may terminate your Work by written 
notice stating the effective date of the termination. Immediately upon receipt of the 
notice, you must provide similar written notice to the affected Subcontractor(s), 
whereupon you and Subcontractor(s) must, except for services necessary for the orderly 
termination of the Work. 


a. Stop all Work and place no further order or subcontracts for materials, services, 
equipment or supplies; 


b. Assign to the City, in the manner and to the extent directed, all of your rights under 
Work orders, purchase orders and subcontracts relating to the portion of the Work 
that has been completed; 


c. Terminate Work orders, purchase orders and subcontracts outstanding to the extent 
that they relate to the Work and are not assigned to the City; 


d. Take any action necessary to protect property in your possession in which the City 
has or may acquire an interest; and 


e. Take any other action toward termination of the Work that the City may direct. 


2. If all or a portion of your Work is terminated under this Section, “Early Termination,” you 
are entitled to payment of those costs relating to the completed portion of the Work. No 
payment will be made for Work not actually performed. Deductions will be made by the 
City for any amounts previously paid to you and for any amounts that may be due the 
City, or that the City may offset or withhold by the terms of this Contract. Thus, the City 
will pay you, subject to the limitations set forth in this Contract, the sum of the following 
costs: 


a. That portion of the Contract Price related to the Work you completed immediately 
before notice of termination less the payments for progress or changes previously 
made; and 
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b. Expenses incurred for which you are liable as the result of your termination of 
respective Work orders, purchase orders or subcontracts related to the notice of 
termination. The total amount of all payments to you must not, in any event, exceed 
the proportion that the Work actually performed (including materials delivered to the 
Project site minus credits for returned goods or canceled orders) at the date of 
termination bears to the entire Work to be performed under this Contract. Any 
payment to you under this subsection will be made in accordance with the provisions 
of Article XIII, “Payments.” 


3. After receipt of a notice of termination under this Section XX.F, “Early Terminations,” you 
must submit to the Commissioner your final invoice in the form required, with supporting 
documentation. The Commissioner may require certified payrolls, receipts and other 
proof of expenditures. The final invoice must be submitted promptly, but in no event 
more than 60 days after the effective date of termination. Failure to submit the final 
invoice within 60 days after the effective date of termination constitutes a waiver of the 
final invoice. 


Non-Appropriation 


If no funds or insufficient funds are appropriated and budgeted in any fiscal period of the City 
for payments to be made under this Contract, then the City will notify you of that occurrence 
and this Contract will terminate on the earlier of the last day of the fiscal period for which 
sufficient appropriation was made or whenever the funds appropriated for payment under 
this Contract are exhausted. No payments will be made to you under this Contract beyond 
those amounts appropriated and budgeted by the City to fund payments under it. 


XXI. COMPLIANCE WITH ALL LAWS 


A. 


Contractor Must Comply with All Laws 


Contractor must observe and comply with all Applicable Laws, in effect now or later and 
whether or not they appear in the Agreement, including those specifically referenced herein 
or in any of the Contract Documents. Contractor must pay all taxes and obtain all licenses, 
certificates and other authorizations required in connection with the performance of its 
obligations hereunder, and Contractor must require all subcontractors to do so. Contractor 
is fully responsible for ascertaining and complying with all agency and code requirements 
applicable to the Work. 


By entering into this Contract with the City, Contractor certifies to the best of its knowledge 
and belief that it, its principals and any subcontractors used in the performance of this 
contract, meet City requirements and have not violated any City or sister agency policy, 
codes, state, federal, or local laws, rules or regulations and have not been subject to any 
debarment, suspension or other disciplinary action by any government agency. Additionally, 
if at any time the contractor becomes aware of such information, it must immediately 
disclose it to the City. 
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B. Civil Rights Act of 1964, Title VI, Compliance With Nondiscrimination 
Requirements 


During the performance of this contract, the contractor, for itself, its assignees, and 
successors in interest (hereinafter referred to as the "contractor") agrees as follows: 


1. Compliance with Federal Nondiscrimination Requirements 

The contractor will comply with federal nondiscrimination laws, regulations, and 
authorities, as they may be amended from time to time (Acts and Regulations), which 
include: 
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Title VI of the Civil Rights Act of 1964 (42 U.S.C. § 2000d et seq., 78 stat. 
252), (prohibits discrimination on the basis of race, color, national origin); 


49 CFR part 21 (Non-discrimination In Federally-Assisted Programs of The 
Department of Transportation—Effectuation of Title VI of The Civil Rights Act 
of 1964); 


Section 504 of the Rehabilitation Act of 1973, (29 U.S.C. § 794 et seq.), as 
amended, (prohibits discrimination on the basis of disability); and 49 CFR 
part 27; 


The Age Discrimination Act of 1975, as amended, (42 U.S.C. § 6101 et seq.), 
(prohibits discrimination on the basis of age); 


The Civil Rights Restoration Act of 1987, (PL 100-209), (Broadened the 
scope, coverage and applicability of Title VI of the Civil Rights Act of 1964, 
The Age Discrimination Act of 1975 and Section 504 of the Rehabilitation Act 
of 1973, by expanding the definition of the terms “programs or activities” to 
include all of the programs or activities of the Federal-aid recipients, sub- 
recipients and contractors, whether such programs or activities are Federally 
funded or not); 


Titles Il and Ill of the Americans with Disabilities Act of 1990, which prohibit 
discrimination on the basis of disability in the operation of public entities, 
public and private transportation systems, places of public accommodation, 
and certain testing entities (42 U.S.C. §§ 12131 — 12189) as implemented by 
Department of Transportation regulations at 49 CFR parts 37 and 38; 


Executive Order 12898, Federal Actions to Address Environmental Justice in 
Minority Populations and Low-Income Populations, which ensures non- 
discrimination against minority populations by discouraging programs, 
policies, and activities with disproportionately high and adverse human health 
or environmental effects on minority and low-income populations; 


Executive Order 13166, Improving Access to Services for Persons with 
Limited English Proficiency, and resulting agency guidance, national origin 
discrimination under Title VI includes discrimination because of limited 
English proficiency (LEP). (70 Fed. Reg. at 74087 to 74100); 
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e Title IX of the Education Amendments of 1972, as amended, prohibits 
discrimination because of sex in education programs or activities (20 U.S.C. 
1681 et seq); 


e The Uniform Relocation Assistance and Real Property Acquisition Policies 
Act of 1970, (42 U.S.C. § 4601), (prohibits unfair treatment of persons 
displaced or whose property has been acquired because of Federal or 
Federal-aid programs and projects); 


e Airport and Airway Improvement Act of 1982, (49 USC § 471, Section 47123), 
as amended, (prohibits discrimination based on race, religion, color, national 
origin, or sex in any activity carried out with a grant from the FAA). 


2. Non-discrimination 

The contractor, with regard to the work performed by it during the contract, will not 
discriminate on the grounds of race, color, or national origin in the selection and 
retention of subcontractors, including procurements of materials and leases of 
equipment. The contractor will not participate directly or indirectly in the 
discrimination prohibited by the Acts and the Regulations, including employment 
practices when the contract covers any activity, project, or program set forth in 
Appendix B of 49 CFR part 21 (Nondiscrimination in Federally-Assisted Programs of 
the US Department of Transportation). 


3. Solicitations for Subcontracts, Including Procurements of Materials and 
Equipment 

In all solicitations, either by competitive bidding, or negotiation made by the 
contractor for work to be performed under a subcontract, including procurements of 
materials, or leases of equipment, each potential subcontractor or supplier will be 
notified by the contractor of the contractor’s obligations under this contract and the 
Acts and the Regulations relative to Non-discrimination on the grounds of race, color, 
or national origin. 


4. Information and Reports 

The contractor will provide all information and reports required by the Acts, the 
Regulations, and directives issued pursuant thereto and will permit access to its 
books, records, accounts, other sources of information, and its facilities as may be 
determined by the City or applicable federal agency (e.g. Federal Aviation 
Administration, Federal Highway Administration, Federal Transit Authority, 
Transportation Security Administration, Department of Housing and Urban 
Development, etc.) providing funding to the City department(s) on this contract to be 
pertinent to ascertain compliance with such Acts, Regulations, and instructions. 
Where any information required of a contractor is in the exclusive possession of 
another who fails or refuses to furnish the information, the contractor will so certify to 
the sponsor or the federal agency, as appropriate, and will set forth what efforts it 
has made to obtain the information. 


5. Sanctions for Noncompliance 
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In the event of a contractor's noncompliance with the Non-discrimination provisions 
of this contract, the City will impose such contract sanctions as it or the relevant 
federal funding agency may determine to be appropriate, including, but not limited to: 


A.Withholding payments to the contractor under the contract until the contractor 
complies; and/or 


B.Cancelling, terminating, or suspending a contract, in whole or in part. 


6. Incorporation of Provisions 

The contractor will include the provisions of above paragraphs 1, "Compliance with 
Federal Nondiscrimination Requirements" through 6 "Incorporation of Provisions" in 
every subcontract, including procurements of materials and leases of equipment, 
unless exempt by the Acts, the Regulations and directives issued pursuant thereto. 
The contractor will take action with respect to any subcontract or procurement as the 
sponsor or the applicable federal agency may direct as a means of enforcing such 
provisions including sanctions for noncompliance. Provided, that if the contractor 
becomes involved in, or is threatened with litigation by a subcontractor, or supplier 
because of such direction, the contractor may request the sponsor to enter into any 
litigation to protect the interests of the sponsor. In addition, the contractor may 
request the United States to enter into the litigation to protect the interests of the 
United States. 


7. Other Non-Discrimination Requirements 
A. ILLINOIS HUMAN RIGHTS ACT 
1. GENERALLY 
Contractor must comply with the Illinois Human Rights Act, 775 ILCS 5/1- 
1 01 et seq., as amended and any rules and regulations promulgated in 
accordance therewith, including, but not limited to the Equal Employment 
Opportunity Clause, 44 Ill. Admin. Code 750 Appendix A, and as further 
described below. 


Contractor must comply with the Public Works Employment 
Discrimination Act, 775 ILCS 10/0.01 et seq., as amended; and all other 
applicable state laws, rules, regulations and executive orders. 


2. STATE OF ILLINOIS DUTIES OF PUBLIC CONTRACTORS (44 ILL. 
ADMIN. CODE 750 ET SEQ.) 

Contractor shall comply with its obligations for public contractors under 
state law. These rules require that contractor examine all its job 
classifications to determine whether minorities or women are 
underutilized, and if underutilization exists in any job classification, the 
contractor must take appropriate affirmative action. 44 Ill. Admin. Code 
750.110. Underutilization means “having fewer minority/female workers 
in a particular job classification than would reasonably be expected by 
their availability.” 44 Ill. Admin. Code 750.120. 


When required by the state rules, contractors shall develop and 
implement written affirmative action plans to overcome underutilization of 
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minorities and/or women, including, at minimum, a description of the 
contractor's workforce analysis and goals and timetables for recruitment 
efforts, per 44 Ill. Admin. Code 750.130. Contractors shall also state in 
all solicitations that all applicants be afforded equal employment 
opportunity without discrimination (“because of race, color, religion, sex, 
marital status, national origin or ancestry, citizenship status, age, physical 
or mental disability unrelated to ability, sexual orientation, military status, 
order of protection status or unfavorable discharge from military service,” 
44 Ill. Admin. Code 750.150), and advise in writing their personnel, 
referral sources, and labor organizations of the contractor's obligations 
under state law and any affirmative action plan. 


3. STATE OF ILLINOIS EQUAL EMPLOYMENT OPPORTUNITY 
CLAUSE 

In the event of the Contractor's non-compliance with the provisions of 
this Equal Employment Opportunity Clause or the Illinois Human Rights 
Act, the Contractor may be declared ineligible for future contracts or 
subcontracts with the State of Illinois or any of its political subdivisions or 
municipal corporations, and the contract may be cancelled or voided in 
whole or in part, and other sanctions or penalties may be imposed or 
remedies invoked as provided by statute or regulation. During the 
performance of this contract, the Contractor agrees as follows: 


A) That Contractor will not discriminate against any employee or 
applicant for employment because of race, color, religion, sex, sexual 
orientation, marital status, order of protection status, national origin or 
ancestry, citizenship status, age, physical or mental disability unrelated 
to ability, military status or an unfavorable discharge from military 
service; and, further, that he or she will examine all job classifications to 
determine if minority persons or women are underutilized and will take 
appropriate affirmative action to rectify any underutilization. 


B) That, if Contractor hires additional employees in order to perform 
this contract or any portion of this contract, Contractor will determine the 
availability (in accordance with 44 Ill. Admin. Code Part 750) of 
minorities and women in the areas from which Contractor may 
reasonably recruit and Contractor will hire for each job classification for 
which employees are hired in a way that minorities and women are not 
underutilized. 


C) That, in all solicitations or advertisements for employees placed 
Contractor or on Contractor's behalf, Contractor will state that all 
applicants will be afforded equal opportunity without discrimination 
because of race, color, religion, sex, sexual orientation, marital status, 
order of protection status, national origin or ancestry, citizenship status, 
age, physical or mental disability unrelated to ability, military status or an 
unfavorable discharge from military service. 
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D) That Contractor will send to each labor organization or 
representative of workers with which Contractor has or is bound by a 
collective bargaining or other agreement or understanding, a notice 
advising the labor organization or representative of the Contractor's 
obligations under the Illinois Human Rights Act and 44 Ill. Admin. Code 
Part 750. If any labor organization or representative fails or refuses to 
cooperate with the Contractor in Contractor's efforts to comply with the 
Act and this Part, the Contractor will promptly notify the Illinois 
Department of Human Rights and the City and will recruit employees 
from other sources when necessary to fulfill its obligations under the 
contract. 


E) That Contractor will submit reports as required by 44 III. Admin. 
Code Part 750, furnish all relevant information as may from time to time 
be requested by the Illinois Department of Human Rights or the City, and 
in all respects comply with the Illinois Human Rights Act and 44 Ill. 
Admin. Code Part 750. 


F) That Contractor will permit access to all relevant books, records, 
accounts and work sites by personnel of the City and the Illinois 
Department of Human Rights for purposes of investigation to ascertain 
compliance with the Illinois Human Rights Act and the Illinois 
Department of Human Rights's Rules and Regulations. 


G) That Contractor will include verbatim or by reference the 
provisions of this clause in every subcontract awarded under which any 
portion of the contract obligations are undertaken or assumed, so that 
the provisions will be binding upon the subcontractor. In the same 
manner as with other provisions of this contract, the Contractor will be 
liable for compliance with applicable provisions of this clause by 
subcontractors; and further it will promptly notify the City and the Illinois 
Department of Human Rights in the event any subcontractor fails or 
refuses to comply with the provisions. In addition, the Contractor will not 
utilize any subcontractor declared by the Illinois Human Rights 
Commission to be ineligible for contracts or subcontracts with the State 
of Illinois or any of its political subdivisions or municipal corporations. 


B. CHICAGO HUMAN RIGHTS ORDINANCE MCC CH. 2-160 

Contractor must comply with the Chicago Human Rights Ordinance, MCC 
Ch. 2-160, Sect. 2-160-010 et seq., as amended; and all other applicable 
municipal code provisions, rules, regulations and executive orders. 


Contractor must furnish or shall cause each of its Subcontractors to furnish 
such reports and information as requested by the Chicago Commission on 
Human Relations. 


C. CITY OF CHICAGO EQUAL EMPLOYMENT OPPORTUNITY GOALS 


MCC 2-92-390 
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The City has established by ordinance equal employment opportunity goals 
for construction projects with an estimated contract value of $100,000 or 
more. The City’s yearly goals, as a percentage of construction aggregated 
work hours per category of worker, are as follows: 


A) 25% by minority journeyworkers and apprentices; 
B) 7% by women journey workers and apprentices; 
C) 40% by minority laborers; and 

D) 10% by women laborers. 


The Contractor is encouraged to meet or exceed these goals. Contractor 
shall also comply with the State of Illinois equal employment opportunity 
requirements, as set forth above. 


D. BUSINESS ENTERPRISES OWNED BY PEOPLE WITH DISABILITIES 
(BEPD) 

Pursuant to MCC 2-92-586, Contractor is strongly encouraged to subcontract 

with businesses certified as business enterprises owned or operated by 

people with disabilities ("BEPD") as defined in that section or MCC 2-92-337, 

and to use BEPD businesses as suppliers. 


C. Business Relationships with Elected Officials 


Pursuant to MCC Sect. 2-156-030(b), it is illegal for any elected official, or any person acting 
at the direction of such official, to contact either orally or in writing any other City official or 
employee with respect to any matter involving any person with whom the elected official has 
any business relationship that creates a financial interest on the part of the official, or the 
domestic partner or spouse of the official, or from whom or which he has derived any income 
or compensation during the preceding twelve months or from whom or which he reasonably 
expects to derive any income or compensation in the following twelve months. In addition, 
no elected official may participate in any discussion in any City Council committee hearing or 
in any City Council meeting or vote on any matter involving the person with whom the 
elected official has any business relationship that creates a financial interest on the part of 
the official, or the domestic partner or spouse of the official, or from whom or which he has 
derived any income or compensation during the preceding twelve months or from whom or 
which he reasonably expects to derive any income or compensation in the following twelve 
months. Violation of MCC Sect. 2-156-030 by any elected official with respect to this 
contract will be grounds for termination of this contract. The term financial interest is defined 
as set forth in MCC Chapter 2-156. 


D. Chicago Inspector 


As required by § 2-56 of the Municipal Code, it is the duty of every Contractor, all 
subcontractors, every applicant for certification of eligibility for a City contract or program, 
and all officers, directors, agents, partners and employees of any bidder, Contractor, 
subcontractor or such applicant to cooperate with the Inspector General in any investigation 
or hearing undertaken pursuant to Chapter 2-56 of the Municipal Code. Contractor must 
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abide by all provisions of Chapter 2-56 of the Municipal Code. All subcontracts must inform 
subcontractors of the provision and require understanding and compliance. 


E. Governmental Ethics Ordinance 


As required by § 2-156-120 of the Municipal Code, no payment, gratuity or offer of 
employment shall be made in connection with any city contract, by or on behalf of a 
subcontractor to the prime contractor or higher-tier subcontractor or any person associated 
therewith, as an inducement for the award of a subcontract or order. 


F. False Statements 


False statements made in connection with this Agreement, including statements in, 
omissions from and failures to timely update the EDS, as well as in any other affidavits, 
statements or contract documents constitute a material breach of the Agreement (each a 
"Disclosure Misrepresentation"). Any such Disclosure Misrepresentation renders the 
Agreement voidable at the option of the City, notwithstanding any prior review or acceptance 
by the City of any materials containing a Disclosure Misrepresentation. In addition, the City 
may debar Contractor, assert any contract claims or seek other civil or criminal remedies as 
a result of a Disclosure Misrepresentation (including costs of replacing a terminated 
Contractor pursuant to Chicago Municipal Ordinance 1-21-010. 


G. Americans with Disabilities Act 


Contractor must perform all construction or alteration that Contractor undertakes in 
connection with this Contract in compliance with all federal, state and local laws and 
regulations regarding accessibility standards for disabled or environmentally limited persons 
including: Americans with Disabilities Act, P.L. 101-336 (1990) and the Uniform Federal 
Accessibility Standards ("UFAS") or the American with Disabilities Act ("ADA") and; the 
Illinois Environmental Barriers Act, 410 ILCS 25/1 et seq. (1991), and the regulations 
promulgated with them. If the above cited standards are inconsistent, Contractor must 
comply with the standard providing greater accessibility. 


H. MacBride Principles Ordinance 


If the Contractor conducts any business operations in Northern Ireland, it is hereby required 
that the contractor shall make all reasonable and good faith efforts to conduct any business 
operations in Northern Ireland in accordance with the MacBride Principles for Northern 
Ireland as defined in Illinois Public Act 85-1390 (1988 III. Law 3220). 


I. Prohibition on Certain Contributions — Mayoral Executive Order No. 2011-4 


During the Term of this Agreement, or during any period when an extension of this 
Agreement is being sought or negotiated, neither the Contractor nor any party with a 
beneficial interest or ownership interest in the Contractor of more than 7.5%, nor any 
subcontractor of the Contractor or any owner of a subcontractor with more than 7.5% 
interest in the subcontractor, nor any person with a familial or domestic relationship, 
including domestic partners, with any of the above may make themselves, may coerce or 
compel any employee to make or reimburse any employee for any amount, or otherwise 
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participate in the solicitation of amounts contributed to the Mayor or to the Mayor's political 
fundraising committee. 


Contractor’s violation of Mayoral Executive Order No. 2011-4 constitutes an Event of Default 
for which no opportunity to cure will be granted. Such breach and default entitles the City to 
all remedies (including without limitation termination for default) under this Agreement, under 
Other Contract, at law and in equity. 


J. Licensing of General Contractors 


Important: The failure to comply with the provisions of Chapter 4-36 of the Municipal Code 
("Chapter 4-36") may result in ineligibility to bid, inability to perform (or continue) to work, 
imposition of substantial fines, and/or in the City’s revoking the Bidder’s "general contractor" 
license. Information about Chapter 4-36 and application forms are available on the City’s 
website, www.cityofchicago.org. A copy of the entire ordinance is provided in Book 2 of this 
contract. 


As stated elsewhere in the specification, the City reserves the right to reject any or all bids. 


Bidder must be in compliance with the requirements of Chapter 4-36, in the appropriate 
license class commensurate with the size of this project, if the license is required for the 
scope of work, at the time Bidder submits its bid and, if it is awarded a contract, 
throughout the term of the contract. 


Contractor's failure to be licensed as a "general contractor" at all times throughout the term 
of the contract, if the license is required for the scope of work, is an event of default under 
the Agreement and the City may exercise any and all rights and remedies permitted under 
the contract, at law, or in equity. 


K. Buy America 


Contractor must ensure that, to the extent applicable, Work provided under this Contract 
complies with any Buy America provisions of the federal government and/or any similar 
provisions of the State or City. 


L. Steel Products 


Unless otherwise provided in the Steel Products Procurement Act, 30 ILCS 565/1 et seq., 
steel products used or supplied in the performance of this contract or any subcontract to this 
contract must be manufactured or produced in the United States. Knowing violation of this 
law may result in the filing and prosecution of a complaint by the Attorney General of the 
State of Illinois and will subject violators to a fine of the greater of $5,000 or the payment 
price received as a result of such violation. 


M. Wastes 
As required by § 11-4-1600(e) of the Municipal Code, violation of §§ 7-28-390 Dumping on 
public way; 7-28-440 Dumping on real estate without permit; 11-4-1410 Disposal in waters 
prohibited; 11-4-1420 Ballast tank, bilge tank or other discharge; 11-4-1450 Gas 
manufacturing residue; 11-4-1500 Treatment and disposal of solid or liquid waste; 11-4- 
1530 Compliance with rules and regulations required; 11-4-1550 Operational requirements; 
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and 11-4-1560 Screening requirements by the Contractor or any subcontractor during the 
term of the Agreement, whether or not in the performance of the Agreement, constitutes an 
event of default. Non-compliance with these terms and conditions may be used by the City 
as grounds for the termination of the Agreement, and may further affect Contractor’s 
eligibility for future contract awards. The opportunity to cure, if curable, will be granted only 
at the sole discretion of the Chief Procurement Officer. Such breach and default entitles the 
City to all remedies under the Contract, at law or in equity. 


N. Duty to Report Corrupt Activity 


Pursuant to MCC 2-156-018, it is the duty of the Contractor to report to the Inspector 
General, directly and without undue delay, any and all information concerning conduct which 
it knows to involve corrupt activity. “Corrupt activity’ means any conduct set forth in 
Subparagraph (a)(1), (2) or (3) of Section 1-23-020 of the MCC. Knowing failure to make 
such a report will be an event of default under this Contract. Reports may be made to the 
Inspector General’s toll free hotline, 866-IG-TIPLINE (866-448-4754). 


O. Equal Pay 


The Contractor will comply with all applicable provisions of the Equal Pay Act of 1963, 29 
U.S.C. 206(d) and the Illinois Equal Pay Act of 2003, 820 ILCS 112/1, et seq., as amended, 
and all applicable related rules and regulations including but not limited to those set forth in 
29 CFR Part 1620 and 56 Ill. Adm. Code Part 320. 


P. 2014 Hiring Plan Prohibitions 


1. The City is subject to the June 16, 2014 "City of Chicago Hiring Plan" (the "2014 City 
Hiring Plan") entered in Shakman v. Democratic Organization of Cook County, Case No 
69 C 2145 (United States District Court for the Northern District of Illinois). Among other 
things, the 2014 City Hiring Plan prohibits the City from hiring persons as governmental 
employees in non-exempt positions on the basis of political reasons or factors. 


2. Contractor is aware that City policy prohibits City employees from directing any individual 
to apply for a position with Contractor, either as an employee or as a subcontractor, and 
from directing Contractor to hire an individual as an employee or as a Subcontractor. 
Accordingly, Contractor must follow its own hiring and contracting procedures, without 
being influenced by City employees. Any and all personnel provided by Contractor under 
this Contract are employees or Subcontractors of Contractor, not employees of the City 
of Chicago. This Contract is not intended to and does not constitute, create, give rise to, 
or otherwise recognize an employer-employee relationship of any kind between the City 
and any personnel provided by Contractor. 


3. Contractor will not condition, base, or knowingly prejudice or affect any term or aspect of 
the employment of any personnel provided under this Contract, or offer employment to 
any individual to provide services under this Contract, based upon or because of any 
political reason or factor, including, without limitation, any individual's political affiliation, 
membership in a political organization or party, political support or activity, political 
financial contributions, promises of such political support, activity or financial 
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contributions, or such individual's political sponsorship or recommendation. For purposes 
of this Contract, a political organization or party is an identifiable group or entity that has 
as its primary purpose the support of or opposition to candidates for elected public office. 
Individual political activities are the activities of individual persons in support of or in 
opposition to political organizations or parties or candidates for elected public office. 


4. In the event of any communication to Contractor by a City employee or City official in 
violation of paragraph 2 above, or advocating a violation of paragraph 3 above, 
Contractor will, as soon as is reasonably practicable, report such communication to the 
Hiring Oversight Section of the City's Office of the Inspector General, and also to the 
head of the relevant City Department utilizing services provided under this Contract. 
Contractor will also cooperate with any inquiries by OIG Hiring Oversight. 


Q. Contractor's liability - Safety barriers and lights 


Whenever any work or improvement shall require the digging up, use, or occupancy of any 
public way or other public place in the city, substantial covenants requiring such Contractor 
to put up and maintain such barriers and lights during the night time as will effectually 
prevent the happening of any accident for which the City might be liable in consequence of 
such digging up, use, or occupancy of any public way or other public place, shall be inserted 
in the contract and also such other covenants and conditions as experience may prove 
necessary to save the City harmless from damages. The chief procurement officer shall also 
provide in such contract that the party contracting with the City shall be liable for all 
damages occasioned by the digging up, use, or occupancy of such public way or other 
public place, or which may result therefrom. 


R. Electronic Mail Communication 


Electronic mail communication between Contractor and City employees must relate only to 
business matters between Contractor and the City. 


Ss. Disclosure of Ownership Interest in Entities (Electronic Disclosure Statement) 


The Contractor understands and will abide by the terms of Section 2-154-020 of the 
Municipal Code of Chicago regarding disclosure of ownership interest in entities. 


T. EDS Update Obligation 


Contractor is required to notify the City and update the EDS whenever there is a change in 
circumstances that makes any certification or information provided in an EDS inaccurate, 
obsolete or misleading. Failure to notify the City and update the EDS is grounds for 
declaring the Contractor in default, termination of the Contract for default, and declaring that 
the Contractor is ineligible for future contracts. 


U. Wheel Tax (City Sticker) 


Contractor must pay all Wheel Tax required by Chapter 3-56 of the MCC, as amended from 
time to time. Contractor should take particular notice of MCC 3-56-020 and MCC 3-56-125 
which relate to payment of the tax for vehicles that are used on City streets or on City 
property by City residents. For the purposes of Chapter 3-56, any business that owns, 
leases or otherwise controls a place of business within the City wherein motor vehicles or 
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semi-trailers are stored, repaired, serviced, or loaded or unloaded in connection with the 
business is also considered to be a City resident. 


V. Safety Enhancing Vehicle Equipment Contracting (MCC 2-92-597) 
1. Definitions 
For purposes of this section, the following definitions shall apply: 


"Commissioner of 2FM" means the City's Commissioner of Fleet and Facility 
Management. 


"Conventional cab" means a large vehicle configuration in which the driver is behind the 
front axle and the engine is in front of the axle under a discrete hood. 


"Convex mirrors" means wide-angle mirrors that enable the operator of a large vehicle to 
see along the left and right sides of the vehicle by allowing a view of all points on an 
imaginary horizontal line which is: (i) three feet above the road; and (ii) one foot outside 
the plane defined by the outer face of the wheels. 


"Crossover mirror" means a fender-mounted or hood-mounted mirror that enables the 
operator of a large vehicle with a conventional cab to see: (i) any person or object at 
least three feet tall passing one foot in front of the vehicle; and (ii) the area from the front 
bumper to where direct vision is possible. 


"Large vehicle" means any motor vehicle with a gross vehicle weight rating exceeding 
10,000 pounds, except an ambulance, fire apparatus, low-speed vehicle with maximum 
speed under 15 mph, or agricultural tractor. 


"Lateral protective device" or "vehicle side guard" means an apparatus installed between 
the front and rear wheels of a large vehicle that is designed to prevent road users from 
falling underneath the vehicle. 


"Subcontractor" means any person that enters into any tier subcontract to perform work 
on this Contract. 


"Volpe side guard standard" means the United States Department of Transportation's 
Volpe side guard standard published and referred to as US DOT Standard DOT-VNTSC- 
OSTR-16-05, as amended; or a functionally equivalent national vehicle side guard 
standard, as determined by the Commissioner of 2FM. 


2. Safety Enhancing Requirements 
Contractor and any Subcontractor must comply with MCC 2-92-597. Contractor and any 
Subcontractor must retrofit large vehicles used in the performance of the contract, in 
accordance with the Phase-In Period provided below, with: 


(A) Lateral protective devices. This requirement shall be considered satisfied 
if: (i) the vehicle is equipped with vehicle side guards in accordance with 
the requirements of the Volpe side guard standard; or (ii) the vehicle is so 
designed or equipped at the side that, by virtue of its shape and 
characteristics, its component parts can be regarded as replacing or 
functioning as vehicle side guards in accordance with the Volpe side 
guard standard; or (iii) the vehicle cannot be retrofitted with lateral 
protective devices as attested by the contractor or the subcontractor in a 
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statement accompanied by certification from two manufacturers of such 
devices. 


(B) Left and right side convex mirrors; and 
(C) At least one crossover mirror on the passenger side. 


3. Phase-In Period 
Except when a Contractor or a Subcontractor is granted a waiver pursuant to MCC 2-92- 
597(g), the Safety Enhancing Requirements set forth above shall apply to: 


(A) one-fourth of a Contractor's or a Subcontractor's large vehicles used in 
the performance of the Contract on or after July 1, 2018 but before July 1, 
2019; 


(B) one-half of a Contractor's or a Subcontractor's large vehicles used in the 
performance of the Contract on or after July 1, 2019 but before July 1, 
2020; 


(C) three-fourths of a Contractor's or a Subcontractor's large vehicles used in 
the performance of the Contract on or after July 1, 2020 but before July 1, 
2021; 


(D) all of a Contractor's or a Subcontractor's large vehicles used in the 
performance of the Contract on or after July 1, 2021. 


4. Compliance 
Contractor shall submit a written compliance plan to the Commissioner of 2FM with 
respect to compliance with MCC 2-92-597 within 14 days following the notice to proceed 
or the placing of the first order under the contract, as applicable. 


Every twelve-month period following the notice to proceed or the placing of the first order 
under the contract, as applicable, or when requested by the Commissioner of 2FM, the 
contractor must submit to the Commissioner of 2FM, in a form and manner provided by 
the CPO, a report that includes the following: 


(A) the number of large vehicles used in the performance of the Contract by 
the Contractor and any Subcontractor; 


(B) the number of large vehicles used in the performance of the Contract by 
the Contractor and any Subcontractor that are retrofitted with safety 
enhancing equipment as required as specified above and MCC 2-92- 
597(b); 


(C) one or more photographs of each large vehicle used in the performance 
of the Contract by the Contractor and any Subcontractor that is retrofitted 
with required safety enhancing equipment as specified above and set 
forth in MCC 2-92-597(b). The photographs must show the large vehicle's 
license plate number with the safety enhancing equipment fitted on the 
vehicle; and 
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(D) a certification that the Contractor and any Subcontractor in the contract 
have met the requirements MCC 2-92-597 and the terms of the contract 
specified pursuant to that section. 


5. Time Extension and Annual Waiver Requests 
Upon a written request, accompanied by a compliance plan, of a Contractor or 
Subcontractor of a Contract entered on or before December 31, 2018, the CPO, in 
consultation with the Department, may grant a time extension of not more than six 
months for compliance with the requirements of MCC 2-92-597 with regard to the 
Contract. 


Contractor and any Subcontractors may apply to the CPO for an annual waiver from the 
requirements of MCC 2-92-597. See MCC 2-92-597(g). 


6. Costs 
All costs that the contractor or any subcontractor may incur to comply with contract 
requirements imposed pursuant to this section are incidental to the overall contract. No 
additional time or monies shall be granted to the contractor for compliance with these 
requirements. 


7. Enforcement 
The CPO or Commissioner is authorized to inspect or to have inspected any large 
vehicle used in the performance of this Contract in order to ensure compliance with 
Safety Enhancing Equipment requirements and MCC 2-92-597. 


In addition to other remedies provided by law or specified in the Contract, any person 
who knowingly makes a false statement of material fact to any city agency with respect 
to compliance with any contract requirements specified pursuant to MCC 2-92-597 or 
rules promulgated thereunder shall be fined not less than $1,000.00 nor more than 
$5,000.00 for each such false statement. For purposes of MCC 2-92-597, a person 
knowingly makes a false statement of material fact when such person makes a false 
statement of material fact as provided in subsection (d) of Section 1-21-010. 


W. Policy Prohibiting Sexual Harassment (Section 2-92-612 of the Chicago Municipal 
Code) 


For purposes of this section, the following definitions shall apply: 


“Contract” means any contract, purchase order, construction project, or other agreement 
(other than a delegate agency contract or lease of real property or collective bargaining 
agreement) awarded by the city and whose cost is to be paid from funds belonging to or 
administered by the city. 


“Contractor” means the person to whom a contract is awarded. 


“Sexual harassment” means any unwelcome sexual advances or requests for sexual 
favors or conduct of a sexual nature when (i) submission to such conduct is made either 
explicitly or implicitly a term or condition of an individual's employment; or (ii) submission 
to or rejection of such conduct by an individual is used as the basis for any employment 
decision affecting the individual; or (iii) such conduct has the purpose or effect of 
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substantially interfering with an individual's work performance or creating an intimidating, 
hostile or offensive working environment. 


“Subcontractor” means any person that enters into a contract with a contractor to 
perform work on a contract. 


As a condition of contract award, Contractor shall, as prescribed by the Chief 
Procurement Officer, attest by affidavit that Contractor has a written policy prohibiting 
sexual harassment that shall include, at a minimum, the following information: (i) the 
illegality of sexual harassment; (ii) the definition of sexual harassment; and (iii) the legal 
recourse available for victims of sexual harassment. Contractor's affidavit is included in 
Book 2 in the form titled “Sexual Harassment Policy Affidavit’. 


Contractor's failure to have a written policy prohibiting sexual harassment as provided 
above shall constitute an event of default. In the event of default, the Chief Procurement 
Officer shall notify Contractor of such noncompliance and may, as appropriate: (i) issue 
Contractor an opportunity to cure consistent with the default provisions in this 
Agreement; (ii) terminate the contract; or (iii) take any other action consistent with the 
default provisions in the contract. This section shall not be construed to prohibit the City 
from prosecuting any person who knowingly makes a false statement of material fact to 
the city pursuant to Chapter 1-21 of this Code, or from availing itself of any other 
remedies under contract or law. 


X. Policy on Non-Disclosure of Salary History (Section 2-92-385 of the Chicago 
Municipal Code) 


For purposes of this section, the following definitions shall apply: 


“Contract” means any Agreement or transaction pursuant to which a contractor (i) 
receives City funds in consideration for services, work or goods provided or rendered, 
including contracts for legal or other professional services, or (ii) pays the City money in 
consideration for a license, grant or concession allowing it to conduct a business on City 
premises, and includes any contracts not awarded or processed by the Department of 
Procurement Services. 


“Contractor” means the person to whom a contract is awarded. 


As a condition of contract award, Contractor shall, as prescribed by the Chief 
Procurement Officer, attest by affidavit that Contractor has a policy that conforms to the 
following requirements: 

(1) Contractor shall not screen job applicants based on their wage or salary 
history, including by requiring that an applicant's prior wages, 
including benefits or other compensation, satisfy minimum or 
maximum criteria; or by requesting or requiring an applicant to 
disclose prior wages or salary, either (i) as a condition of being 
interviewed, (ii) as a condition of continuing to be considered for an 
offer of employment, (iii) as a condition of an offer of employment or 
an offer of compensation, or (iv) as a condition of employment 
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(2) Contractor shall not seek an applicant's wage or salary history, including 
benefits or other compensation, from any current or former employer. 


Contractor’s affidavit is included in Appendix C to Contractor's Economic Disclosure 
Statement. 


If Contractor violates the above requirements, Contractor may be deemed ineligible to 
contract with the City; any contract, extension, or renewal thereof awarded in violation of 
the above requirements may be voidable at the option of the City. Provided, however, 
that upon a finding of a violation by Contractor, no contract shall be voided, terminated, 
or revoked without consideration by the Chief Procurement Officer of such action’s 
impact on the Contractor's MBE or WBE subcontractors. 


Deemed Inclusion 


Provisions required by Applicable Law to be inserted in the Agreement are deemed inserted 
in the Agreement whether or not they appear in the Agreement or, upon application by either 
party, the Agreement will be amended to make the insertion; however, in no event will the 
failure to insert the provisions before or after the Agreement is signed prevent its 
enforcement. 


XXII. STATUTORY ADJUSTMENTS TO THE BID 


A. 


City-based Businesses (Chicago Business Preference) 
For purposes of this section only, the following definitions shall apply: 


“City-based business” means a person who (i) conducts meaningful day-to-day business 
operations at a facility located within the city and reports such facility to the Internal Revenue 
Service as a place of employment for the majority of its regular, full-time workforce; (ii) holds 
all appropriate city licenses; and (iii) is subject to applicable city taxes. These taxes may 
include the City Wheel Tax as provided at Chapter 3-56 of the MCC. 


“City residents,” as defined in Section 2-92-330 of the MCC, means persons domiciled within 
the city. 


“Contract” means any contract, purchase order or agreement awarded by the city and 
whose cost is to be paid from funds belonging to or administered by the city; provided that 
the term “contract” does not include: (i) a delegate agency contract; (ii) a lease of real 
property; or (iii) a collective bargaining agreement. 

“Prime Contractor’ means a person who is a city- based business and the primary contractor 
onacontract. A “Prime Contractor” does not include any subcontractors. 


”City resident employee” means an individual who resides In the City and who Is employed 
by a prime contractor in a permanent, full-time employment and whose work is not counted 
towards the work hours required by Section 2-92-330. 


"Socio-economically disadvantaged area" means an area within the City that meets the 
criteria for designation as a socio-economically disadvantaged area as set forth in rules 
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promulgated by the City's Commissioner of Planning and Development pursuant to Section 
2-92-390. 


If these Bid Documents pertain to a Contract having an estimated contract value of 
$100,000 or more, the CPO may apply a bid preference ("City Based Business Preference") 
of: (i) four percent of the contract base bid; or (ii) six percent of the contract base bid, if the 
majority of such prime contractor's employees are city resident employees; or (iii) eight 
percent of the contract base bid, if such prime contractor is eligible for an incentive under 
subsection (ii) and the majority of such contractor's city resident employees are residents of 
a socio-economically disadvantaged area, in accordance with section 2-92-412 of the MCC, 
to any qualified bidder that is a Prime Contractor. If the CPO has determined that a City 
Based Business Preference may be applied, it will be indicated on the cover page of the Bid 
Documents. 


If a City Based Business Preference is applied to a Bidder's Bid, the Local Goods Incentive 
pursuant to Section 2-92-410 of the MCC will not be applied to that same Bid. 


Bidders desiring to take advantage of the City Based Business Preference must submit 
documentation with their Bid that Bidder is a City-Based Business. 


B. Locally Manufactured Goods 
For purposes of this section only, the following definitions shall apply: 


“City-based manufacturer” means a person who: (i) holds any appropriate city license; (ii) is 
subject to applicable city taxes; and (iii) owns, operates, or leases a manufacturing facility 
within the city. 


“Contract for goods” means any contract, purchase order or agreement for the purchase of 
goods awarded by the city and whose cost is to be paid from funds belonging to or 
administered by the city; provided that a “contract” does not include: (i) a delegate agency 
contract; (ii) a lease of real property; (iii) a collective bargaining agreement; or (iv) a 
construction contract as defined in Section 2-92-670. 


“Locally manufactured goods” means goods whose value, either in whole or in part, is 
derived from growing, producing, processing, assembling, or manufacturing activities that 
occur within a city-based manufacturer's facility located within the city. 


“Manufacture” means to produce tangible goods for use from raw or prepared materials by 
giving the materials new forms, qualities, properties or combinations, whether by hand-labor 
or machines. 


If these Bid Documents pertain to a Contract for Goods having an estimated contract value 
of $100,000 or more, the CPO may allocate a bid incentive ("Local Goods Incentive") in 
accordance with section 2-92-410 of the MCC. If the CPO has determined that a Local 
Goods Incentive will be allocated, it will be indicated on the cover page of the Bid 
Documents and shall consist of the following: 


Total Dollar Value of Locally Manufactured Bid Incentive 
Goods Provided in the Contract 
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25% to 49% 1% of the contract base 
bid 

50% to 74% 1.5% of the contract base 
bid 

75% or greater 2% of the contract base 
bid 


Bidders desiring to take advantage of the Local Goods Incentive, if allocated, must submit 
documentation with their bid that the goods to be provided will be locally manufactured 
goods. 


Upon completion of the work, any contractor that has failed to supply the required 
percentage of locally manufactured goods for which the Local Goods Incentive was 
allocated shall be fined in an amount equal to three times the amount of the difference 
between the bid incentive allocated and the bid incentive that would have been allocated to 
that contractor for the amount of locally manufactured goods actually supplied under the 
contract, unless the contractor can demonstrate that due to circumstances beyond the 
contractor's control, the contractor for good cause was unable to provide the required 
percentage of locally manufactured goods. 


Alternatively Powered Vehicles Bid Incentive 


1. Definitions for Alternatively Powered Vehicles Bid Incentive 
For purposes of this Section XXII.C only, the following definitions apply: 


"Alternative fuel" has the meaning ascribed to that term in the Energy Policy Act of 1992, 
and the rules promulgated by the United States Department of Energy pursuant to that 
Act. The term "alternative fuel" includes but is not limited to natural gas, liquefied 
petroleum gas, hydrogen, ethanol E85 or electricity; 


"Alternatively powered vehicle" means a vehicle that: 


(i) is fueled by alternative fuel; provided that if a vehicle is capable of being powered 
by alternative fuel and traditional petroleum-based gasoline or petroleum-based diesel 
fuel, the vehicle must be powered by the alternative fuel for no less than 80% BTUs 
consumed during the three months prior to the submission of the bid; or 


(ii) is commonly referred to as a hybrid vehicle that is capable of being powered by a 
combination of any fuel and an alternative power source and the alternative power 
source includes an energy storage system to store generated or accumulated energy 
which substantially reduces the fuel use and emissions when compared to a standard 
vehicle of the same age, type and size; or 


(iii) is fueled by a biodiesel blend; provided that the vehicle is powered by the 
biodiesel blend for no less than 80% of the gallons consumed during the three months 
prior to the submission of the bid; or 
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(iv) is fueled by traditional petroleum-based gasoline or petroleum-based diesel fuel, 
but powered by an engine substantially more efficiently designed than a standard vehicle 
of the same age, type and size; provided that the vehicle is rated by the United States 
Environmental Protection Agency in the top 5% for fuel efficiency for similar vehicles. 


An "alternatively powered vehicle" does not include any vehicle which is: (i) primarily 
used in a warehouse or similar type of enclosed structure; (ii) required to use, or given 
credit for using, alternative fuel by any federal, state or local law; or (iii) subject to 
Section 2-92-595 of the Municipal Code of Chicago. 


"Bid incentive" means an amount deducted, for bid evaluation purposes only, from the 
contract base bid in order to calculate the bid price to be used to evaluate the bid on a 
competitively bid contract. 


"Biodiesel blend" has the meaning ascribed to that term in Section 2-92-595 of the 
Municipal Code of Chicago. 


"Construction project" has the meaning ascribed to that term in Section 2-92-335 of the 
Municipal Code of Chicago. 


"Contract" means any contract, purchase order, construction project, or other agreement 
(other than a delegate agency contract or lease of real property or collective bargaining 
agreement) awarded by the city and whose cost is to be paid from funds belonging to or 
administered by the city. 


"Contract base bid" means the total dollar amount a contractor bids on a contract without 
factoring any bid incentive or percentage reductions in the bid amount. 


"Eligible business" means a business located within the counties of Cook, DuPage, 
Kane, Lake, McHenry or Will in the State of Illinois (the “Six County Region”), and as to 
which: (1) a majority of the business' fleet is located and used within the Six County 
Region; and (2) a majority of those vehicles located and used within the Six County 
Region are alternatively powered vehicles. 


"Fleet" means 10 or more vehicles that are owned, operated, leased or otherwise 
controlled by a business. 


"Vehicle" means every device powered by a motor or engine and by, upon, or in which 
any person or property is or may be transported or drawn upon a street or highway, 
except a “vehicle” shall not include motorized wheelchairs, golf carts, neighborhood 
electric vehicles, as that term is defined in Section 9-4-010 of the Municipal Code of 
Chicago, devices moved solely by human power, devices used exclusively upon 
stationary rails or tracks, or snowmobiles, as defined in the Snowmobile Registration and 
Safety Act of Illinois. 


2. Eligibility for Alternatively Powered Vehicles Bid Incentive 
a. Unless otherwise prohibited by any federal, state or local law, for any 
contract having an estimated contract value of $100,000 or more advertised, or if 
not advertised awarded, the chief procurement officer may allocate a bid 
incentive of 1/2% of the contract base price to a qualified bidder when the 
qualified bidder is an eligible business. If the CPO has determined that an 
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Alternatively Powered Vehicles Preference may be applied, it will be indicated on 
the cover page of the Bid Documents. 


b. The bid incentive is used only to calculate an amount to be used in 
evaluating the bid to determine the low bidder, and it does not affect the contract 
price. 


Cc. For purposes of this section the total dollar value of a construction project 
contract includes both materials and labor. 


d. As a condition of being awarded the bid incentive, the eligible business 
shall continue to meet the definition of an eligible business during the term of the 
contract. 


e. The contractor shall maintain adequate records necessary to monitor 
compliance with this section and shall submit such reports as required by the 
chief procurement officer. Full access to the contractor's and subcontractors' 
records shall be granted to the chief procurement officer, the commissioner of the 
supervising department, the inspector general, or any duly authorized 
representative thereof. The contractor and subcontractors shall maintain all 
relevant records for a period of no less than seven years after final acceptance of 
the work. 


f. A bidder desiring to receive an incentive pursuant to this section shall 
include with its bid submission the Affidavit of Eligible Business for Bid Incentive 
for Alternative Powered Vehicles, which affirms that the bidder satisfies all 
pertinent requirements as an eligible business. 


g. Upon completion of the work, any eligible business that receives a bid 
preference but that fails to meet the definition as an eligible business during the 
term of the contract shall be fined in an amount equal to three times the amount 
of the bid incentive awarded. 


h. This section shall not apply to any contract to the extent that the 
requirements imposed by this section are inconsistent with procedures or 
standards required by any law or regulation of the United States or the State of 
Illinois to the extent such inconsistency is not permitted under law or the home 
rule powers of the city. 


D. Bid Incentives for Veteran-Owned Small Local Businesses and Eligible Joint 
Ventures 


(1) Definitions 


City Funded 


112 


Department of Transportation 


Terms and Conditions for Construction Contract - Book 1 
(Revised July 2020) 


For purposes of this section only, the following definitions shall apply: 


"Bid incentive" means an amount deducted, for bid evaluation purposes only, from the 
contract base bid in order to calculate the bid price to be used to evaluate the bid on a 
competitively bid contract. 


"Contract base bid" means the total dollar amount a contractor bids on a contract without 
factoring any bid incentive or percentage reductions to the bid amount. 


"Eligible joint venture" means an association of one or more small local business 
enterprises in combination with one or more veteran-owned business enterprises, 
proposing to perform as a single for-profit business enterprise, in which each joint 
venture partner contributes property, capital, efforts, skill and knowledge. Joint ventures 
must have an agreement in writing specifying the terms and conditions of the 
relationship between the partners and their respective roles in the contract. 


"Local business enterprise" means a business entity located within the counties of Cook, 
DuPage, Kane, Lake, McHenry or Will in the State of Illinois (the "Six County Region"), 
which has the majority of its regular, full time work force located within the Six County 
Region. 


"Owned" means having all of the customary incidents of ownership, including the right of 
disposition, and sharing in all of the risks, responsibilities and profits commensurate with 
the degree of ownership. 


"Prime contractor" means a person who is the primary contractor on a contract. 


"Small business enterprise" means: (i) for a construction business enterprise, a small 
business enterprise, as the term is defined in MCC 2-92-670; or (ii) for a non- 
construction business enterprise, a business enterprise which is not an established 
business, as the term is defined in MCC 2-92-640. 


"Small local business enterprise" ("SBE") means a local business enterprise which is 
also a small business enterprise. 


"Veteran-owned business enterprise" means an enterprise which: (1) is at least 51 
percent owned by one or more veterans, or in the case of a publicly held corporation, at 
least 51 percent of all classes of the stock of which is owned by one or more veterans, 
whose management, policies, major decisions and daily business operations are 
independently managed and controlled by one or more veterans; and (2) has been: (i) 
certified by the City as a veteran-owned small local business pursuant to MCC 2-92-930; 
(ii) certified by the County of Cook as a veteran business enterprise; (iii) certified by the 
State of Illinois as a qualified service-disabled veteran-owned small business or a 
qualified veteran-owned small business pursuant to 30 ILCS 500/45-57; or (iv) verified 
and approved by the United States Department of Veterans Affairs as a service-disabled 
veteran-owned small business or a veteran-owned small business. 


"Veteran-owned small local business" ("VBE") means a business that is both a veteran- 
owned business enterprise and a small local business enterprise, and which has been 
certified by the City as a veteran-owned small local business pursuant to MCC 2-92-930. 
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"Veteran" means a person who has served in the United States armed forces and was 
discharged or separated under honorable conditions. 


(2) Bid Incentive 


Unless otherwise prohibited by any federal, state or local law, the CPO shall allocate a 
bid incentive of 5% of the contract base price, in accordance with section 2-92-950 of the 
MCC, to any qualified bidder that is a veteran-owned small local business or an eligible 
joint venture. 


The bid incentive is used only to calculate an amount to be used in evaluating the bid to 
determine the low bidder, and it does not affect the contract price. 


Bidders desiring to receive this incentive must submit an affidavit and other supporting 
documents demonstrating that the bidder satisfies all pertinent requirements as a 
veteran-owned small local business or an eligible joint venture. Bidders should consult 
the DPS regulations regarding this incentive and be prepared to comply with the self- 
performance requirements, which in some circumstances affect the calculation of MBE 
and WBE participation toward contract goals when a small business enterprise involved 
in receiving this incentive is also a certified MBE or WBE. 


As a condition of being awarded the bid incentive, the veteran-owned small local 
business or eligible joint venture shall continue to meet the definition of a veteran-owned 
small local business or an eligible joint venture. If a contract is awarded to the veteran- 
owned small local business or eligible joint venture, upon completion of the work, any 
veteran-owned small local business or eligible joint venture that receives a bid 
preference but fails to meet the definition of a veteran-owned small local business or 
eligible joint venture during the term of the contract for which the bid incentive was 
awarded shall be fined in an amount equal to three times the amount of the bid incentive 
awarded. 


The contractor shall maintain adequate records necessary to ensure compliance with 
this section and shall submit such reports as required by the chief procurement officer. 
Full access to the contractor’s and subcontractors’ records shall be granted to the chief 
procurement officer, the commissioner of the supervising department, the inspector 
general, or any duly authorized representative thereof. The contractor and subcontractor 
shall maintain all relevant records a period that is the longer of seven years or as after 
final acceptance of the work in accordance with the Local Records Act. 


E. Bid Incentive for Utilization of Veteran-Owned Subcontractors 
"Bid incentive" means an amount deducted, for bid evaluation purposes only, from the 
contract base bid in order to calculate the bid price to be used to evaluate the bid on a 
competitively bid contract. 


“Construction project” means any project to be paid for by the city, but which is not 
funded in whole or part by any federal or state funds, to construct, remodel or 
reconstruct any public works, public buildings, public structures, roadways, parkways, 
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bridges, parking facilities or parks, or any portion of any of the same, belonging to the 
city within its geographical boundaries as they exist or shall exist in the future. 


"Contract base bid" means the total dollar amount a contractor bids on a contract without 
factoring any bid incentive or percentage reductions to the bid amount. 


“Prime contractor” means a person who is the primary contractor on a contract. 


“Veteran-owned subcontractor” means a subcontractor that: (i) is a veteran-owned small 
local business, as the term is defined in MCC Section 2-92-920; (ii) holds all appropriate 
city licenses; and (iii) is subject to applicable city taxes; provided that a veteran-owned 
subcontractor shall not include the prime contractor. 


Pursuant to MCC Section 2-92-940, unless otherwise prohibited by any federal, state or 
local law, the CPO shall allocate to any qualified bidder on any construction project the 
following bid incentive for utilization of veteran-owned subcontractors in the performance 
of the contract. 


Total Dollar Value of Work Performed Bid Incentive 

by Veteran-Owned Subcontractors as 

a Percentage of the Total Contract 

Value 

1 to 16% 0.5% of the contract base bid 
17 to 32% 1% of the contract base bid 
33 to 49% 1.5% of the contract base bid 
50% or greater 2% of the contract base bid 


If a veteran-owned subcontractor subcontracts part of the work to another contractor, 
only the value of work performed by the veteran-owned subcontractor’s employees shall 
count towards the bid incentive, unless the sub-subcontractor is a veteran-owned 
subcontractor. 


The bid incentive is used only to calculate an amount to be used in evaluating the bid to 
determine the low bidder, and it does not affect the contract price. 


A contractor shall not be eligible to receive in one contract bid, the bid incentive 
allocated pursuant to this Section 2-92-940 and that allocated pursuant to Section 2-92- 
410 (bid incentive for certain city-based manufacturers). This bid incentive may not be 
combined with any other procurement set-aside benefit for a veteran-owned business 
enterprise under the MCC. 
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If a veteran-owned subcontractor is also an MBE/WBE, any participation on the contract 
that is utilized toward MBE/WBE goals on the prime contractor’s compliance plan shall 
not count toward the total dollar value of work performed by veteran-owned 
subcontractors for purposes of this Bid Incentive. 


The prime contractor shall maintain records adequate to monitor compliance with this 
section and shall submit such reports as required by the CPO. Full access to the prime 
contractor's records shall be granted to the CPO, the commissioner of the supervising 
department, the inspector general, or any duly authorized representative thereof. The 
prime contractor and subcontractors shall maintain all relevant records for at least three 
years after the expiration of the contract. 


The CPO may require, at the time of submission of a bid or at any time during the term 
of the contract, that the bidder or veteran-owned subcontractor submit an affidavit and 
other supporting documents demonstrating that a subcontractor is a veteran-owned 
subcontractor. 


Upon completion of the work, any prime contractor that has failed to retain the 
percentage of veteran-owned subcontracts for which a bid incentive was taken into 
consideration in awarding of a contract shall be fined an amount equal to three times the 
amount of the bid incentive allocated, unless the prime contractor can demonstrate that 
due to circumstances beyond the prime contractor's control, the prime contractor for 
good cause was unable to retain the percentage of veteran-owned subcontractors 
throughout the duration of the contract period. 


F. Graduates of Chicago Schools Apprentice Utilization 


(a) For purposes of this section the following definitions apply: 


“Apprentice” means any person who (1) is sponsored into an apprenticeship training 
program by a contractor that is authorized by a union to sponsor apprentices; and (2) 
has graduated from a Chicago Public Schools high school or is enrolled in, or has 
graduated from, a construction technology training program administered by the City 
Colleges of Chicago. The union's apprenticeship training program must be registered 
with the United States Department of Labor, or approved or recognized by the State of 
Illinois. 


“Bid incentive” means an amount deducted, for bid evaluation purposes only, from the 
contract base bid in order to calculate the bid price to be used to evaluate the bid on a 
competitively bid construction project. 


“Construction project” means any project to be paid for by-D.P.S., but which is not 


funded in whole or part by any federal funds, to construct, remodel or reconstruct any 
public works, public buildings, public structures, roadways, parkways, bridges, parking 
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facilities or parks, or any portion of any of the same, belonging to the City within its 
geographical boundaries as they exist or shall exist in the future. 


“Contract base bid” means the total dollar amount a contractor bids on a construction 
project without factoring any bid incentive or percentage reductions to the bid amount. 


“Earned credit” means the amount of the bid incentive allocated to a contractor upon 
completion of a construction project in which the contractor met or exceeded his or her 
goals for the utilization of apprentices in performance of the total labor hours performed 
under the contract. 


“Earned credit certificate” means a certificate issued by the chief procurement officer 
evidencing the amount of earned credit a contractor has been awarded. 


“Labor hours” means the total hours of workers receiving an hourly wage who are 
directly employed at the work site. “Labor hours” shall include hours performed by 
workers employed by the contractor and all subcontractors working at the work site. 
“Labor hours” shall not include hours worked by non-working foremen, superintendents, 
owners and workers who are not subject to prevailing wage requirements. 


(b) (1) For any construction project advertised having an estimated contract 
value of $100,000.00 or more, and where not otherwise prohibited by federal, state or 
local law, the chief procurement officer shall allocate to any qualified bidder the following 
bid incentive for utilization of apprentices in performance of the total labor hours 
performed under contract. 


Percentage of Total Labor Hours Bid Incentive 
Performed By Apprentices 


5 to 10% 1/2% of bid price 
11 to 15% % of bid price 


The bid incentive shall be calculated and applied in accordance with subsection (b)(2). 
The bid incentive is used only to calculate an amount to be used in evaluating the bid. 
The bid incentive does not affect the contract price. 


(2) As part of the contract close-out procedure, if the chief procurement officer 
determines that the contractor has successfully met its apprentice utilization goals, the 
chief procurement officer shall issue an earned credit certificate that evidences the 
amount of earned credits allocated to the contractor. The contractor may apply the 
earned credits as the bid incentive for any future construction project contract bid of 
equal or greater dollar value. 


The earned credit certificate is valid for three years from the date of issuance and shall 
not be applied towards any future contract bid after the expiration of that period. 
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The contractor may apply the earned credit certificate on multiple future construction 
project contract bids during the three-year period in which the certificate is valid, but may 
only receive one bid incentive for bid evaluation purposes on one construction project 
contract award. If the contractor applies the earned credit certificate on multiple 
construction project bids and is the lowest responsive and responsible bidder on more 
than one construction project bid, the earned credit certificate shall be applied to the 
construction project first to be advertised by D.P.S., or if multiple construction project 
bids were advertised on the same date, the earned credit certificate shall be applied only 
to the construction project with the greatest dollar value. 


(c) The contractor shall maintain accurate and detailed books and records necessary 
to monitor compliance with this section and shall submit such reports as required by the 
chief procurement officer, or the commissioner of the supervising department. 


Full access to the contractor's and subcontractors’ records shall be granted to the chief 
procurement officer, the commissioner of the supervising department, or any duly 
authorized representative thereof. The contractor and subcontractors shall maintain all 
relevant records for a period of at least three years after final acceptance of the work. 


(d) The chief procurement officer is authorized to adopt, promulgate and enforce 
reasonable rules pertaining to the administration and enforcement of this section. 


G. Ex-Offender Apprentice Utilization 


(a) For purposes of this section the following definitions apply: 


“Apprentice” means any person who is: (1) sponsored into an apprenticeship training 
program by a contractor that is authorized by a union to sponsor apprentices; (2) 
participating in a workforce development program of a delegate agency that receives 
funding from the Department Of Family and Support Services; and (3) an ex-offender. 
The union's apprenticeship training program must be registered with the United States 
Department of Labor, or approved or recognized by the State of Illinois. For purposes of 
this definition, “participating in’ means the duration of the pertinent contract or one year, 
whichever is less. 


“Bid incentive” means an amount deducted, for bid evaluation purposes only, from the 
contract base bid in order to calculate the bid price to be used to evaluate the bid on a 
competitively bid construction project. 


“Construction project” means any project to be paid for by the City, but which is not 
funded in whole or part by any federal or state funds, to construct, remodel or 
reconstruct any public works, public buildings, public structures, roadways, parkways, 
bridges, parking facilities or parks, or any portion of any of the same, belonging to the 
City within its geographical boundaries as they exist or shall exist in the future. 


City Funded 118 


Department of Transportation 


Terms and Conditions for Construction Contract - Book 1 
(Revised July 2020) 


“Contract base bid” means the total dollar amount a contractor bids on a construction 
project without factoring any bid incentive or percentage reductions to the bid amount. 


“Earned credit” means the amount of the bid incentive allocated to a contractor upon 
completion of a construction project in which the contractor met or exceeded his or her 
goals for the utilization of apprentices in performance of the total labor hours performed 
under the contract. 


“Earned credit certificate” means a certificate issued by the chief procurement officer 
evidencing the amount of earned credit a contractor has been awarded. 


“Ex-offender” means a resident of the City of Chicago who has been convicted of an 
imprisonable offense under the Illinois Criminal Code or another state's penal statute. 


“Labor hours” means the total hours of workers receiving an hourly wage who are 
directly employed at the work site. “Labor hours” shall include hours performed by 
workers employed by the contractor and all subcontractors working at the work site. 
“Labor hours” shall not include hours worked by non-working foremen, superintendents, 
owners and workers who are not subject to prevailing wage requirements. 


(b)(1) For any construction project advertised after the effective date of this section 
having an estimated contract value of $100,000.00 or more, and where not otherwise 
prohibited by federal, state or local law, the chief procurement officer shall allocate to 
any qualified bidder the following bid incentive for utilization of apprentices in 
performance of the total labor hours performed under the contract. 


(2) The Chief Procurement Officer is authorized to limit or preclude the use of 
apprentices for a particular contract if she determines, following consultation with the 
Commissioner of Family and Support Services, that the nature of the underlying offense 
raises concerns of suitability for that contract. 


Percentage of Total Labor Hours Bid Incentive 
Performed By Ex-Offender Apprentices 


5 to 10% 1/2% of bid price 
11 to 15% % of bid price 


The bid incentive shall be calculated and applied in accordance with subsection (c)(2). 
The bid incentive does not affect the contract price and is used only to calculate an 
amount to be used in evaluating the bid. 
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(c)(1) For all construction projects advertised after the effective date of this section, the 
chief procurement officer shall include the bid incentive provision in all such 
advertisements, unless the limitation or preclusion of subsection (b)(2) applies. 


(2) As part of the contract close-out procedure, if the chief procurement officer 
determines that the contractor has successfully met its apprentice utilization goals, the 
chief procurement officer shall issue an earned credit certificate that evidences the 
amount of earned credits allocated to the contractor. The contractor may apply the 
earned credits as the bid incentive for any future construction project contract bid of 
equal or greater dollar value. 


The earned credit certificate is valid for three years from the date of issuance and shall 
not be applied towards any future contract bid after the expiration of that period. 


The contractor may apply the earned credit certificate on multiple future construction 
project contract bids during the three-year period in which the certificate is valid, but may 
only receive one bid incentive for bid evaluation purposes on one construction project 
contract award. If the contractor applies the earned credit certificate on multiple 
construction project bids and is the lowest responsive and responsible bidder on more 
than one construction project bid, the earned credit certificate shall be applied to the 
construction project first to be advertised by D.P.S., or if multiple construction project 
bids were advertised on the same date, the earned credit certificate shall be applied only 
to the construction project with the greatest dollar value. 


(d) The contractor shall maintain accurate and detailed books and records necessary 
to monitor compliance with this section and shall submit such reports as required by the 
chief procurement officer, or the commissioner of the supervising department. 


Full access to the contractor's and subcontractors’ records shall be granted to the chief 
procurement officer, the commissioner of the supervising department, or any duly 
authorized representative thereof. The contractor and subcontractors shall maintain all 
relevant records for at least three years after final acceptance of the work. 


(e) The chief procurement officer is authorized to adopt, promulgate and enforce 
rules pertaining to the administration and enforcement of this section. 


H. Mentoring Program Bid Preference 


For purposes of this section only, the following definitions shall apply: 


"Mentoring agreement" means a written mentor-protégé agreement approved by the CPO 
with MBEs and WBEs to develop their capacity in becoming self-sufficient, competitive and 
profitable business enterprises, as defined in Section 2-92-535. 


"Subcontractor-to-subcontractor mentoring agreement" means a subcontractor’s written 
mentor-protégé agreement approved by the CPO to develop the capacity of MBE or WBE 
subcontractors, as defined in Section 2-92-535. 
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Unless otherwise prohibited by any federal, state or local law, the CPO shall allocate a bid 
incentive of 1% of the contract base price, in accordance with Section 2-92-535 of the 
MCC, to any prime contractor that has entered into a mentoring agreement or whose 
subcontractor has entered into a subcontractor-to-subcontractor mentoring agreement. 


Bidders desiring to receive this incentive must submit an affidavit and other supporting 
documents demonstrating that the bidder satisfies all pertinent requirements as a veteran- 
owned small local business or an eligible joint venture at the time of bid submission and at 
any time during the term of the Contract, as requested by the CPO. 


As a condition of being awarded the bid preference, the Contractor shall maintain records 
adequate to monitor compliance with MCC Section 2-92-535 and shall submit such reports 
as required by the CPO. Full access to the Contractor's records shall be granted to the 
CPO, the Commissioner of the supervising department, the Inspector General, or any duly 
authorized representative thereof. The Contractor and subcontractors shall maintain all 
relevant records for a period of no less than three years after the expiration of the Contract. 


Upon completion of the work, any Contractor that has failed to maintain a mentoring 
agreement or a subcontractor that has a subcontractor-to-subcontractor mentoring 
agreement, for which a bid preference was taken into consideration in awarding of a 
contract, shall be fined in an amount equal to three times the amount of the bid preference 
allocated, unless the Contractor can demonstrate that due to circumstances beyond the 
Contractor’s control, the Contractor for good cause was unable to maintain a mentoring 
agreement or a subcontractor that has a subcontractor-to-subcontractor mentoring 
agreement throughout the duration of the Contract period. 


I. Commitment Regarding Business Enterprises Owned By People With Disabilities 
(BEPD) 


(a) Policy and Terms. It is the policy of the City that businesses certified as Business 
Enterprises owned by People with Disabilities (BEPD) in accordance with MCC 2-92-337 et 
seq., Regulations Governing Certification of Business Enterprises owned by People with 
Disabilities, and all other Regulations promulgated under the aforementioned sections of 
the Municipal Code; shall have the full and fair opportunities to participate fully in the 
performance of this Contract. Therefore, the Bidder or Contractor shall not discriminate 
against any person or business on the basis of disability, and shall take affirmative actions 
to ensure BEPDs shall have full and fair opportunities to compete for and perform 
subcontracts for supplies or services. 


Failure to carry out the commitments and policies set forth herein shall constitute a material 
breach of the Contract and may result in the termination of the Contract or such remedy as 
the City deems appropriate. 


(b) Definitions. 


For purposes of this section only, the following definitions apply: 
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(1)“Business Enterprises owned or operated by People with Disabilities” or “BEPD” has the 
same meaning ascribed to it in section 2-92-586. 


(2)“Bid incentive” means an amount deducted, for bid evaluation purposes only, from the 
contract base bid in order to calculate the bid price to be used to evaluate the bid on a 
competitively bid contract. 


(3)“Contract base bid” means the total dollar amount a contractor bids on a contract without 
factoring any bid incentive or percentage reductions to the bid amount. 


(c) Commitments. Where not otherwise prohibited by federal, state, or local law, the CPO 
shall allocate to any qualified bidder the following bid incentive for utilization of a BEPD as a 
prime contractor or subcontractor in the performance of the contract. 


% of total dollar contract amount | Bid incentive 

performed by BEPD 

2 to 5% 1% of the contract base 
bid 

6 to 9% 2% of the contract base 
bid 

10 to 13% 3% of the contract base 
bid 

14% or more 4% of the contract base 
bid 


The bid incentive shall be calculated and applied in accordance with the provisions of 
this section. The bid incentive is used only to calculate an amount to be used in 
evaluating the bid. The bid incentive does not affect the contract price. 


Upon completion of the work, any Contractor that has failed to retain the percentage of 
BEPD subcontractors for which a bid incentive was taken into consideration in awarding 
of a contract shall be fined an amount equal to three times the amount of the bid 
incentive allocated, unless the Contractor can demonstrate that due to circumstances 
beyond the Contractor's control, the Contractor for good cause was unable to retain the 
percentage of BEPD participants throughout the duration of the contract period. 


(d) Records and Reports. The Contractor shall maintain accurate and detailed books and 
records necessary to monitor compliance with this section and shall submit such reports 
as required by the CPO, or the commissioner of the supervising department. 


Full access to the Contractor’s and Subcontractor’s records shall be granted to the CPO, 
the commissioner of the supervising department, or any duly authorized representative 
thereof. The Contractor and Subcontractors shall maintain all relevant records for a 
period of at least three years after final acceptance of the work. 
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J. Commitment to Encourage Diverse Workforce and Management 
For purposes of this section only, the following definitions shall apply: 


“Contract” means the contract, purchase order or agreement awarded by the City and 
whose cost is to be paid from funds belonging to or administered by the City; provided 
that the term “Contract” does not include: (i) a delegate agency contract; (ii) a lease of 
real property; or (iii) a collective bargaining agreement. 


“Diverse” means any of the following racial or ethnic groups: 


African-Americans or Blacks (persons having origins in any of the Black racial 
groups of Africa); 


Hispanics (persons of Spanish culture with origins in Mexico, South or Central 
America or the Caribbean Islands, regardless of race); 


Asian-Americans (persons having origins in any of the original peoples of East 
Asia, Southeast Asia, the Indian subcontinent, or the Pacific Islands); and 


Other groups, or other individuals, found by the board to be socially and 
economically disadvantaged and to have suffered actual racial, ethnic or gender 
discrimination and decreased opportunities to compete in Chicago area markets 
or to do business with the City. 


“Prime Contractor’ means the Contractor and does not include any subcontractors. 


“Management” means business owners, partners and any others who have a fiduciary 
duty to the business. 


“Workforce” means all who are employed by Contractor in a permanent, full-time 
employment capacity. 


Unless otherwise prohibited by any federal, state or local law, for any contract having an 
estimated contract value of $100,000 or more advertised, or if not advertised awarded by 
competitive bid, the CPO shall allocate to any qualifying bidder the following bid 
incentive for diverse management and diverse workforce: 


Total % Of Contractor Bid Incentive 

Management That Is Diverse 

10% To 20% 0.5% Of The Contract 
Base Bid 

Greater Than 20% Up To 40% 2% Of The Contract 
Base Bid 

Greater Than 40% 4% Of The Contract 
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Base Bid 


Total % Of Contractor Workforce | Bid Incentive 
That Is Diverse 


10% To 20% 2% Of The Contract 
Base Bid 

Greater Than 20% Up To 40% 4% Of The Contract 
Base Bid 

Greater Than 40% 6% Of The Contract 
Base Bid 


A Prime Contractor may qualify for and apply both the diverse management and diverse 
workforce bid incentives. 


The bid incentive is used only to calculate an amount to be used in evaluating the bid to 
determine the low bidder, and it does not affect the Contract price. 


The Prime Contractor shall maintain records adequate to monitor compliance with this 
section and shall submit such reports as required by the CPO. Full access to the Prime 
Contractor’s records shall be granted to the CPO, the Commissioner of the supervising 
department, the Inspector General, or any duly authorized representative thereof. The 
Prime Contractor shall maintain all relevant records for a period of no less than three 
years after the expiration of the Contract. 


The CPO may require, at the time of submission of a bid or at any time during the term 
of the Contract, that the bidder of Prime Contractor submit an affidavit and other 
supporting documents demonstrating that the bidder or Prime Contractor is eligible for 
the diverse management and/or diverse workforce bid incentives. 


Upon completion of the work, any Prime Contractor that has failed to retain the 
percentage of diverse management and/or diverse workforce for which a bid incentive 
was taken into consideration in awarding of a contract shall be fined in an amount equal 
to three times the amount of the bid incentive allocated, unless the Prime Contractor can 
demonstrate that due to circumstances beyond the Prime Contractor’s control, the Prime 
Contractor for good cause was unable to retain the percentage of diverse management 
and/or diverse workforce throughout the duration of the Contract period. 


K. Project Area Subcontractor Bid Preference 


For purposes of this section only, the following definitions shall apply: 


"Construction project" means any project to be paid for by the city, but which is not funded in 
whole or part by any federal or state funds, to construct, remodel or reconstruct any public 
works, public buildings, public structures, roadways, parkways, bridges, parking facilities or 
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parks, or any portion of any of the same, belonging to the city within its geographical boundaries 
as they exist or shall exist in the future. 


"Department" means the Department of Procurement Services. 


"Project-area subcontractor" means a person who: (i) conducts meaningful day-to-day business 
operations at a facility located within that part of the city designated as the project area in the 
information for bidders issued by the department and that facility is the place of employment for 
the majority of that person's regular, full-time workforce; (ii) holds all appropriate city licenses; 
(iii) is a small business enterprise; and (iv) is subject to applicable city taxes; provided that a 
project-area subcontractor shall not include the prime contractor. 


"Prime Contractor" means a person who is the primary contractor on a contract. 


"Small business enterprise" means a small business as defined by the U.S. Small Business 
Administration, pursuant to the business size standards found in 13 C.F.R. Part 121, relevant to 
the scope of work the business seeks to perform on city contracts. A business is not an eligible 
small business enterprise in any city fiscal year in which its gross receipts, averaged over the 
firm's previous five fiscal years, exceed the size standards of 13 C.F.R. Part 121. 


Application of Project Area Subcontractor Bid Preference 


A. For any construction project advertised after the effective date of this section and where not 
otherwise prohibited by federal, state or local law, the Chief Procurement Officer shall allocate 
to any qualified bidder the following bid incentive for utilization of project-area subcontractors in 
the performance of the contract. 


Total dollar value of work Bid Incentive 
performed by project-area 
subcontractors as a 
percentage of the total 
contract value 


1 to 16% 0.5% of the contract 
base bid 

17 to 32% 1% of the contract base 
bid 

33 to 49% 1.5% of the contract 
base bid 

50% or greater 2% of the contract base 
bid 


If a project-area subcontractor subcontracts part of the work to another contractor, only the 
value of work performed by the project-area subcontractor's employees shall count towards the 
bid incentive, unless the sub-subcontractor is a project-area subcontractor. 


The bid incentive is used only to calculate an amount to be used in evaluating the bid to 
determine the low bidder, and it does not affect the contract price. 


Bidders desiring to receive this incentive must submit an affidavit and other supporting 
documents demonstrating that the bidder satisfies all pertinent requirements. 


B. The Chief Procurement Officer may determine not to allocate a bid incentive under this section, 
under the following conditions: 
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(i) an emergency exists; 
(ii) for cooperative purchasing or cooperative construction contracts; 
or 


(iii) the chief procurement officer otherwise concludes that the allocation of a bid incentive is not 
in the city's best interest. 


Record-Keeping 

The prime contractor shall maintain records adequate to monitor compliance with this section 
and shall submit such reports as required by the Chief Procurement Officer. Full access to the 
prime contractor's records shall be granted to the Chief Procurement Officer, the commissioner 
of the supervising department, the inspector general, or any duly authorized representative 
thereof. The prime contractor and subcontractors shall maintain all relevant records for a period 
of at least three years after the expiration of the contract, unless the contract generally requires 
records to be preserved for a longer period. 


Affidavit Required 
The Chief Procurement Officer may require, at the time of bidding, at any time during bid 


evaluation or at any time during the term of the contract, that bidder/contractor and/or project 
area subcontractor submit affidavits and other supporting documents demonstrating that a 
subcontractor is a project-area subcontractor. 


Failure to Retain Project Area Subcontractors 
Upon completion of the work, any prime contractor that has failed to retain the percentage of 


project-area subcontracts for which a bid incentive was taken into consideration in awarding of a 
contract shall be fined an amount equal to three times the amount of the bid incentive allocated, 
unless the prime contractor can demonstrate that due to circumstances beyond the prime 
contractor's control, the prime contractor for good cause was unable to retain the percentage of 
project-area subcontractors throughout the duration of the contract period. 


XXIll. MISCELLANEOUS 


A. 


B. 


C. 


Counterparts 


This Contract is comprised of several identical counterparts, each to be fully executed by the parties 
and each to be deemed an original having identical legal effect. 


Modifications 


No changes, modifications, cancellation, or discharge of this Contract, or any part of it, is valid 
unless in writing and signed by the parties to it, or their respective successors and assigns. 


1. 


No Waiver of Legal Rights 


The City will not be precluded or estopped from showing the true amount and character of the 
Work performed and materials furnished by you, or from showing that any measurement, 
estimate, or certificate is untrue or incorrectly made, or that the Work or materials do not 
conform in fact to the Contract. The City will not be precluded or estopped from recovering from 
you and your sureties such damages as the City may sustain by reason of your failure to comply 
with the terms of the Contract. 


Neither the acceptance by the City, or any representative of the City, nor any payment for or 
acceptance of the whole or any part of the Work, nor any extension of time, nor any possession 
taken by the City, will operate as a waiver by the City of any portion of the Contract, or of any 
power reserved in it or any right of the City to damages provided in it. A waiver of any breach of 
the Contract does not constitute a waiver of any other or subsequent breach. 
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3. Miscellaneous Provisions: Whenever under this Contract, the City by a proper authority waives 
your performance in any respect or waives a requirement or condition to either the City’s or your 
performance, the waiver so granted, whether express or implied, only applies to the particular 
instance and is not deemed a waiver forever or for subsequent instance of the performance, 
requirement, or condition. No such waiver may be construed as a modification of this Contract 
regardless of the number of times the City may have waived the performance, requirement, or 
condition. 


D. Governing Law 


This Contract is governed in accordance with the laws of the State of Illinois without regard to 
choice of law principles. You irrevocably submit, and will cause your Subcontractors to submit, to 
the original jurisdiction of those State or Federal courts located within the County of Cook, State of 
Illinois, with regard to any controversy arising out of, relating to, or in any way concerning the 
execution or performance of this Contract. You consent to service of process on you, at the option 
of the City, either by registered or certified mail addressed to the applicable office as provided for in 
this Contract, by registered or certified mail addressed to the office actually maintained by you, or 
by personal delivery on any of your officers, directors, or managing or general agents. 


E. Consent to Service of Process and Jurisdiction 


All judicial proceedings brought against you with respect to this Contract may be brought in (i) any 
court of the State of Illinois of competent jurisdiction; and (ii) any Federal court of competent 
jurisdiction located within the boundaries of the Federal court district of the Northern District of 
Illinois, and by execution and delivery of this Contract, you accept, for yourself and in connection 
with your properties, generally and unconditionally, the exclusive jurisdiction of those courts, and 
irrevocably agree to be bound by any final judgment rendered by them from which no appeal has 
been taken or is available. You designate and appoint the representative identified on the signature 
page to this Contract under the heading "Designation of Agent for Service Process" as your agent in 
Chicago, Illinois to receive on your behalf service of all process in any such proceedings in the court 
(which representative must be available to receive the service at all times), the service being 
acknowledged by the representative to effective and binding service in every respect. The agent 
may be changed only upon the giving of written notice by you to the City of the name and address 
of a new Agent for Service of Process who works within the geographical boundaries of the City of 
Chicago and is retained or employed by you. You irrevocably waive any objection (including any 
objection of the laying of venue or based on the grounds of forum non conveniens) which you may 
now or later have to bring any action or proceeding with respect to this Contract in the jurisdiction 
set forth above. Nothing in this section affects the right to serve process in any other manner 
permitted by law or limits the right of the City to bring proceedings against you in the courts of any 
other jurisdiction. 


F. Contractor Cooperation 


You must act in good faith in the performance of this Contract and co-operate with the City and any 
other City contractors at the site to assure timely completion of the Work. You must implement such 
measures as may be necessary to ensure that your staff and your Subcontractors are bound by the 
provisions of this Contract. 


G. Joint and Several Liability 
If you, or your successors or assigns, if any, are comprised of more than one individual or other 
legal entity (or a combination of them), then each and every obligation or undertaking stated in this 
Contract that you are to fulfill or perform is the joint and several obligation or undertaking of each 
such individual or other legal entity. 
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H. No Third Party Beneficiaries 
Except as may otherwise be provided in this Contract, this Contract is solely for the benefit of the 
parties and nothing in this Contract is intended to create any third party beneficiary rights for 
Subcontractors or other third parties. 


l. Notices 


Notices, unless expressly provided for otherwise in this Contract, must be in writing and must be 
delivered personally or by placing in the United States mail, first class and certified, return receipt 
requested, with postage prepaid and addressed as follows: 


1. If to the City: Commissioner, (Addresses of Department set forth in Book Two) 


2. With Copies to: The Chief Procurement Officer, City Hall, 121 North LaSalle, Room 403, 
Chicago, IL 60602; 


3. If to you: The address identified on your Proposal; and 
4. With Copies to: Your bonding company. 


Notices delivered by mail are deemed effective three days after mailing in accordance with this 
Section. Notices delivered personally are deemed effective upon receipt. Refusal to accept notice 
has the same effect as if notice were delivered. The addresses stated in this Contract may be 
revised without need for modification or amendment of this Contract, as long as written notification 
is given in accordance with this Section. 


J. Authority 


1. Contractor: Your execution of this Contract is authorized and signature(s) of each person 
signing on your behalf has been made with complete and full authority to commit you to all 
terms and conditions of this Contract, including every representation, certification, and warranty 
contained in it, attached to it and collectively incorporated by reference in it, or that may be 
required by the terms and conditions of this Contract. If other than a sole proprietorship, you 
must provide satisfactory evidence that the execution of the Contract is authorized in 
accordance with the business entities rules and procedures. 


2. Consents and Approvals: Unless otherwise expressly stated in this Contract, any consents and 
approvals to be given by the City are made by the Commissioner. 


K. Software License Agreements 


The City reserves the right to negotiate software license agreements directly with the software 
supplier. 
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XXIV. SPECIAL CONDITIONS REGARDING MINORITY-OWNED BUSINESS ENTERPRISE, 
WOMEN-OWNED BUSINESS ENTERPRISE, AND VETERAN-OWNED BUSINESS 
ENTERPRISE COMMITMENT IN CONSTRUCTION CONTRACTS 


I. Policy and Terms 


As set forth in 2-92-650 et seq. of the Municipal Code of Chicago (MCC) it is the policy of the City 
of Chicago that businesses certified as Minority-owned Business Enterprises (MBEs) and 
Women-owned Business Enterprises (WBEs) in accordance with Section 2-92-420 et seq. of the 
MCC and Regulations Governing Certification of Minority and Women-owned Businesses, and all 
other Regulations promulgated under the aforementioned sections of the Municipal Code, as well 
as MBEs and WBEs certified by Cook County, Illinois, shall have full and fair opportunities to 
participate fully in the performance of this contract. Therefore, bidders shall not discriminate 
against any person or business on the basis of race, color, national origin, or sex, and shall take 
affirmative actions to ensure that MBEs and WBEs shall have full and fair opportunities to 
compete for and perform subcontracts for supplies or services. 


Under the City's MBE/WBE Construction Program as set forth in MCC 2-92-650 et seq, the 
program-wide aspirational goals are 26% Minority Owned Business Enterprise participation and 
6% Women Owned Business Enterprise participation. 


Pursuant to Section 2-92-955 of the Municipal Code of Chicago, the Chief Procurement Officer is 
authorized to establish a contract-specific participation goal to veteran-owned small local 
businesses certified by the City (VBEs) if the contract has an estimated value in excess of 
$10,000, and there are least three VBEs in each of one or more areas of specialty germane to the 
contract, and the contract-specific goal is not more than 1% of the contract’s value. 


Pursuant to MCC 2-92-535, the prime contractor may apply be awarded an additional 0.5 percent 
credit, up to a maximum of a total of 5 percent additional credit, for every 1 percent of the value of 
a contract self-performed by MBEs or WBEs, or combination thereof, that have entered into a 
mentoring agreement with the contractor or subcontractor-to-subcontractor mentoring agreement. 
This up to 5% may be applied to the Contract Specific Goals, or it may be in addition to the 
Contract Specific Goals. 


As provided in Section 2-92-720(e), Diversity Credit Program credits awarded by the City’s 
affirmative action advisory board may also be applied to the contract specific goals. 


Failure to carry out the commitments and policies set forth herein shall constitute a material 
breach of the contract and may result in the termination of the contract or such remedy as the 
City of Chicago deems appropriate. 


Contract Specific Goals and Bids 
A bid may be rejected as non-responsive if it fails to submit one or more of the following with its 


bid demonstrating its good faith efforts to meet the Contract Specific Goals by reaching out to 
MBEs, WBEs, and VBEs to perform work on the contract: 


A. An MBE/WBE compliance plan demonstrating how the bidder plans to meet the Contract 
Specific Goals (Schedule D); 

B. A VBE compliance plan demonstrating how the bidder plans to meet the VBE Contract 
Specific Goals (Schedule D-V); and/or 

C. Documentation of Good Faith Efforts (Schedule H). 


If a bidder's compliance plan falls short of the Contract Specific Goals, the bidder must include 
either a Schedule H demonstrating that it has made Good Faith Efforts to find MBE, WBE, and 
VBE firms to participate or a request for a reduction or waiver of the goals. 


Accordingly, the bidder or contractor commits to make good faith efforts to expend at least the 
following percentages of the total contract price (inclusive of any and all modifications and 
amendments), if awarded the contract: 


MBE Contract Specific Goal: [SEE BOOK 2] 
WBE Contract Specific Goal: [SEE BOOK 2] 
VBE Contract Specific Goal: [SEE BOOK 2] 


This Contract Specific Goal provision shall supersede any conflicting language or provisions that 
may be contained in this document. 


For purposes of evaluating the bidder’s responsiveness, the MBE, WBE, and VBE Contract 
Specific Goals shall be percentages of the bidder’s total base bid. However, the MBE, WBE, and 
VBE Contract Specific Goals shall apply to the total value of this contract, including all 
amendments and modifications. 


Contract Specific Goals and Contract Modifications 


1. The MBE, WBE, and VBE Contract Specific Goals established at the time of contract bid 
shall also apply to any modifications to the Contract after award. That is, any additional work 
and/or money added to the Contract must also adhere to these Special Conditions requiring 
Contractor to (sub)contract with MBEs, WBEs, and VBEs to meet the Contract Specific Goals. 

a. Contractor must assist the Construction Manager or user Department in preparing its 
“proposed contract modification” by evaluating the subject matter of the modification and 
determining whether there are opportunities for MBE, WBE, or VBE participation and at 
what rates. 

b. Contractor must produce a statement listing the MBEs/WBEs/VBEs that will be utilized on 
any contract modification. The statement must include the percentage of utilization of the 
firms. If no MBE/WBE/VBE participation is available, an explanation of good faith efforts 
to obtain participation must be included. 

2. The Chief Procurement Officer shall review each proposed contract modification and 
amendment that by itself or aggregated with previous modification/amendment requests, 
increases the contract value by ten percent (10%) of the initial award, or $50,000, whichever is 
less, for opportunities to increase the participation of MBEs or WBEs already involved in the 
Contract. 


Definitions 


“Area of Specialty” means the description of a MBE’s, WBE’s, or VBE’s activity that has been 
determined by the Chief Procurement Officer to be most reflective of the firm’s claimed specialty 
or expertise. Each MBE, WBE, and VBE letter of certification contains a description of the firm’s 
Area of Specialty. Credit toward the Contract Specific Goals shall be limited to the participation of 
firms performing within their Area of Specialty. The Department of Procurement Services does 
not make any representation concerning the ability of any MBE, WBE, or VBE to perform work 
within its Area of Specialty. It is the responsibility of the bidder or contractor to determine the 
capability and capacity of MBEs, WBEs, and VBEs to perform the work proposed. 


“B.E.P.D.” means an entity certified as a Business enterprise owned or operated by people with 
disabilities as defined in MCC 2-92-586. 


“Broker” means a person or entity that fills orders by purchasing or receiving supplies from a third 


party supplier rather than out of its own existing inventory and provides no commercially useful 
function other than acting as a conduit between his or her supplier and his or her customer. 
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“Chief Procurement Officer” or “CPO” means the chief procurement officer of the City of Chicago 
or his or her designee. 


“Commercially Useful Function” means responsibility for the execution of a distinct element of the 
work of the contract, which is carried out by actually performing, managing, and supervising the 
work involved, evidencing the responsibilities and risks of a business owner such as negotiating 
the terms of (sub)contracts, taking on a financial risk commensurate with the contract or its 
subcontract, responsibility for acquiring the appropriate lines of credit and/or loans, or fulfilling 
responsibilities as a joint venture partner as described in the joint venture agreement. 


“Construction Contract” means a contract, purchase order or agreement (other than lease of real 
property) for the construction, repair, or improvement of any building, bridge, roadway, sidewalk, 
alley, railroad or other structure or infrastructure, awarded by any officer or agency of the City, 
other than the City Council, and whose cost is to be paid from City funds. 


“Contract Specific Goals” means the subcontracting goals for MBE, WBE, and VBE participation 
established for a particular contract. 


“Contractor” means any person or business entity that has entered into a construction contract 
with the City, and includes all partners, affiliates and joint ventures of such person or entity. 


“Directory” means the Directory of Certified Firms maintained and published by the Chief 
Procurement Officer. The Directory identifies firms that have been certified as MBEs, WBEs, and 
VBEs, and includes the date of their last certifications and the areas of specialty in which they 
have been certified. Bidders and contractors are responsible for verifying the current certification 
status of all proposed MBE, WBE, and VBE firms. 


“Good Faith Efforts” means actions undertaken by a bidder or contractor to achieve a Contract 
Specific Goal that, by their scope, intensity, and appropriateness to the objective, can reasonably 
be expected to fulfill the program’s requirements. 


“Joint venture” means an association of a MBE, WBE, or VBE firm and one or more other firms to 
carry out a single, for-profit business enterprise, for which each joint venture partner contributes 
property, capital, efforts, skills and knowledge, and in which the MBE, WBE, or VBE is 
responsible for a distinct, clearly defined portion of the work of the contract and whose share in 
the capital contribution, control, management, risks, and profits of the joint venture are 
commensurate with its ownership interest. 


"Mentor-Protégé Agreement" means an agreement between a prime and MBE or WBE 
subcontractor (“Mentoring Agreement”), or an agreement between a prime’s subcontractor and 
MBE or WBE subcontractor (“Subcontractor-to-Subcontractor Mentoring Agreement”), pursuant 
to MCC 2-92-535, that is approved by the City of Chicago and complies with all requirements of 
MCC 2-92-535 and any rules and regulations promulgated by the Chief Procurement Officer. 


“Minority-owned Business Enterprise” or “MBE” means a firm awarded certification as a small, 
local minority owned and controlled business in accordance with City Ordinances and 
Regulations as well as a firm awarded certification as an MBE by Cook County, Illinois. However, 
it does not mean a firm that has been found ineligible or which has been decertified by the City or 
Cook County. 


“Supplier” or “Distributor” refers to a company that owns, operates, or maintains a store, 
warehouse or other establishment in which materials, supplies, articles or equipment are bought, 
kept in stock and regularly sold or leased to the public in the usual course of business. A regular 
distributor or supplier is a firm that owns, operates, or maintains a store, warehouse, or other 
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establishment in which the materials or supplies required for performance of the Contract are 
bought, kept in stock, and regularly sold to the public in the usual course of business. To bea 
regular distributor the firm must engage in, as its principal business and in its own name, the 
purchase and sale of the products in question. A regular distributor in such bulk items as steel, 
cement, gravel, stone, and petroleum products need not keep such products in stock if it owns or 
operates distribution equipment. 


“Veteran-owned Business Enterprise” or “VBE” means a firm awarded certification as a veteran- 
owned small local business in accordance with the City ordinances and Regulations. It does not 
mean a firm that has been found to be ineligible or which has been decertified by the City. 


“Women Business Enterprise” or “WBE” means a firm awarded certification as a small, local 
women owned and controlled business in accordance with City Ordinances and Regulations as 
well as a firm awarded certification as a WBE by Cook County, Illinois. However, it does not 
mean a firm that has been found ineligible or which has been decertified by the City or Cook 
County. 


Joint Ventures 


The formation of joint ventures to provide MBEs, WBEs, and VBEs with capacity and experience 
at the prime contracting level, and thereby meet Contract Specific Goals (in whole or in part) is 
encouraged. A joint venture for MBE or WBE credit may consist of any combination of MBEs, 
WBEs, and non-certified firms as long as one member is an MBE or WBE. A joint venture for 
VBE credit may consist of any combination of VBEs and non-certified firms as long as one 
member is a VBE. 


A. The joint venture may be eligible for credit towards the Contract Specific Goals only if: 


1. The MBE, WBE, or VBE joint venture partner's share in the capital contribution, 
control, management, risks and profits of the joint venture is equal to its ownership 
interest; 


2. The MBE, WBE, or VBE joint venture partner is responsible for a distinct, clearly 
defined portion of the requirements of the contract for which it is at risk; 


3. Each joint venture partner executes the bid to the City; and 


4. The joint venture partners have entered into a written agreement specifying the terms 
and conditions of the relationship between the partners and their relationship and 
responsibilities to the contract, and all such terms and conditions are in accordance with 
the conditions set forth in Items 1, 2, and 3 above in this Paragraph A. 


B. The Chief Procurement Officer shall evaluate the proposed joint venture agreement, the 
Schedule B submitted on behalf of the proposed joint venture, and all related documents to 
determine whether these requirements have been satisfied. The Chief Procurement Officer shall 
also consider the record of the joint venture partners on other City of Chicago contracts. The 
decision of the Chief Procurement Officer regarding the eligibility of the joint venture for credit 
towards meeting the Contract Specific Goals, and the portion of those goals met by the joint 
venture, shall be final. 


The joint venture may receive MBE or WBE credit for work performed by the MBE or WBE joint 
venture partner(s) or VBE credit for work performed by VBE joint venture partners equal to the 
value of work performed by the MBE or WBE with its own forces for a distinct, clearly defined 
portion of the work. 
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Additionally, if employees of the joint venture entity itself (as opposed to employees of the MBE, 
WBE, or VBE partner) perform the work then the value of the work may be counted toward the 
Contract Specific Goals at a rate equal to the MBE, WBE, or VBE firm’s percentage of 
participation in the joint venture as described in Schedule B. 


The Chief Procurement Officer may also count the dollar value of work subcontracted to other 
MBEs, WBEs, and VBEs. Work performed by the forces of a non-certified joint venture partner 
shall not be counted toward the Contract Specific Goals. 


C. Schedule B: MBE/WBE/VBE Affidavit of Joint Venture 


Where the bidder's Compliance Plan includes the participation of any MBE, WBE, or VBE as a 
joint venture partner, the bidder must submit with its bid the appropriate Schedule B and the 
proposed joint venture agreement. These documents must both clearly evidence that the MBE, 
WBE, or VBE joint venture partner(s) will be responsible for a clearly defined portion of the work 
to be performed, and that the MBE’s, WBE’s, or VBE’s responsibilities and risks are proportionate 
to its ownership percentage. The proposed joint venture agreement must include specific details 
related to: 


1. The parties’ contributions of capital, personnel, and equipment and share of the costs 
of insurance and bonding; 


2. Work items to be performed by the MBE’s, WBE’s, or VBE’s own forces and/or work 
to be performed by employees of the newly formed joint venture entity; 


3. Work items to be performed under the supervision of the MBE, WBE, or VBE joint 
venture partner; and 


4. The MBE’s, WBE’s, or VBE’s commitment of management, supervisory, and operative 
personnel to the performance of the contract. 


NOTE: Vague, general descriptions of the responsibilities of the MBE, WBE, or VBE joint venture 
partner do not provide any basis for awarding credit. For example, descriptions such as 
“participate in the budgeting process,” “assist with hiring,” or “work with managers to improve 
customer service” do not identify distinct, clearly defined portions of the work. Roles assigned 
should require activities that are performed on a regular, recurring basis rather than as needed. 
The roles must also be pertinent to the nature of the business for which credit is being sought. 
For instance, if the scope of work required by the City entails the delivery of goods or services to 
various sites in the City, stating that the MBE, WBE, or VBE joint venture partner will be 
responsible for the performance of all routine maintenance and all repairs required to the vehicles 
used to deliver such goods or services is pertinent to the nature of the business for which credit is 
being sought. 


Counting MBE, WBE, and VBE Participation Towards the Contract Specific Goals 


Refer to this section when preparing the MBE/WBE and VBE compliance plans and completing 
Schedule D-1 and D-V for guidance on what value of the participation by MBEs, WBEs, and 
VBEs will be counted toward the stated Contract Specific Goals. The “Percent Amount of 
Participation” depends on whether and with whom an MBE, WBE, or VBE subcontracts out any 
portion of its work and other factors. 


Firms that are certified as both MBE and WBE, MBE and VBE, WBE and VBE, or any 
combination thereof may only be listed on a bidder’s compliance plan as either a MBE, 
WBE, or a VBE to demonstrate compliance with the Contract Specific Goals. For example, 
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a firm certified as both a MBE and a WBE may onlly listed on the bidder's compliance plan under 
one of the categories, but not both. Additionally, if a firm that is certified as both a MBE and a 
WBE, MBE and VBE, WBE and VBE or any combination thereof could not self-perform 100% of a 
contract, it would have to show good faith efforts to meet the Contract Specific Goals by including 
in its compliance plan work to be performed by another MBE, WBE, or VBE firm, depending on 
which certification that dual-certified firm chooses to count itself as. 


A. Only expenditures to firms that perform a Commercially Useful Function as defined above 
may count toward the Contract Specific Goals. 


1. The CPO will determine whether a firm is performing a commercially useful function by 
evaluating the amount of work subcontracted, whether the amount the firm is to be paid 
under the contract is commensurate with the work it is actually performing and the credit 
claimed for its performance of the work, industry practices, and other relevant factors. 


2. A MBE, WBE, or VBE does not perform a commercially useful function if its participation 
is only required to receive payments in order to obtain the appearance of MBE, WBE, or 
VBE participation. The CPO may examine similar commercial transactions, particularly 
those in which MBEs, WBEs, or VBEs do not participate, to determine whether non-MBE, 
non-WBE, and non-VBE firms perform the same function in the marketplace to make a 
determination. 


B. Only the value of the dollars paid to the MBE, WBE, or VBE firm for work that it performs in 
its Area of Specialty in which it is certified counts toward the Contract Specific Goals. 


Only payments made to MBE, WBE, and VBE firms that meet BOTH the Commercially Useful 
Function and Area of Specialty requirements above will be counted toward the Contract 
Specific Goals. 


C. Ifthe MBE, WBE, or VBE performs the work itself: 


1. 100% of the value of work actually performed by the MBE’s, WBE’s, or VBE’s own forces 
shall be counted toward the Contract Specific Goals, including the cost of supplies 
purchased or equipment leased by the MBE, WBE, or VBE from third parties or second 
tier subcontractors in order to perform its (sub)contract with its own forces. 0% of the 
value of work at the project site that a MBE, WBE, or VBE subcontracts to a non-certified 
firm counts toward the Contract Specific Goals 


D. Ifthe MBE, WBE, or VBE is a manufacturer: 

1. 100% of expenditures to an MBE, WBE, or VBE manufacturer for items needed for the 
Contract shall be counted toward the Contract Specific Goals. A manufacturer is a firm 
that operates or maintains a factory or establishment that produces on the premises the 
materials or supplies obtained by the bidder or contractor. 

E. Ifthe MBE, WBE, or VBE is a distributor or supplier: 

1. 60% of expenditures for materials and supplies purchased from an MBE, WBE, or VBE 
that is certified as a regular dealer or supplier shall be counted toward the Contract 
Specific Goals. 


F. Ifthe MBE, WBE, or VBE is a broker: 


1. 0% of expenditures paid to brokers will be counted toward the Contract Specific Goals. 
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2. 


As defined above, Brokers provide no commercially useful function. 


G. If the MBE, WBE, or VBE is a member of the joint venture contractor/bidder: 


1. 


A joint venture may count the portion of the total dollar value of the contract equal to the 
distinct, clearly defined portion of the work of the contract that the MBE, WBE, or VBE 
performs with its own forces toward the Contract Specific Goals. 


i. OR if employees of this distinct joint venture entity perform the work then the 
value of the work may be counted toward the Contract Specific Goals at a rate 
equal to the MBE, WBE, or VBE firm’s percentage of participation in the joint 
venture as described in Schedule B. 


Note: a joint venture may also count the dollar value of work subcontracted to other 
MBEs, WBEs, and VBEs, however, work subcontracted out to non-certified firms may not 
be counted. 


H. Ifthe MBE, WBE, or VBE subcontracts out any of its work: 


1. 


100% of the value of the work subcontracted to other MBEs, WBEs, or VBEs performing 
work in its Area of Specialty may be counted toward the Contract Specific Goals. 


0% of the value of work that a MBE, WBE, or VBE subcontracts to a non-certified firm 
counts toward the Contract Specific Goals (except for the cost of supplies purchased or 
equipment leased by the MBE or WBE from third parties or second tier subcontractors in 
order to perform its (sub)contract with its own forces as allowed by C.1. above). 


The fees or commissions charged for providing a bona fide service, such as professional, 
technical, consulting or managerial services or for providing bonds or insurance or the 
procurement of essential personnel, facilities, equipment, materials or supplies required 
for performance of the Contract, may be counted toward the Contract Specific Goals, 
provided that the fee or commission is determined by the Chief Procurement Officer to be 
reasonable and not excessive as compared with fees customarily allowed for similar 
services. 


The fees charged for delivery of materials and supplies required on a job site (but not the 
cost of the materials and supplies themselves) when the hauler, trucker, or delivery 
service is not also the manufacturer of or a regular dealer in the materials and supplies, 
provided that the fee is determined by the Chief Procurement Officer to be reasonable 
and not excessive as compared with fees customarily allowed for similar services. 


The fees or commissions charged for providing any bonds or insurance, but not the cost 
of the premium itself, specifically required for the performance of the Contract, provided 
that the fee or commission is determined by the Chief Procurement Officer to be 
reasonable and not excessive as compared with fees customarily allowed for similar 
services. 


Procedure to Determine Bid Compliance 


The following Schedules and requirements govern the bidder's or contractor's MBE/WBE and 
VBE proposal: 


A. Schedule B: MBE/WBE/VBE Affidavit of Joint Venture 
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1. Where the bidder’s Compliance Plan includes the participation of any MBE, WBE, or 
VBE as a joint venture partner, the bidder must submit with its bid the appropriate 
Schedule B and the proposed joint venture agreement. See Section Ill above for 
detailed requirements. 


B. Schedule C: MBE/WBE Letter of Intent to Perform as a Subcontractor or Supplier 


The bidder must submit the appropriate Schedule C with the bid for each MBE and WBE included 
on the Schedule D. Suppliers must submit the Schedule C for Suppliers, first tier subcontractors 
must submit a Schedule C for Subcontractors to the Prime Contractor and second or lower tier 
subcontractors must submit a Schedule C for second tier Subcontractors. Each Schedule C must 
accurately detail the work to be performed by the MBE or WBE and the agreed upon rates/prices. 
Each Schedule C must also include a separate sheet as an attachment on which the MBE or 
WBE fully describes its proposed scope of work, including a description of the commercially 
useful function being performed by the MBE or WBE in its Area of Specialty. If a facsimile copy of 
the Schedule C has been submitted with the bid, an executed original Schedule C must be 
submitted by the bidder for each MBE and WBE included on the Schedule D within five (5) 
business days after the date of the bid opening. 


C. Schedule D: Compliance Plan Regarding MBE and WBE Utilization 


The bidder must submit a Schedule D with the bid. An approved Compliance Plan is 
required before a contract may commence. 


The Compliance Plan must commit to the utilization of each listed MBE and WBE. The 
bidder is responsible for calculating the dollar equivalent of the MBE and WBE Contract 
Specific Goals as percentages of the total base bid. All Compliance Plan commitments 
must conform to the Schedule Cs. 


A bidder or contractor may not modify its Compliance Plan after bid opening except as 
directed by the Department of Procurement Services to correct minor errors or omissions. 
Bidders shall not be permitted to add MBEs or WBEs after bid opening to meet the Contract 
Specific Goals, however, contractors are encouraged to add additional MBE/WBE vendors 
to their approved compliance plan during the performance of the contract when additional 
opportunities for participation are identified. Except in cases where substantial, documented 
justification is provided, the bidder or contractor shall not reduce the dollar commitment 
made to any MBE or WBE in order to achieve conformity between the Schedule Cs and 
Schedule D. All terms and conditions for MBE and WBE participation on the contract must 
be negotiated and agreed to between the bidder or contractor and the MBE or WBE prior to 
the submission of the Compliance Plan. If a proposed MBE or WBE ceases to be available 
after submission of the Compliance Plan, the bidder or contractor must comply with the 
provisions in Section VII. 


D. Letters of Certification 


A copy of each proposed MBE’s and WBE’s Letter of Certification from the City of Chicago 
or Cook County, Illinois, must be submitted with the bid. 


A Letters of Certification includes a statement of the MBE’s or WBE’s area(s) of specialty. 
The MBE’s or WBE’s scope of work as detailed in the Schedule C must conform to its 
area(s) of specialty. Where a MBE or WBE is proposed to perform work not covered by its 
Letter of Certification, the MBE or WBE must request the addition of a new area at least 30 
calendar days prior to the bid opening. 
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E. The following Schedules and described documents constitute the bidder's VBE proposal, and 
must be submitted in accordance with the guidelines stated: 


(1) Schedule C-V: Letter of Intent from VBE to Perform as Subcontractor, Supplier and/or 
Consultant. 


The bidder must submit the appropriate Schedule C-V with the bid for each VBE included on 
the Schedule D-V. Suppliers must submit the Schedule C-V for Suppliers, first tier 
subcontractors must submit a Schedule C-V for Subcontractors to the Prime Contractor and 
second or lower tier subcontractors must submit a Schedule C-V for second tier 
Subcontractors. Each Schedule C-V must be executed by each VBE and accurately detail 
the work to be performed by the VBE and the agreed upon rates/prices. Each Schedule C 
must also include a separate sheet as an attachment on which the VBE fully describes its 
proposed scope of work, including a description of the commercially useful function being 
performed by the VBE in its Area of Specialty. If a facsimile copy of the Schedule C-V has 
been submitted with the bid, an executed original Schedule C-V must be submitted by the 
bidder for each VBE included on the Schedule D-V within five business days after the date 
of the bid opening. 


Failure to submit a completed Schedule C-V in accordance with this section shall entitle the 
City to deem the bid/proposal non-responsive and therefore reject the bid/proposal. 


(2) Letters of Certification. 


A copy of each proposed VBE firm’s current VBE Letter of Certification from the City must 
be submitted with the bid/proposal. All VBE Letters of Certification issued by the City of 
Chicago include a statement of the VBE firm's Area of Specialty. The VBE firm’s scope of 
work, as detailed by their Schedule C-V, must conform to their stated Area of Specialty. 
Letters of Certification for VBEs that the City has found to be ineligible or decertified will not 
be accepted. 


(3) Schedule B: Affidavit of Joint Venture, and Joint Venture Agreements (if applicable). 


If the bidder's VBE proposal includes the participation of a VBE as joint venture on any tier 
(either as the bidder or as a subcontractor), the bidder must provide a copy of the joint 
venture agreement and a Schedule B along with all other requirements listed in Article Ill, 
"Joint Ventures," above. In order to demonstrate the VBE partner's share in the ownership, 
control, management responsibilities, risks and profits of the joint venture, the proposed joint 
venture agreement must include specific details related to: (1) contributions of capital and 
equipment; (2) work responsibilities or other performance to be undertaken by the VBE; and 
(3) the commitment of management, supervisory and operative personnel employed by the 
VBE to be dedicated to the performance of the contract. The joint venture agreement must 
also clearly define each partner’s authority to contractually obligate the joint venture and 
each partner's authority to expend joint venture funds (e.g., check signing authority). 


(4) Schedule D-V: Required Schedules Regarding VBE Utilization 


Bidders must submit, together with the bid, a completed Schedule D-V committing them to 
the utilization of each listed VBE firm. Except in cases where the bidder has submitted a 
request for a complete waiver of or variance from the VBE commitment in accordance with 
the provisions herein, the bidder must commit to the expenditure of a specific dollar amount 
of participation by each VBE firm included on their Schedule D-V. The total dollar 
commitment to proposed VBEs must at least equal the VBE goal. Bidders are responsible 
for calculating the dollar equivalent of the VBE goals as percentages of their total base bids 
or in the case of Term Agreements, depends upon requirements agreements and blanket 
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agreements, as percentages of the total estimated usage. All commitments made by the 
bidder's Schedule D-V must conform to those presented in the submitted Schedule C-V. If 
Schedule C-V is submitted after the opening, the bidder may submit a revised Schedule D-V 
(executed and notarized to conform with the Schedules C-V). Bidders shall not be permitted 
to add VBEs after bid opening to meet the Contract Specific Goals, however, contractors are 
encouraged to add additional VBE vendors to their approved compliance plan during the 
performance of the contract when additional opportunities for participation are identified. 
Except in cases where substantial and documented justification is provided, as determined 
by the Chief Procurement Officer in her sole discretion, bidders will not be allowed to reduce 
the dollar commitment made to any VBE in order to achieve conformity between the 
Schedules C-V and D-V. 


All commitments for joint venture agreements must be delineated in the Schedule B. 
F. Schedule F: Report of Subcontractor Solicitations 


A Schedule F must be submitted with the bid, documenting all subcontractors and suppliers 
solicited for participation on the contract by the bidder. Failure to submit the Schedule F 
may render the bid non-responsive. 


G. Schedule H: Documentation of Good Faith Efforts 


1. If a bidder determines that it is unable to meet the Contract Specific Goals, it must 
document its good faith efforts to do so, including the submission of its Schedule H. 


2. If the bidder submits a Compliance Plan indicating that the bidder will meet the 
Contract Specific Goals, and, after review of the bidder's Compliance plan, the City 
determines that the bidder has not met the Contract Specific Goals, in full or in part, the 
bidder must submit its Schedule H no later than three business days after notification 
by the Chief Procurement Officer of its status as the apparent lowest bidder. Failure to 
submit a complete Schedule H will cause the bid to be rejected as non-responsive. 


3. Documentation must include but is not necessarily limited to: 


a. A detailed statement of efforts to identify and select portions of work identified in 
the bid solicitation for subcontracting to MBEs, WBEs, and VBEs; 


b. A listing of all MBEs, WBEs, and VBEs contacted for the bid solicitation that 
includes: 


i. Names, addresses, emails and telephone numbers of firms solicited; 

ii. Date and time of contact; 

iii. | Person contacted; 

iv. Method of contact (letter, telephone call, facsimile, electronic mail, etc.). 


c. Evidence of contact, including: 


i. Project identification and location; 

ii. | Classification/commodity of work items for which quotations were sought; 

iii. | Date, item, and location for acceptance of subcontractor bids; 

iv. Detailed statements summarizing direct negotiations with appropriate MBEs, 
WBEs, and VBEs for specific portions of the work and indicating why 
agreements were not reached. 

v. Bids received from all subcontractors. 
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Vi. 


d. Documentation of bidder or contractor contacts with at least one of the Assist 
Agencies on Attachment A. 


Agreements between a bidder or contractor and an MBE, WBE, or VBE in which the MBE, 
WBE, or VBE promises not to provide subcontracting quotations to other bidders or 
contractors are prohibited. 


Prior to award, the bidder agrees to promptly cooperate with the Department of Procurement 
Services in submitting to interviews, allowing entry to places of business, providing further 
documentation, or soliciting the cooperation of a proposed MBE, WBE, or VBE. Failure to 
cooperate may render the bid non-responsive. 


If the City determines that the Compliance Plan contains minor errors or omissions, the 
bidder or contractor must submit a revised Compliance Plan within five (5) business days 
after notification by the City that remedies the minor errors or omissions. Failure to correct 
all minor errors or omissions may result in the determination that a bid is non-responsive. 


No later than three (3) business days after receipt of the executed contract, the contractor 
must execute a complete subcontract agreement or purchase order with each MBE and 
WBE listed in the Compliance Plan, and provide copies of each subcontract agreement or 
purchase order to the Department of Procurement Services upon request. 


Any applications for City approval of a Mentor Protégé agreement must be included with the 
bid. If the application is not approved, the bidder must show that it has made good faith 
efforts to meet the contract specific goals. 


Demonstration of Good Faith Efforts 


A. 


In evaluating the Schedule H to determine whether the bidder or contractor has made good 
faith efforts, the performance of other bidders or contractors in meeting the goals may be 
considered. 


The Chief Procurement Officer shall consider, at a minimum, the bidder’s efforts to: 


1. Solicit through reasonable and available means at least 50% (or at least five when 
there are more than eleven certified firms in the commodity area) of the appropriate 
MBE/WBE/VBE firms certified in the anticipated scopes of subcontracting of the 
contract, as documented by the Schedule H. The bidder or contractor must solicit 
MBEs and WBEs within seven (7) days prior to the date bids are due. The bidder or 
contractor must take appropriate steps to follow up initial solicitations with interested 
MBEs, WBEs, or VBEs. 


2. Advertise the contract opportunities in media and other venues oriented toward MBEs, 
WBEs, and VBEs. 


3. Provide interested MBEs, WBEs, or VBEs with adequate information about the plans, 
specifications, and requirements of the contract, including addenda, in a timely 
manner to assist them in responding to the solicitation. 


4. Negotiate in good faith with interested MBEs, WBEs, or VBEs that have submitted 
bids. That there may be some additional costs involved in soliciting and using MBEs, 
WBEs, and VBEs is not a sufficient reason for a bidder's failure to meet the Contract 
Specific Goals, as long as such costs are reasonable. 
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5, Not reject MBEs, WBEs, or VBEs as being unqualified without sound reasons based 
on a thorough investigation of their capabilities. The MBE’s, WBE’s, or VBE’s 
standing within its industry, membership in specific groups, organizations, or 
associations and political or social affiliations are not legitimate causes for rejecting or 
not soliciting bids to meet the Contract Specific Goals. 


6. Make a portion of the work available to MBE, WBE, or VBE subcontractors and 
suppliers and selecting those portions of the work or material consistent with the 
available MBE, WBE, or VBE subcontractors and suppliers, so as to facilitate meeting 
the Contract Specific Goals. 


7. Make good faith efforts, despite the ability or desire of a bidder or contractor to 
perform the work of a contract with its own organization. A bidder or contractor who 
desires to self-perform the work of a contract must demonstrate good faith efforts 
unless the Contract Specific Goals have been met. 


8. Select portions of the work to be performed by MBEs, WBEs, or VBEs in order to 
increase the likelihood that the goals will be met. This includes, where appropriate, 
breaking out contract work items into economically feasible units to facilitate MBE, 
WBE, or VBE participation, even when the bidder or contractor might otherwise prefer 
to perform these work items with its own forces. 


9. Make efforts to assist interested MBEs, WBEs, or VBEs in obtaining bonding, lines of 
credit, or insurance as required by the City or bidder or contractor. 


10. Make efforts to assist interested MBEs, WBEs, or VBEs in obtaining necessary 
equipment, supplies, materials, or related assistance or services; and 


11. Effectively use the services of the City; minority or women community organizations; 
minority or women assistance groups; local, state, and federal minority or women 
business assistance offices; and other organizations to provide assistance in the 
recruitment and placement of MBEs, WBEs, or VBEs. 


C. If the bidder disagrees with the City’s determination that it did not make good faith efforts, 
the bidder may file a protest pursuant to the Department of Procurement Services 
Solicitation and Contracting Process Protest Procedures within 10 business days of a final 
adverse decision by the Chief Procurement Officer. 
Vil. Changes to Compliance Plan 
A. No changes to the Compliance Plan or contractual MBE, WBE, and VBE commitments or 


substitution of MBE, WBE, or VBE subcontractors may be made without the prior written 
approval of the Chief Procurement Officer. Unauthorized changes or substitutions, 
including performing the work designated for a subcontractor with the contractor's own 
forces, shall be a violation of these Special Conditions and a breach of the contract with the 
City, and may cause termination of the executed Contract for breach, and/or subject the 
bidder or contractor to contract remedies or other sanctions. The facts supporting the 
request for changes must not have been known nor reasonably could have been known by 
the parties prior to entering into the subcontract. Bid shopping is prohibited. The bidder or 
contractor must negotiate with the subcontractor to resolve the problem. If requested by 
either party, the Department of Procurement Services shall facilitate such a meeting. 
Where there has been a mistake or disagreement about the scope of work, the MBE, WBE, 
or VBE can be substituted only where an agreement cannot be reached for a reasonable 
price for the correct scope of work. 
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B. Substitutions of a MBE, WBE, or VBE subcontractor shall be permitted only on the 
following basis: 


1. 


2. 


9. 


Unavailability after receipt of reasonable notice to proceed; 

Failure of performance; 

Financial incapacity; 

Refusal by the subcontractor to honor the bid or proposal price or scope; 


Mistake of fact or law about the elements of the scope of work of a solicitation where 
a reasonable price cannot be agreed; 


Failure of the subcontractor to meet insurance, licensing or bonding requirements; 
The subcontractor's withdrawal of its bid or proposal; or 


De-certification of the subcontractor as an MBE, WBE, or VBE. (Graduation from the 
MBE/WBE or VBE program does not constitute de-certification.) 


Termination of a Mentor Protégé Agreement. 


C. If it becomes necessary to substitute an MBE, WBE, or VBE or otherwise change the 
Compliance Plan, the procedure will be as follows: 


1. 


The bidder or contractor must notify the Chief Procurement Officer in writing of the 
request to substitute a MBE, WBE, or VBE or otherwise change the Compliance 
Plan. The request must state specific reasons for the substitution or change. A letter 
from the MBE, WBE, or VBE to be substituted or affected by the change stating that it 
cannot perform on the contract or that it agrees with the change in its scope of work 
must be submitted with the request. 


The City will approve or deny a request for substitution or other change within 15 
business days of receipt of the request. 


Where the bidder or contractor has established the basis for the substitution to the 
satisfaction of the Chief Procurement Officer, it must make good faith efforts to meet 
the Contract Specific Goal by substituting an MBE, WBE, or VBE subcontractor. 
Documentation of a replacement MBE, WBE, or VBE, or of good faith efforts, must 
meet the requirements in sections V and VI. If the MBE, WBE, or VBE Contract 
Specific Goal cannot be reached and good faith efforts have been made, as 
determined by the Chief Procurement Officer, the bidder or contractor may substitute 
with a non-MBE, non-WBE, or non-VBE. 


If a bidder or contractor plans to hire a subcontractor for any scope of work that was 
not previously disclosed in the Compliance Plan, the bidder or contractor must obtain 
the approval of the Chief Procurement Officer to modify the Compliance Plan and 
must make good faith efforts to ensure that MBEs, WBEs, or VBEs have a fair 
opportunity to bid on the new scope of work. 
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5. A new subcontract must be executed and submitted to the Chief Procurement Officer 
within five business days of the bidder’s or contractor's receipt of City approval for the 
substitution or other change. 


The City shall not be required to approve extra payment for escalated costs incurred by the 
contractor when a substitution of subcontractors becomes necessary to comply with 
MBE/WBE/VBE contract requirements. 


Vil. Reporting and Record Keeping 


A. 


During the term of the contract, the Contractor and its non-certified subcontractors must 
submit partial and final waivers of lien from MBE, WBE, and VBE subcontractors that 
show the accurate cumulative dollar amount of subcontractor payments made to date. 
Upon acceptance of the Final Quantities from the City of Chicago, FINAL certified waivers 
of lien from the MBE, WBE, and VBE subcontractors must be attached to the contractor's 
acceptance letter and forwarded to the Department of Procurement Services, Attention: 
Chief Procurement Officer. 


The Contractor will be responsible for reporting payments to all subcontractors on a 
monthly basis in the form of an electronic audit. Upon the first payment issued by the City 
of Chicago to the contractor for services performed, on the first day of each month and 
every month thereafter, email and/or fax audit notifications will be sent out to the 
contractor with instructions to report payments that have been made in the prior month to 
each MBE, WBE, and VBE. The reporting of payments to all subcontractors must be 
entered into the Certification and Compliance Monitoring System (C2), or whatever 
reporting system is currently in place, on or before the fifteenth (15"") day of each month. 


Once the prime contractor has reported payments made to each MBE, WBE, and VBE, 
including zero dollar amount payments, the MBE, WBE, or VBE will receive an email and/or 
fax notification requesting them to log into the system and confirm payments received. All 
monthly confirmations must be reported on or before the 20" day of each month. 
Contractor and subcontractor reporting to the C2 system must be completed by the 25°" of 
each month or payments may be withheld. 


All subcontract agreements between the contractor and MBE/WBE/VBE firms or any first 
tier non-certified firm and lower tier MBE/WBE/VBE firms must contain language requiring 
the MBE/WBE/VBE to respond to email and/or fax notifications from the City of Chicago 
requiring them to report payments received for the prime or the non-certified firm. 


Access to the Certification and Compliance Monitoring System (C2), which is a web based 
reporting system, can be found at: http://chicago.mwdbe.com 


The Chief Procurement Officer or any party designated by the, Chief Procurement Officer 
shall have access to the contractor's books and records, including without limitation payroll 
records, tax returns and records and books of account, to determine the contractor's 
compliance with its commitment to MBE, WBE, and VBE participation and the status of 
any MBE, WBE, or VBE performing any portion of the contract. This provision shall be in 
addition to, and not a substitute for, any other provision allowing inspection of the 
contractor's records by any officer or official of the City for any purpose. 


The contractor shall maintain records of all relevant data with respect to the utilization of 
MBEs, WBEs, and VBEs, retaining these records for a period of at least five years after 
final acceptance of the work. Full access to these records shall be granted to City, federal 
or state authorities or other authorized persons. 
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IX. 


Non-Compliance 


A. Without limitation, the following shall constitute a material breach of this contract and 
entitle the City to declare a default, terminate the contract, and exercise those remedies 
provided for in the contract at law or in equity: (1) failure to demonstrate good faith efforts; 
and (2) disqualification as a MBE, WBE, or VBE of the contractor or any joint venture 
partner, subcontractor or supplier if its status as an MBE, WBE, or VBE was a factor in the 
award of the contract and such status was misrepresented by the contractor. 


B. Payments due to the contractor may be withheld until corrective action is taken. 


C. Pursuant to 2-92-740, or 2-92-955, as applicable, remedies or sanctions may include 
disqualification from contracting or subcontracting on additional City contracts for up to 
three years, and the amount of the discrepancy between the amount of the commitment in 
the Compliance Plan, as such amount may be amended through change orders or 
otherwise over the term of the contract, and the amount paid to MBEs or WBEs. The 
consequences provided herein shall be in addition to any other criminal or civil liability to 
which such entities may be subject. 


D. The contractor shall have the right to protest the final determination of non-compliance 
and the imposition of any penalty by the Chief Procurement Officer pursuant to 2-92-740 
of the Municipal Code of the City of Chicago, within 15 business days of the final 
determination. 


X. Arbitration 


If the City determines that a contractor has not made good faith efforts to fulfill its Compliance 
Plan, the affected MBE, WBE, or VBE may recover damages, suffered by such entity as a result 
of being underutilized, from the contractor. 


Disputes between the contractor and the MBE, WBE, or VBE shall be resolved by binding 
arbitration before the American Arbitration Association (AAA), with reasonable expenses, 
including attorney’s fees and arbitrator's fees, being recoverable by a prevailing MBE, WBE, or 
VBE. Participation in such arbitration is a material provision of the Construction Contract to which 
these Special Conditions are an Exhibit. This provision is intended for the benefit of any MBE, 
WBE, or VBE affected by the contractor’s failure to fulfill its Compliance Plan and grants such 
entity specific third party beneficiary rights. These rights are non-waivable and take precedence 
over any agreement to the contrary, including but not limited to those contained in a subcontract, 
suborder, or communicated orally between a contractor and an MBE, WBE, or VBE. Failure by 
the Contractor to participate in any such arbitration is a material breach of the Construction 
Contract. 


An MBE, WBE, or VBE seeking arbitration shall serve written notice upon the contractor and file a 
demand for arbitration with the AAA in Chicago, IL. The dispute shall be arbitrated in accordance 
with the Commercial Arbitration Rules of the AAA. All arbitration fees are to be paid pro rata by 
the parties; however, as noted above, reasonable expenses, including the arbitrator's fees, may 
be recoverable by a prevailing MBE, WBE, or VBE. 


The MBE, WBE, or VBE must copy the City on the Demand for Arbitration within 10 business 
days after filing with the AAA. The MBE, WBE, or VBE must copy the City on the arbitrator's 
decision within 10 business days of receipt of the decision. Judgment upon the arbitrator’s 
award may be entered in any court of competent jurisdiction. 
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Xl. 


Equal Employment Opportunity 
Compliance with the requirements set forth in these Regulations will not diminish or supplant 


equal employment opportunity and civil rights provisions as required by law related to bidder or 
contractor and subcontractor obligations. 
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mm > CHI | DPS 


Department of Procurement Services 


CITY OF CHICAGO 


ASSIST AGENCY LIST 


Assist Agencies are comprised of not-for-profit agencies and/or chamber of commerce agencies that 
represent the interest of small, minority and/or women owned businesses. 


Chatham Business Association Small Business Dev.* 


800 E. 78" Street 

Chicago, IL 60619 

773-994-5006 

773-855-8905 

admin@cbaworks.org 
www.cbaworks.org 

Maintains list of certified firms: Yes 
Provides training for businesses: Yes 


Chicago Urban League * 

4510 S. Michigan Ave. 

Chicago, IL 60653 

773-285-5800 

jjohnson@chiul.org 

Maintains list of certified firms: Yes 
Provides training for businesses: Yes 


Chicago Minority Supplier Development Council Inc. * 
105 W. Adams, Suite 2300 

Chicago, IL 60603-6233 

312-755-8880 

312-755-8890 Fax 

cjordan@chicagomsdc.org 

www.chicagomsdc.org 

Maintains list of certified firms: Yes 

Provides training for businesses: Yes 


Chicago Women in Trades (CWIT) 
2444 W. 16" Street 

Chicago, IL 60608 

312-942-1444 

Jayne Vellinga, Executive Director 
jvellinga@cwit2.org 
www.chicagowomenintrades2.org 
Maintains list of certified firms: No 
Provides training for businesses: Yes 


Contractor Advisors Business Development Corp. * 
1507 E. 53'¢ Street, Suite 906 

Chicago, IL. 60615 

312-436-0301 

info@contractoradvisors.us 
www.contractoradvisors.us 

Maintains list of certified firms: Yes 

Provides training for businesses: Yes 


Cosmopolitan Chamber of Commerce 
1631 S. Michigan Avenue Unit 101 
Chicago, IL. 60616 

312-971-9594 
eroper@cosmochamber.org 
www.cosmochamber.org 

Maintains list of certified firms: Yes 
Provides training for businesses: Yes 


Council of Black Architecture and Engineering 
Companies (Formally NOME)* 

1 South Wacker, Suite 2650 

Chicago, IL 60606 

312-960-1239 
msutton@infrastructure-eng.com 

Maintains list of certified firms: Yes 

Provides training for businesses: Yes 


Do For Self Community Development Co. * 
8659 S. Ingleside Ave., 

Chicago, IL 60619 

773-356-7661 

dennis@doforself.org 

www.doforself.org 

Maintains list of certified firms: No 
Provides training for businesses: Yes 


Elite Service Disabled Veteran Owned Business Network 
420 Lake Cook Rd, Ste 104 

Deerfield, IL 60015 

847-453-8890 

jscifers@scigon.com 

www.elitesdvob.org 

Maintains list of certified firms: Yes 

Provides training for businesses: Yes 


Far South Community Development Corporation 
9923 S. Halsted Street, Suite D 

Chicago, IL 60628 

773-941-4833 

773-941-5252 

lacy@farsouthcdc.org 

www.farsouthcdc.org 

Maintains list of certified firms: No 

Provides training for businesses: Yes 


*Prime Contractors should contact agency with subcontracting opportunities to connect certified firms. 
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CITY OF CHICAGO 


ASSIST AGENCY LIST 


Assist Agencies are comprised of not-for-profit agencies and/or chamber of commerce agencies that 
represent the interest of small, minority and/or women owned businesses. 


Federation of Women Contractors * 


4210 W. Irving Park Road, 

Chicago, IL 60641 

312-360-1122 
info@fwcchicago.com 
www.fwechicago.com 

Maintains list of certified firms: Yes 
Provides training for businesses: No 


Fresh Start Home Community Development Corp. 
5168 S. Michigan Avenue, 4N 

Chicago, IL 60615 

773-312-3797 

855-270-4175 

Info@FreshStartNow.us 

www.FreshStartNow.us 

Maintains list of certified firms: Yes 

Provides training for businesses: Yes 


Greater Southwest Development Corporation 
2601 W. 63" Street 

Chicago, IL 60629 

773-362-3373 
c.james@greatersouthwest.org 
www.greatersouthwest.org 

Maintains list of certified firms: Yes 

Provides training for businesses: Yes 


Hispanic American Construction Industry Association 
(HACIA) * 

650 W. Lake St., Unit 415 

Chicago, IL 60661 

312-575-0389 

312-575-0389 

perez@haciaworks.org 

www.haciaworks.org 

Maintains list of certified firms: Yes 

Provides training for businesses: Yes 


Illinois State Black Chamber of Commerce * 


411 Hamilton Blvd., Suite 1404 
Peoria, Illinois 61602 

309-740-4430 

309-672-1379 

finance@ILBCC.org 

www. ilbcc.org 

Maintains list of certified firms: Yes 
Provides training for businesses: Yes 


Illinois Hispanic Chamber of Commerce * 

222 Merchandise Mart Plaza, Suite 1212 c/o 1871 
Chicago, IL 60654 

312-425-9500 

info@ihccbusiness.net 

www.ihccbusiness.net 

Maintains list of certified firms: Yes 

Provides training for businesses: Yes 


JLM Business Development Center* 
2622 W. Jackson Boulevard 
Chicago, IL 60612 

773-826-3064 

773-359-4021 Fax 
lady930@prodigy.net 
www.jlmcenter.org 

Maintains list of certified firms: Yes 
Provides training for businesses: Yes 


LGBT Chamber of Commerce of Illinois * 


3179 N. Clark St., 2nd Floor 

Chicago, IL 60657 

773-303-0167 

773-303-0168 

admin@lgbtcc.com 

www.lgbtcc.com 

Maintains list of certified firms: Yes 
Provides training for businesses: Yes 


*Prime Contractors should contact agency with subcontracting opportunities to connect certified firms. 
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CITY OF CHICAGO 


ASSIST AGENCY LIST 


Assist Agencies are comprised of not-for-profit agencies and/or chamber of commerce agencies that 
represent the interest of small, minority and/or women owned businesses. 


Native American Chamber of Commerce of Illinois 
100 N. Riverside Plaza, Suite 1670 

Chicago, IL 60606 

630-926-1700 

info@nacc-il.org 

www.nacc-il.org 

Maintains list of certified firms: Yes 

Provides training for businesses: Yes 


Rainbow/PUSH Coalition * 

930 E. 50* Street 

Chicago, IL 60615 

773-255-9067 

773-256-2768 
jmitchell@rainbowpush.org 
www.rainbowpush.org 

Maintains list of certified firms: Yes 
Provides training for businesses: Yes 


NDIGO Foundation 

329 W. 18*" Street, Ste 613 

Chicago, IL 60616 

312-264-6272 

hhartman@ndigo.com 
www.ndigo.com 

Maintains list of certified firms: No 
Provides training for businesses: Yes 


RTW Veteran Center * 

7415 E. End, Suite 120 

Chicago, IL 60649 

800-974-2808 

866-873-2494 Fax 
rtwvetcenter@yahoo.com 
www.rtwvetcenter.org 

Maintains list of certified firms: Yes 
Provides training for businesses: Yes 


South Shore Chamber, Inc. * 

1750 E. 715 Street 

Chicago, IL 60649-2000 

773-955- 9508 

773-955-9554 

Tonya Trice, Executive Director 
info@southshorechamberinc.org 
www.southshorechamberinc.org 
Maintains list of certified firms: Yes 
Provides training for businesses: Yes 


Sustainable Options for Urban Living, Inc. (SOUL) 
11603 S. Throop Street 

Chicago, IL 60643 

773-250-1770 Ext 702 

773 250-1770 

Cyndi@soul-program.com 
www.soul-program.com 

Maintains list of certified firms: Yes 

Provides training for businesses: Yes 


The Monroe Foundation 

1547 South Wolf Road 

Hillside, Illinois 60162 

773-315-9720 
omonroe@themonroefoundation.org 
www.themonroefoundation.org 
Maintains list of certified firms: No 
Provides training for businesses: Yes 


Turn 2 Growth 


708-913-4700 


www.turn2growth.org 


15475 S. Park 
South Holland, IL 60473 


info@turn2growth.org 


Maintains list of certified firms: Yes 
Provides training for businesses: Yes 


*Prime Contractors should contact agency with subcontracting opportunities to connect certified firms. 


mm > CHI | DPS 


Department of Procurement Services 


CITY OF CHICAGO 


ASSIST AGENCY LIST 


Assist Agencies are comprised of not-for-profit agencies and/or chamber of commerce agencies that 
represent the interest of small, minority and/or women owned businesses. 


US Minority Contractors Association, Inc. * 


1250 S. Grove Ave. Suite 200 
Barrington, IL 60010 

847-352-5010 

847-382-1787 
larry.bullock@usminoritycontractors.org 
www.USMinorityContractors.org 
Maintains list of certified firms: Yes 
Provides training for businesses: Yes 


Women’s Business Development Center * 


8 S. Michigan Ave., Suite 400 
Chicago, IL 60603 
312-853-3477x220 

312-853-0145 

edimenco@wbdc.org 

www.wbdc.org 

Maintains list of certified firms: Yes 
Provides training for businesses: Yes 


Women Construction Owners & Executives (WCOE) * 
Chicago Caucus 

308 Circle Avenue 

Forest Park, IL 60130 

708-366-1250 

mkm@mkmservices.com 

Www.wcoeuSsa.org 

Maintains list of certified firms: Yes 

Provides training for businesses: No 


*Prime Contractors should contact agency with subcontracting opportunities to connect certified firms. 
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DOCUMENT SUBMITTAL CHECKLIST 


This checklist is intended to assist you. Missing forms may invalidate your bid. Please 
ensure that you have completed the forms and indicate such by placing an "X" next to each 
completed item: 

1. Schedule of Prices 

2. Submit the Appropriate Proposal: 

Proposal To Be Completed By a Corporation (if applicable); or 
Proposal To Be Completed By A Partnership; or 

Proposal To Be Completed By a Joint Venture; or 

Proposal To Be Completed By a Sole Proprietor 


3. Affidavit of Uncompleted Work 

4. Department of Procurement Services Bid Bond 

5. Contractor’s Affidavit Regarding Removal of all Waste Materials and 
Identification of All Legal Dump Sites 

6. Schedule B—- MBE/WBE Affidavit of Joint Venture 

Ds Schedule C —- MBE/WBE Letter of Intent to Perform as a 


Subcontractor or a Supplier 
Schedule C-V - VBE Letter of Intent to 

Perform as a Subcontractor to the Prime Contractor 
8. Schedule D — Compliance Plan Regarding MBE and WBE Utilization 
Schedule D-V - Compliance Plan Regarding VBE Utilization 
Affidavit of Prime Contractor 


9. Schedule F — Report of Subcontractor Solicitations 

10. Schedule H — Documentation of Good Faith Efforts 

11. City of Chicago On-Line Economic Disclosure Statement and 
Affidavit and Appendix A 

12. Affidavit of Chicago Business (If Applicable) 

13. Affidavit re Alternatively Powered Vehicle Bid Incentive (If 
Applicable) 

14. Veteran-Owned Small Local Businesses and Eligible Joint Ventures 
Affidavit 

15. Bidder’s Commitment to Utilize Veteran-Owned Subcontractors 
Affidavit 

16. Bidder's Commitment to Utilize Apprentices that are Graduates of 
Chicago Schools 

17. Request to Apply Bid Incentive: Chicago Graduates Apprentice 
Utilization (MCC 2-92-335) 

18. Bidder's Commitment to Utilize Ex-Offender Apprentices 

19. Request to Apply Bid Incentive: Ex-Offender Apprentice Utilization 
(MCC 2-92-336) 

20. Mentoring Program Bid Preference Affidavit 

21. Bidder’s Commitment to Utilize Business Enterprises Owned by 
People With Disabilities (BEPD) 

22. Sexual Harassment Policy Affidavit (2-92-612) 

23. Bidder’s Commitment to Encourage Diverse Management And 


Workforce (MC 2-92-407) 
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SECTION ONE 
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PROJECT INFORMATION 


The following Specifications supplement the “Requirements for Bidding and Instructions for 
Bidders” found in Section Two of this document. 


Proposals will be received by the Chief Procurement Officer of the City of Chicago for: 
Damen Green Line Elevated CTA Station D-7-135 
all in accordance with Contract Documents set forth below. 


The work for which proposals are invited consist of but is not limited to furnishing all means, 
methods, labor, materials, tools, equipment, transportation and services for the General Contract 
for performing the General Work, Civil Work, Architectural Work, Structural Work, Mechanical 
Work, Plumbing Work, and Electrical Work, as shown on the Drawings and as described in the 
detail specifications, including all appurtenant work and accessories, to the complete satisfaction 
of, approval and acceptance by the City. The work includes the construction of a new Damen 
Avenue Elevated CTA Station located on the Chicago Transit Authority’s (CTA) Green Line. 
This project includes the construction of the following: A new rail station with two (2) entrances 
and fare collection at grade. In addition, two (2) side platforms, two (2) elevators, one (1) 
escalator, stairs, architectural finishes, station support rooms, communication, speaker and 
security systems, lighting, platform canopies, and enclosures for weather protection, architectural 
finishes, signage, customer assistant booths and bicycle racks. 


This description of work is intended to be general in nature and is neither a complete description 
nor a limitation on the work to be performed. Contractor shall perform all Work described in the 
Contract Documents or reasonably inferable as necessary to produce the results specified therein, 
except to the extent specifically indicated in the Contract Documents to be the responsibility of 
others. 


Fund Source: TIF 
Bid Deposit: 5% of Total Base Bid 
MBE/WBE/VBE Participation Goal: 30% MBE/8% WBE/0.96%VBE 


Project Area Participation Goal: 10% 


Pursuant to Municipal Code Section 2-92-330 the City has established that the Project Area for 
this contract will include Community Area 28 as indicated on the map incorporated herein. See 
following page for Project Area Definition map. 
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Project Information 


Community Areas 


{ i+] ‘2 Adaress or Community Are 
' 


Award of Contract 


Proposals will be compared based on the Award Criteria Figure, correctly computed, and a 
contract, if awarded, will be awarded to the lowest responsive and responsible bidder, in the 
amount of the Total Base Bid. 


The City reserves the right to check all calculations and to correct all extensions in case of error. 


Inspection of Site 


The Bidder is expected to inspect the site of the Work. No allowance will be made for any 
difficulties that may be encountered in executing the Work due to a failure of the bidder to 
inspect the site. 


Pre Bid Conference 


A pre bid conference will be held at the date, time and location indicated in the advertisement for 
bids. All interested parties are strongly encouraged to attend. The City may answer questions 
or clarify the terms of the bid documents at the conference. Written answers may be provided 
following the conference. Questions and requests for clarification may be submitted in writing, 
or may be raised at the conference; however, verbal questions and requests for clarification will 
be accepted only at the conference. All written questions or requests for clarification must be 
sent by electronic mail and directed to the attention of the Contract Administrator, Department of 
Procurement Services, Room 806 of City Hall, 121 N. LaSalle, Chicago IL 60602. The City will 
not accept any questions for the ten (10) day period preceding the bid opening date. 
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Project Information 


On-Line EDS 


The Bidder shall complete an online EDS prior to the bid due date. A bidder who does not file 
an electronic EDS prior to the bid due date may be found non-responsive and its bid rejected. If 
you are unable to complete the online EDS and print a Certificate of Filing prior to the response 
due date, the City will accept a paper EDS provided written justification is provided explaining 
the Bidders good faith efforts to complete it before the response due date and the reasons why it 
could not be completed. 


ONLINE EDS FILING REQUIRED PRIOR TO BID OPENING 
The Bidder must complete an online EDS prior to the bid opening date. 


A Bidder that does not file an electronic EDS prior to the bid opening will be found non- 
responsive and its bid will be rejected unless a paper EDS and written justification is 
submitted with the bid as explained in the above paragraph. 


ONLINE EDS WEB LINK 
The web link for the Online EDS is https://webapps.cityofchicago.org/EDS Web 
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CONTRACT INSURANCE REQUIREMENTS 


Department of Transportation 
Damen/Lake Green Line Station Project 


INSURANCE REQUIRED 


The Contractor must provide and maintain at Contractor's own expense, until Contract 
completion and during the time period following final completion if Contractor is required to 
return and perform any additional work, services, or operations, the insurance coverages and 
requirements specified below, insuring all operations related to the Contract. 


1) 


2) 


Workers Compensation and Employers Liability 
Workers Compensation Insurance, as prescribed by applicable law covering all 


employees who are to provide a service under this Contract and Employers Liability 
coverage with limits of not less than $1,000,000 each accident, $1,000,000 disease-policy 
limit, and $1,000,000 disease-each employee, or the full per occurrence limits of the 
policy, whichever is greater. Coverage shall include other state endorsement, voluntary 
compensation and alternate employer, when applicable. 


Contractor may use a combination of primary and excess/umbrella policy/policies to 
satisfy the limits of liability required herein. The excess/umbrella policy/policies must 
provide the same coverages/follow form as the underlying policy/policies. 


Commercial General Liability (Primary and Umbrella) 

Commercial General Liability Insurance or equivalent must be maintained with limits of 
not less than $2,000,000 per occurrence, or the full per occurrence limits of the policy, 
whichever is greater, for bodily injury, personal injury, and property damage liability. 
Coverages must include but not be limited to the following: All premises and operations, 
products/completed operations (for the full statute of repose following project 
completion), explosion, collapse, underground, separation of insureds, defense, 
contractual liability (not to include endorsement CG 21 39 or equivalent), no exclusion 
for damage to work performed by Subcontractors, any limitation of coverage for 
designated premises or project is not permitted (not to include endorsement CG 21 44 or 
equivalent) and any endorsement modifying or deleting the exception to the Employer’s 
Liability exclusion is not permitted. If a general aggregate limit applies, the general 
aggregate must apply per project/location and reinstate annually if applicable, or 
Contractor may obtain separate insurance to provide the required limits which will not be 
subject to depletion because of claims arising out of any other work or activity of 
Contractor. If a general aggregate applies to products/completed operations, the general 
aggregate limits must apply per project and once per policy period. 


The City must be provided additional insured status with respect to liability arising out of 
Contractor’s work, services or operations and completed operations performed on behalf 
of the City. Such additional insured coverage must be provided on ISO form CG 2010 10 
01 and CG 2037 10 01 or endorsement form at least as broad for ongoing operations and 
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4) 


5) 


3) 


Contract Insurance Requirements 


completed operations. The City’s additional insured status must apply to liability and 
defense of suits arising out of Contractor’s acts or omissions, whether such liability is 
attributable to the Contactor or to the City. The full policy limits and scope of protection 
also will apply to the City as an additional insured, even if they exceed the City’s 
minimum limits required herein. Contractor’s liability insurance must be primary 
without right of contribution by any other insurance or self-insurance maintained by or 
available to the City. 


Contractor may use a combination of primary and excess/umbrella policy/policies to 
satisfy the limits of liability required herein. The excess/umbrella policy/policies must 
provide the same coverages/follow form as the underlying policy/policies. 


Automobile Liability (Primary and Umbrella) 

Contractor must maintain Automobile Liability Insurance with limits of not less than 
$2,000,000 per occurrence, or the full per occurrence limits of the policy, whichever is 
greater, for bodily injury and property damage and covering the ownership, maintenance, 
or use of any auto whether owned, leased, non-owned or hired used in the performance of 
the work or devices, both on and off the Project site including loading and unloading. 
The City is to be named as an additional insured on a primary, non-contributory basis. 


Contractor may use a combination of primary and excess/umbrella policy/policies to 
satisfy the limits of liability required herein. The excess/umbrella policy/policies must 
provide the same coverages/follow form as the underlying policy/policies. 


Excess/Umbrella 

Excess/Umbrella Liability Insurance must be maintained with limits of not less than 
$30,0000,000 per occurrence, or the full per occurrence limits of the policy, whichever is 
greater. The policy/policies must provide the same coverages/follow form as the 
underlying Commercial General Liability, Automobile Liability, Employers Liability and 
Completed Operations coverage required herein and expressly provide that the excess or 
umbrella policy/policies will drop down over reduced and/or exhausted aggregate limit, if 
any, of the underlying insurance. If a general aggregate limit applies the general 
aggregate must apply per project/location. The Excess/Umbrella policy/policies must be 
primary without right of contribution by any other insurance or self-insurance maintained 
by or available to the City. 


Contractor may use a combination of primary and excess/umbrella policies to satisfy the 
limits of liability required in sections A.1, A.2, A.3 and A.4 herein. 


Owner's and Contractor's Protective Liability 
With respect to the operations performed by Contractor, an Owner's and Contractor's 


Protective Liability policy designating the City as named insured must be provided with 
limits of not less than $2,000,000 per occurrence, combined single limit, for losses 
arising out of bodily injuries to or death of all persons and for damage to or destruction of 


property. 
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6) 


7) 


8) 


9) 


Contract Insurance Requirements 


Railroad Protective Liability 

When any work, services, or operations is to be done adjacent to or on railroad or transit 
property, Contractor must provide, with respect to the operations that Contractor or 
subcontractors perform, Railroad Protective Liability Insurance in the name of railroad or 
transit entity. The policy must have limits of not less than the requirement of the 
operating railroad for losses arising out of injuries to or death of all persons, and for 
damage to or destruction of property, including the loss of use thereof. 


If applicable, a certified copy of the Railroad Protective policy is to be submitted to: 
-Chicago Transit Authority (CTA), ATTN: Manager of Benefits Compliance, 
567 West Lake Street, 3! Floor, Chicago, IL 60661. 


An Insurance binder will be accepted until such time the policy is submitted. 

Builders Risk 

When Contractor undertakes any construction, including improvements, betterments, 
and/or repairs, Contractor must provide or cause to be provided, All Risk Builders Risk 
Insurance at replacement cost for materials, supplies, equipment, machinery and fixtures 
that are or will be part of the permanent facility/project. Coverages must include but not 
limited to the following: right to partial occupancy, material stored off-site and in-transit, 
equipment breakdown, earth movement, flood, water including overflow, leakage, sewer 
backup or seepage, utility services, damage to adjoining and existing property, collapse, 
debris removal, landscaping, loss resulting from faulty workmanship or materials, testing 
and mechanical-electrical breakdown, change in temperature, extra expense and 
ordinance or law for increase cost construction. The City is to be named as an additional 
insured and loss payee. 


Contractor is responsible for all loss or damage to personal property (including but not 
limited to materials, equipment, tools and supplies) owned, rented, or used by Contractor. 


Professional Liability 


When any architects, engineers, construction managers or other professional consultants 
perform work, services, or operations in connection with this Contract, Professional 
Liability Insurance covering acts, errors, or omissions must be maintained with limits of 
not less than $2,000,000. Coverage must include pollution liability if environment site 
assessments will be done. When policies are renewed or replaced, the policy retroactive 
date must coincide with, or precede, start of work on the Contract. A claims-made policy 
which is not renewed or replaced must have an extended reporting period of two (2) 
years. 


Valuable Papers 
When any plans, designs, drawings, specifications, media, data, records, reports and other 


documents are produced or used under this Contract, Valuable Papers Insurance must be 
maintained in an amount to insure against any loss whatsoever and must have limits 
sufficient to pay for the re-creation and reconstruction of such records. 
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Contract Insurance Requirements 


10) Contractors Pollution Liability 
When any work performed involves a potential pollution risk that may arise from the operations 


of Contractor’s scope of services Contractors Pollution Liability must be provided or caused 
to be provided, covering bodily injury, property damage and other losses caused by pollution 
conditions with limits of not less than $2,000,000 per occurrence. Coverage must include but 
not be limited to completed operations, contractual liability, defense, excavation, 
environmental cleanup, remediation and disposal and if applicable, include transportation and 
non-owned disposal coverage. When policies are renewed or replaced, the policy retroactive 
date must coincide with or precede, start of work on the Contract. A claims-made policy 
which is not renewed or replaced must have an extended reporting period of two (2) years. 
The City is to be named as an additional insured. 


B. ADDITIONAL REQUIREMENTS 


Evidence of Insurance. Contractor must furnish the City, Department of Procurement Services, 
121 N. LaSalle Street, Room 806, Chicago, IL 60602, original certificates of insurance and 
additional insured endorsement, or other evidence of insurance, to be in force on the date of this 
Contract, and renewal certificates of Insurance and endorsement, or such similar evidence, if the 
coverages have an expiration or renewal date occurring during the term of this Contract. 
Contractor must submit evidence of insurance prior to execution of Contract. The receipt of any 
certificate does not constitute agreement by the City that the insurance requirements in the 
Contract have been fully met or that the insurance policies indicated on the certificate are in 
compliance with all requirements of Contract. The failure of the City to obtain, nor the City’s 
receipt of, or failure to object to a non-complying insurance certificate, endorsement or other 
insurance evidence from Contractor, its insurance broker(s) and/or insurer(s) will not be 
construed as a waiver by the City of any of the required insurance provisions. Contractor must 
advise all insurers of the Contract provisions regarding insurance. The City in no way warrants 
that the insurance required herein is sufficient to protect Contractor for liabilities which may 
arise from or relate to the Contract. The City reserves the right to obtain complete, certified 
copies of any required insurance policies at any time. 


Failure to Maintain Insurance. Failure of the Contractor to comply with required coverage and 
terms and conditions outlined herein will not limit Contractor’s liability or responsibility nor 
does it relieve Contractor of its obligation to provide insurance as specified in this Contract. 
Nonfulfillment of the insurance conditions may constitute a violation of the Contract, and the 
City retains the right to suspend this Contract until proper evidence of insurance is provided, or 
the Contract may be terminated. 


Notice of Material Change, Cancellation or Non-Renewal. Contractor must provide for sixty 
(60) days prior written notice to be given to the City in the event coverage is substantially 
changed, canceled or non-renewed and ten (10) days prior written notice for non-payment of 
premium. 
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Contract Insurance Requirements 


Deductibles_and_ Self-Insured_ Retentions. Any deductibles or self-insured retentions on 
referenced insurance coverages must be borne by Contractor. 


Waiver of Subrogation. Contractor hereby waives its rights and its insurer(s)’ rights of and 
agrees to require their insurers to waive their rights of subrogation against the City under all 
required insurance herein for any loss arising from or relating to this Contract. Contractor agrees 
to obtain any endorsement that may be necessary to affect this waiver of subrogation, but this 
provision applies regardless of whether or not the City received a waiver of subrogation 
endorsement for Contractor’s insurer(s). 


Contractors Insurance Primary. All insurance required of Contractor under this Contract shall be 
endorsed to state that Contractor’s insurance policy is primary and not contributory with any 
insurance carrier by the City. 


No Limitation as to Contractor’s Liabilities. The coverages and limits furnished by Contractor in 
no way limit the Contractor's liabilities and responsibilities specified within the Contract or by 
law. 


No Contribution by City. Any insurance or self-insurance programs maintained by the City do 
not contribute with insurance provided by Contractor under this Contract. 


Insurance not Limited by Indemnification. The required insurance to be carried is not limited by 
any limitations expressed in the indemnification language in this Contract or any limitation 
placed on the indemnity in this Contract given as a matter of law. 


Insurance and Limits Maintained. If Contractor maintains higher limits and/or broader coverage 
than the minimums shown herein, the City requires and shall be entitled the higher limits and/or 
broader coverage maintained by Contractor. Any available insurance proceeds in excess of the 
specified minimum limits of insurance and coverage shall be available to the City. 


Joint Venture or Limited Liability Company. If Contractor is a joint venture or limited liability 
company, the insurance policies must name the joint venture or limited liability company as a 
named insured. 


Other Insurance obtained by Contractor. If Contractor desires additional coverages, the 
Contractor will be responsible for the acquisition and cost. 


Subcontractors. Contractor shall name the Subcontractor(s) as a named insured(s) under 
Contractor’s insurance or Contractor will require Subcontractor(s) to provide and maintain 
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Commercial General Liability, Commercial Automobile Liability, Worker’s Compensation and 
Employers Liability Insurance and when applicable Excess/Umbrella Liability Insurance with 
coverage at least as broad as outlined in Section A, Insurance Required. The limits of coverage 
will be determined by Contractor and shall determine if Subcontractor(s) must also provide any 
additional coverage or other coverage outlined in Section A, Insurance Required. Contractor is 
responsible for ensuring that each Subcontractor has named the City as an additional insured 
where required and more specifically name the City as an additional insured under the 
Commercial General Liability on ISO form CG 2010 10 01 and CG 2037 10 01 for ongoing 
operation and completed operations or an endorsement form at least as broad and acceptable to 
the City. Contractor is also responsible for ensuring that each Subcontractor has complied with 
the required coverage and terms and conditions outlined in this Section B, Additional 
Requirements. When requested by the City, Contractor must provide to the City certificates of 
insurance and additional insured endorsements or other evidence of insurance. The City reserves 
the right to obtain complete, certified copies of any required insurance policies at any time. 
Failure of the Subcontractors to comply with required coverage and terms and conditions 
outlined herein will not limit Contractor’s liability or responsibility. 


City’s Right to Modify. Notwithstanding any provisions in the Contract to the contrary, the City, 
Department of Finance, Risk Management Office maintains the right to modify, delete, alter or 
change these requirements. 
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Contract Insurance Requirements 
INSURANCE CERTIFICATE OF COVERAGE 


Named Insured: Specification #: 
Address: RFP: 

Project#: 
(City) (State) (Zip) Contract#: 


Description of Operation/Location 


The insurance policies and endorsements indicated below have been issued to the designated named insured with the policy limits as set forth 
herein covering the operation described within the contract involving the named insured and the City of Chicago. The Certificate issuer 
agrees that in the event of cancellation, non-renewal or material change involving the indicated policies, the issuer will provide at least sixty 
(60) days prior written notice of such change to the City of Chicago at the address shown on this Certificate. This certificate is issued to the 
City of Chicago in consideration of the contract entered into with the named insured, and it is mutually understood that the City of Chicago 
relies on this certificate as a basis for continuing such agreement with the named insured: 


Type of Insurance Insurer Name Policy Number Limits of Liability 
All Limits in Thousands 
General Liability CSL Per 
[ ] Claims made [ ] Occurrence Occurrence $ 
[ ] Premise-Operations 
[ ] Explosion/Collapse Underground General 


[ ] Products/¢ 
»pecimen : 
[ ] Independe 


[_] Pollution 

Automobile Liability CSL Per 
Occurrence 

[ ] Excess Liability Each 

[ ] Umbrella Liability Occurrence § 

Worker’s Compensation and Employer’s Statutory/Illinois 

Liability Employers 
Liability $ 

Builders Risk/Course of Construction Amount of Contract 

Professional Liability 

Owner Contractors Protective 

Other 


a) — Each Insurance policy required by this agreement, excepting policies for worker’s compensation and professional liability, will 
read: “The City of Chicago is an additional insured as respects operations and activities of, or on behalf of the named insured, 
performed under contract with or permit from the City of Chicago.” 


b) The General, Automobile and Excess/Umbrella Liability Policies described provide for severability of Interest (cross liability) 
applicable to the named insured and the City. 


c) | Workers Compensation and Property Insurers shall waive all rights of subrogation against the City of Chicago. 


d) The receipt of this certificate by the City does not constitute agreement by the City that the insurance requirements in the contract 
have been fully met, or that the insurance policies indicated by this certificate are in compliance with all contract requirements. 
Name and Address of Certificate Holder and Recipient of 
Notice 
Certificate Holder/Additional Insured Signature of Authorized Rep.: 
Agency/Company: 


City of Chicago Address: 
Department of Procurement Services Telephone: 
121 N. LaSalle St., #806 
Chicago, IL 60602 

For City use only 


Name of City Department requesting certificate: (Using Dept.) 
Address: ZIP Code: 


Attention: 
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PROPOSAL PAGES 
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PROPOSAL 


The undersigned proposes to construct 
DAMEN GREEN LINE ELEVATED CTA STATION 


as required by this Contract, to perform all Work required, and to provide and furnish the 
required performance and payment bond and all of the labor, materials, tools, equipment, 
expendable and otherwise, and all accessories and transportation services necessary to perform 
and complete the Work required in a workmanlike manner and within the specified time the 
Work required, all in accordance with the Contract Documents, at the unit and lump sum prices 
hereinafter set forth in the Schedule of Prices; and 


Further, the undersigned agrees that upon receipt of written notice of acceptance of this Proposal, 
he will furnish a satisfactory Performance Bond within seven (7) calendar days; and 


Further, the undersigned declares that he has carefully examined the Contract Documents, 
Addenda (if any), and Exhibits on file at the Department of Transportation; that he has inspected 
in detail the site of the proposed Work; that he has familiarized himself with all of the conditions 
affecting the Contract; that he has familiarized himself as to the Work to be done and the 
conditions under which it must be carried out; that he understands that in making this Proposal 
he waives all rights to plead any misunderstanding regarding the same; and 


Further, the undersigned declares that he has filled out and signed the “Economic Disclosure 
Statement” form and all other forms requiring Bidders' signature; and 


Further, the undersigned understands that he shall be prepared to provide the satisfactory 
documentation to the Chief Procurement Officer relating to his performance ability and 
possession of necessary facilities, pecuniary resources and adequate insurance as called for in 
Article 6 entitled “Competency of Bidder" of the "Requirements for Bidding and Instructions for 
Bidders’; and 


Further, the undersigned firm certifies that it is not barred from contracting with any unit of State 
or local government as a result of a conviction for the violation of State laws prohibiting bid- 
rigging or bid-rotating; and 


Further, the undersigned understands that he must show the lump sum price, and the Award 
Criteria Figure and that if not so made, his Proposal may be rejected as irregular; and 


Further, the undersigned understands that he must show in the Schedule of Prices the unit or 
lump sum price, as the case may be for which he proposes to perform each item of work, and that 
all extensions and the summation for the base bid amount must be made by him, and that if not 
so made his Proposal may be rejected as irregular; and 


Further, the undersigned declares that the price stated for each item is based on the projected cost 
of that item at the time that the Work is to be performed, and also includes a proportionate 
amount of the total cost of the entire Work in full compliance with the Contract Documents and 
the requirements of the Commissioner and City Chief Procurement Officer, and constitutes 
compensation in full for performing and completing the work pertaining to said item, free of all 
claims, liens and charges whatsoever; and 
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Further, the undersigned declares that the prices herein are in compliance with all applicable 
laws, ordinances, regulations and codes of the Federal, State and City government having 
jurisdiction. 

NOTE: THE BIDDER SHOULD NOT ADD ANY CONDITIONS OR QUALIFYING 
STATEMENTS TO HIS PROPOSAL, AS SUCH ADDITIONS MAY CAUSE THE 
PROPOSAL TO BE DECLARED INFORMAL AND AS NOT BEING RESPONSIVE TO THE 
ADVERTISEMENT FOR BIDS. 


Further, the undersigned declares that he has filled in the required percentages in the “Award 
Criteria” Determination forms. 


TIME OF COMPLETION 


It is understood and agreed that TIME IS OF THE ESSENCE IN THIS CONTRACT, and the 
Contractor agrees to begin actual work covered by this Contract after notification by the 
Commissioner to commence work and to prosecute the same with all due diligence so as to 
complete the entire work under the Contract within 540 Calendar Days after the notice to 
proceed (NTP). It is understood that “Completion” shall mean completion to the point of 
acceptance by the Commissioner, 1.e. substantial completion/beneficial occupancy. 


The Contractor may prosecute the work through two shifts each day if he deems such action 
necessary in order to complete the work within the specified time period. However, no work will 
be permitted between the hours of 9:00 p.m. and 8:00 a.m. Any variation from these restricted 
working hours to include extended shift hours and daytime work, if any, can only be permitted 
with the written approval of the Commissioner. 


In the event that progress falls behind the approved schedule, work shall proceed on a twenty- 
four (24) hour per day basis without additional compensation, if so ordered by the 
Commissioner, to comply with the requirements of this Section. 


In addition, it is understood and agreed that the Contractor will complete specified portions of 
the work within the dates specified below: 


Description of Work to be Completed Completion Date of Milestone Work 
Number 


1A Submit CPM schedule (including submittal Within 14 calendar days after notice to 
dates for shop drawings, product data, and proceed (NTP). 
samples). 
1B Submit revised CPM schedule. Within 7 calendar days after Milestone 1A 
comment transmittal date from 
Commissioner. 
2 Delivery and approval of Contractor's Quality Within 30 calendar days after notice to 
Program (CQP) to the satisfaction of the proceed (NTP). 
Commissioner. Delivery of Field Office, 
to the 
satisfaction of the Commissioner. 
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3 Approval of Architecturally Exposed Structural | Within 136 calendar days after notice to 


Steel (AESS) and Architectural Concrete proceed (NTP). 
(ACON) mock-ups prior to platforms and 
Station’s Superstructure construction 


4A Reopen one lane of Lake Street to traffic east of | Within 275 calendar days after notice to 


Damen Avenue proceed (NTP). 

4B Reopen one lane of Lake Street to traffic west of | Within 345 calendar days after notice to 
Damen Avenue proceed (NTP). 

4C Reopen all lanes of Lake Street to traffic Within 415 calendar days after notice to 
proceed (NTP). 

=) Fabricate and erect/install pedestrian bridge Within 450 calendar days after notice to 
over tracks proceed (NTP). 

6 Completion of all contract work. Substantial Within 540 calendar days after notice to 
Completion/Beneficial Occupancy of Station, proceed (NTP). 


except punchlist work 


7 Completion of all punch list work, associated Within 30 calendar days after punch list 
with Milestone 6, to the satisfaction of the transmittal date from Commissioner. 
Commissioner. 

8 As-Built submittal approval for work associated | Within 120 calendar days of completion of 
with Milestones 6 and 7. milestone 7 


PUNCH LIST TIME OF COMPLETION 


It is also understood and agreed that TIME IS OF THE ESSENCE IN CLOSING OUT THE JOB 
SITE WORK OF THIS CONTRACT, and the Contractor agrees to begin work immediately after 
receipt of formal comprehensive list of minor miscellaneous or finishing work also known as 
“Punch List” work. 


Further, upon physical completion of the Work and final inspection of same, a final “Punch List” 
will be transmitted to the Contractor from the Commissioner. This final “Punch List” will 
consist of not only physical work items requiring corrective action, but will also include all 
applicable Contractor submittals as may be required by the Contract. It is understood and agreed 
that all final “Punch List” work will be prosecuted expeditiously and completed, in total, within 
thirty (30) calendar days of the date of the transmittal to the Contractor. Failure to complete all 
final “Punch List” items within the thirty (30) calendar day time limit shall be construed as 
failure to prosecute work of the contract and, as such, will subject the Contractor to the 
assessment of project liquidated damages in the amount(s) specified under the “Liquidated 
Damages” section of this proposal. These damages will be assessed continuously from the time 
of the expiration of the thirty (30) calendar day time limit until such time as all final “Punch 
List” items are completed to the satisfaction of the Commissioner. 


City Funded Instructions and Execution Documents (Rev. July 2020) 16 


LIQUIDATED DAMAGES 


Failure of the Contractor to complete the Work under this Contract within the specified 
completion time will result in the incurrence by the City of additional construction and 
engineering costs, including but not limited to supervision and inspection, together with other 
tangible and intangible losses. Therefore, if any work shall remain uncompleted after the time 
specified for the completion of the work or after any authorized extension of such stipulated 
time, the Contractor shall pay to the City the sum listed below for each and every day that such 
work remains uncompleted, and such moneys shall be paid as liquidated damages, not a penalty, 
to partially cover costs and losses by the City as specified below: 


Milestone | Liquidated Damages per Calendar Day 
Number 


1A $500.00 
1B $500.00 
2 $500.00 
2 $500.00 
4A $500.00 
4B $500.00 


AC $1000.00 


5 $1500.00 
6 $5000.00 
i $1000.00 
8 $500.00 


The City shall recover said liquidated damages by deducting the amount thereof out of any 
moneys due or that may become due, and if said moneys are insufficient to cover said damages, 
then the Contractor or the Surety shall pay the amount due. 


Nothing herein contained shall be construed as limiting the right of the City to recover from the 
Contractor any and all amounts due or to become due, and any and all costs and expenses 
sustained by the City for improper performance hereunder, repudiation of the Contract by the 
Contractor, failure to perform or breach or breaches in any other respect, including but not 
limited to defective workmanship or materials. 
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The date for commencement of work will not be counted as a calendar day but each subsequent 
day thereafter from midnight to midnight will be counted as one calendar day and the last day 
counted will be the day on which the Contractor shall have completed and the Commissioner 
shall have accepted the entire work under this Contract. 


UNIT PRICES 


Unit prices will be used to determine the amount to ADD TO or DEDUCT FROM contract price 
for any properly authorized additional or omitted work. Unit prices shall be inclusive of the cost 
of materials, work, layout, drafting, balancing and testing, tools and sundries, overhead and 
profit, supervision and any and all other costs of whatsoever nature in connection therewith for 
work in place and accepted or omitted as the case may be. The calculation for determining the 
number of units of work shall be actual surface, volume, length, hours and number of individual 
items listed for the class of work complete in place and accepted or omitted. No allowance for 
waste, loss, breakage, damage or difficulties shall be made. 


Unit Schedule of Prices for all applicable materials related to the Work under this Contract shall 
be inserted in the spaces provided, in this proposal. 


The Chief Procurement Officer reserves the right to make corrections, after receiving the bids, to 
any clerical error apparent on the Line Items, including but not limited to obviously incorrect 
units or misplaced decimal points, or arithmetic error. The Bidder must bid all line items set 
forth on the Proposal Pages, except to the extent that the Specifications expressly allows 
otherwise. In the event that a comparison of the Bidder's "Unit Price" and "Total Price" 
submitted for any line item reveals a calculation error or other discrepancy, the Unit Price will 
prevail. 
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AWARD CRITERIA DETERMINATION 


In accordance with Chapter 2-92 of the Municipal Code of Chicago, and in order to promote 
equality of opportunity for minority and female personnel on this project, the City of Chicago 
has established the following canvassing formula for the purpose of evaluating proposals and 
awarding the contract. 


Each bidder is invited to propose the minority and female employee utilization goals for the 
project, as percentages of the journeyworker and apprentice and laborer hours to be expended in 
the construction of the project. Lines 2, 4, and 6 in the formula shall not be greater than 70 
percent in each category, for the purpose of canvassing only. The 70 percent limit shall not deter 
or restrict the fuller utilization of minority employees for the project, but shall only serve as a 
limiting figure for use in the formula. Similarly, lines 8, 10, and 12 shall not be greater than 15 
percent in each category, for the purpose of canvassing only. Actual amounts of minority and 
female work will be measured for the total hours of construction workers employed on the 
projects within each of the categories of journeyworkers, apprentice, laborers by the contractor 
and all of the worksite subcontractors. 


Canvassing Formula 


Line 1. __ Base Bid, in figures 


Line 2. Percentage of the total journeyworker hours that the Contractor 
proposes to be worked by minority Journeyworkers during construction 
of the Project. 


(Maximum figure .70) 
Line 3. Multiply Line 2 by Line 1 by 0.04 


Line 4. Percentage of the total Apprentice hours that the Contractor proposes to 
be worked by minority Apprentices during construction of the project. 


(Maximum figure .70) 
Line 5. Multiply Line 4 by Line 1 by 0.03 


Line 6. —_ Percentage of the total Laborer hours that the Contractor proposes to be 
worked by minority Laborers during construction of the project. 


(Maximum figure .70) 
Line 7. Multiply Line 6 by Line 1 by .01 


Line 8. _ Percentage of the total Journeyworker hours that the Contractor 
proposes to be worked by female Journeyworkers during construction of 
the project. 


(Maximum figure .15) 
Line 9. Multiply Line 8 by Line 1 by 0.04 
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Line 10. Percentage of the total Apprentice hours that the Contractor proposes to 
be worked by female Apprentices during construction of the project. 


(Maximum figure .15) 
Line 11. Multiply Line 10 by Line 1 by 0.03 


Line 12. Percentage of the total Laborer hours that the Contractor proposes to be 
worked by female Laborers during construction of the project. 


(Maximum figure .15) 
Line 13. Multiply Line 12 by Line 1 by 0.01 
Line 14. Summation of Lines 3, 5, 7, 9, 11, and 13 


Line 15. Subtract Line 14 from Line 1 = Award Criteria Figure 


The bidder shall complete the Canvassing Formula and transfer the final Award Criteria Figure, 
Line 15, to the space provided on the itemized Proposal Sheet. A contract in the amount of the 
Total Base Bid will be awarded to the responsible bidder with the lowest Award Criteria Figure. 
The City reserves the right to revise all arithmetic calculations for correctness. 


The Contractor is obliged during the construction of the Project to fulfill every numerical 
commitment made under the Canvassing Formula categories. Therefore, every limiting 
condition of circumstance which may affect referral, hiring, or deployment of construction trades 
employees must be taken into account by the bidder before the commitment is proposed. Limits 
imposed by the policies or circumstances of labor organizations or other referral resources, for 
example, should be anticipated by the bidder, since relief from the contractor’s obligations as 
established under the Canvassing Formula is not available due to such circumstances found to 
exist during Construction. Also, if Journeyworkers will not be employed in the project, or 
Apprentices, or Laborers, then the proposal made in the appropriate Lines, Lines 2 and 8, or 
Lines 4 and 10, or 6 and 12, should be entered as “0 percent” since no Journeyworker or 
Apprentice or Laborer hours are reported after construction, this will be computed by the City as 
“0 percent,” minority/female hours achieved. 


If commitments are made in the Apprentice category, Lines 4 and 10, the total apprentice hours 
to be employed on the projects should be anticipated to be a substantial number of hours; since it 
is the intention of the City that where a commitment for a percentage of minority or female 
Apprentices has been made, the percentage may be counted as fulfilled only as long as there 
were provided at least 40 actual hours of minority or female employment as Apprentices. For 
this reason, where a minority or female percentage commitment has been made, if in the final 
audit of the performance of the Contract there are less than 40 actual hours of minority or female 
Apprentice work performed, then the number of minority or female apprentice hours will be 
counted by the City as “O" for the purpose of measuring the achievement towards the apprentice 
canvassing formula goal. 


Therefore, notice that when the Contractor is performing at a level under a minority or female 
Apprentice goal, Line 4 or Line 10 above, the Contractor will be subject to the full amount of 
liquidated damages, see Lines 5 and 11, if at least 40 actual hours of minority or female 
Apprenticeship work are not achieved. When the bidder foresees that this minimum amount of 
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apprenticeship is not available to the project, then “O" should be put in Lines 4 and 10 as the 
percentage commitment for apprentices. 


The Contractor is obligated to meet the total commitment made in each category, subject to 
liquidated damages as described below for noncompliance. The Contractor hereby consents and 
agrees that, in the event of failure to comply with each of the minimum commitments submitted 
with the proposal on Lines 2, 4, 6, 8, 10, and 12 of the canvassing formula, covering 
Journeyworkers, Apprentices, and Laborers, respectively, the following shall apply to determine 
a monetary sum to be withheld from the final payment to the Contractor. 


In calculating the aggregated work hours toward the utilization goal for construction 
Journeyworkers, Apprentices, or Laborers under this Canvassing Formula, the Contractor shall 
be given 150% credit for every work hour performed by a minority or woman worker residing 
within a socio-economically disadvantaged area. The criteria for designation of an area as socio- 
economically disadvantaged will be set forth in rules promulgated by the Commissioner of 
Planning and Development. Such criteria shall include, but not be limited to, the median family 
income of an area. 


Liquidated Damages 


For each one percent (1%) deficiency of minority journeyworkers not utilized toward the goal 
(Line 2), four cents for each hundred dollars of the base bid, calculated as follows: 


Line 1 x .04 
100 


Each one percent (1%) deficiency of shortfall toward the goal line (Line 8) for female 
Journeyworkers shall be computed in the same way. 


For each one percent (1%) deficiency of minority Apprentices not utilized toward the goal (Line 
4), three cents per each hundred dollars on the base bid, calculated as follows: 


Line 1 x .03 
100 


Each one percent (1%) of shortfall toward the goal (Line 10) for female Apprentices shall be 
computed in the same way. 


For each one percent (1%) deficiency of minority Laborers not utilized towards the goal (Line 6), 
one cent per each hundred dollars of the Base Bid, calculated as follows: 


Line 1 x 01 
100 


Each one percent shortfall toward the goal (Line 12) for female Laborers shall be computed in 
the same way. 
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Reporting 


The Contractor shall submit to the City on a timely basis a completed weekly certified payroll, 
(U.S. Department of Labor Form WH-347, Illinois Department of Transportation Form RE-48, 
or equivalent) with race and gender of employees clearly named or coded each week. The 
Contractor is responsible for forwarding every worksite Subcontractor’s weekly certified payroll. 
Supportive information regarding an employee’s race, gender or work classification of such is 
required by the City. Failure to report fully all required workforce information will subject the 
contractor to liquidated damages in the total amount listed in Line 14 above. 


In the weekly payroll reports, the following ethnic categories should be used to indicate minority 
personnel for purposes of the canvassing formula: 


Black — | Persons having origins in any of the Black racial groups of Africa. 


Hispanic — | Persons of Mexican, Puerto Rican, Cuban, Central American, or other 
Spanish culture or origin, regardless of race. 


Native American | — | Persons who are American Indians, Eskimos, Aleuts or Native 
Hawaiians. 
Asian Pacific — | Persons whose origins are from Japan, China, Taiwan, Korea, Vietnam, 


Laos, Cambodia, the Philippines, Samoa, Guam, the U.S. Trust 
Territories or the Northern Marianas. 


Asian Indian — | Persons whose origins are from India, Pakistan, or Bangladesh. 


Included in the canvassing formula as “Journeyworkers” are the construction site 
Journeyworkers from the major trades including, without limitation, truck drivers, electrical 
groundsmen, and elevator construction helpers. Other “Helpers,” watchmen, custodial workers, 
clerical workers, and salaried superintendents are not creditable in the formula. Hourly wage 
“Foremen” and “General Foremen” will be counted as journeyworkers for purposes of the 
canvassing formula. 


Included in the canvassing formula as “Apprentices” are only bona fide Apprentices currently in 
a training program certified by the U.S. Department of Labor — Bureau of Apprenticeship and 
Training, and for the hours employed at the construction site. Other categories of trainees are not 
creditable in the formula. Individual workers who are both minority and female will have their 
hours counted towards both a minority goal and any female goal. 


Other Regulations 


The adherence to the canvassing formula does not abrogate other responsibilities of the 
contractor to comply with equal employment opportunity requirements under federal or state 
law, municipal ordinance, prevailing government regulations or terms contained elsewhere in 
this contract. 


See Map of Socioeconomically Disadvantaged Areas on following page. 
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SECTION TWO 
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REQUIREMENTS FOR BIDDING AND INSTRUCTIONS FOR BIDDERS 


Contract for Work 


Proposals are received by the Chief Procurement Officer of the City of Chicago in accordance 
with Contract Documents as set forth herein. 


1. 


Examination by Bidder 


The bidder shall, before submitting its bid, carefully examine the proposal, plans, 
specifications, contract documents and bonds. The bidder shall inspect in detail the site of 
the proposed work and familiarize itself with all of the local conditions affecting the contract 
and the detailed requirements of construction. If at any time prior to the bid opening, the 
Bidder discovers any errors, discrepancies or omissions in the Contract Documents, or any 
discrepancy between the Contract Documents and the physical conditions at the site or in any 
subsequent drawings that may be provided thereafter, the Bidder must notify the Chief 
Procurement Officer immediately, in writing, for an interpretation through an Addendum. 
The Chief Procurement Officer reserves the right to establish a date by which any written 
request must be submitted before bid opening. No response will be given for inquiries 
beyond that date. If its bid is accepted, the bidder will be responsible for all errors in its 
proposal resulting from failure or neglect to comply with these instructions. The City will, in 
no case, be responsible for any change in anticipated profits resulting from such failure or 
neglect. 


Unless otherwise provided in the Contract, when the plans or specifications include 
information pertaining to subsurface exploration, borings, test pits, and other preliminary 
investigation, such information represents only the opinion of the City as to the location, 
character, or quantity of the materials encountered and is only included for the convenience 
of the bidder. The City assumes no responsibility with respect to the sufficiency or accuracy 
of the information, and there is no guaranty, either expressed or implied, that the conditions 
indicated are representative of those existing throughout the work, or that unanticipated 
developments may not occur. 


Bid Deposit 


Bid deposit shall be required for all competitive sealed bidding for contracts when required in 
the legal advertisement. The bid deposit must be a bond, or the equivalent in cashier's check, 
money order or certified check. Any bond must be executed by a surety authorized to do 
business in the State of Illinois. And, it must be in the form provided by the Chief 
Procurement Officer, an example of which is bound herein. All certified checks must be 
drawn on a bank doing business in the United States, and shall be made payable to the order 
of the City of Chicago. CASH IS NOT AN ACCEPTABLE FORM OF BID DEPOSIT. 


Bid deposits shall be in the amount shown in the advertisement or as may be prescribed 
herein, but not in excess of 10% of the bid. Should the amount of the bid deposit shown in 
the advertisement prove to be more than 10% of the bid, then the bidder may submit, in lieu 
of the foregoing, an amount equal to 10% of his bid. When the legal advertisement requires a 
deposit, noncompliance requires rejection of the bid. Compliance with the provisions 
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herewith shall be determined in all cases by the Chief Procurement Officer and his 
determination shall be final. 


After bids are opened, deposits shall be irrevocable for the period specified herein. If a bidder 
is permitted to withdraw its bid before award, no action shall be taken against the bidder or 
the bid deposit. 


3. Preparation of Proposal 


The bidder shall prepare its proposal on the attached proposal forms. Unless otherwise 
stated, all blank spaces on the proposal page or pages, applicable to the subject specification, 
must be correctly filled in. Either a unit price or a lump sum price, as the case may be, must 
be stated for each and every item, either typed in or written in ink, in figures, and, if required, 
in words. 


If bidder is a corporation, the President and Secretary must execute the bid and the corporate 
seal must be affixed. In the event that this bid is executed by other than the President, attach 
hereto a certified copy of that section of Corporate By-Laws or other authorization by the 
Corporation which permits the person to execute the offer for the corporation. 


If bidder is a partnership, all partners must execute the bid, unless one partner has been 
authorized to sign for the partnership, in which case, evidence of such authority satisfactory 
to the Chief Procurement Officer shall be submitted. 


If bidder is a sole proprietorship, the sole proprietorship must execute the bid. A 
“Partnership”, “Joint Venture” or “Sole Proprietorship” operating under an Assumed Name 
must be registered with the Illinois county in which located, as provided in 805ILCS 405 
(1992). 


4. Submission of Proposals 


All prospective bidders shall submit sealed proposals with applicable bid deposit enclosed in 
envelopes provided for that purpose by the DEPARTMENT OF PROCUREMENT 
SERVICES, Room 103, City Hall. If proposals are submitted in envelopes other than those 
so provided for this purpose, then the sealed envelope submitted by the prospective bidder 
shall carry the following information on the face of the envelope: bidder’s name, address, 
subject matter of proposal, advertised date of bid opening and the hour designated for bid 
opening as shown on the legal advertisement. 


Where proposals are sent by mail to the DEPARTMENT OF PROCUREMENT SERVICES, 
the bidders shall be responsible for their delivery to the Chief Procurement Officer before the 
advertised date and hour for the opening of bids. If the mail is delayed beyond the date and 
hour set for the bid opening, proposals thus delayed will not be accepted. 


Proposals must be submitted with original signatures in the space provided on the appropriate 
Proposal Execution Page. Proposals not properly signed shall be rejected. 


Ds Withdrawal of Proposals 


Bidders may withdraw their proposals at any time prior to the time specified in the 
advertisement as the closing time for the receipt of bids. However, no bidder shall withdraw 
or cancel his proposal for a period of 60 calendar days after said advertised closing time for 
the receipt of proposals nor shall the successful bidder withdraw or cancel or modify his 
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proposal after having been notified by the Chief Procurement Officer that said proposal has 
been accepted by the City. The City reserves the right to withhold and deposit, as liquidated 
damages and not a penalty, the bid deposit of any bidder requesting withdrawal, cancellation 
or modification of its proposal prior to the stated period for acceptance of proposal. 


Where this contract shall be approved by another agency, such as the Federal Government or 
State of Illinois, then the bidder shall not withdraw or cancel or modify his proposal for a 
period of 90 calendar days after said advertised closing time for the receipt of proposals. 


6. Competency of Bidder 


The Chief Procurement Officer reserves the right to refuse to award a Contract to any person, 
firm or corporation that is in arrears or is in default to the City of Chicago upon any debt or 
contract, or that is a defaulter, as surety or otherwise, upon any obligation to said City, or had 
failed to perform faithfully any previous contract with the City. 


The bidder, if requested, must present within a reasonable time, as determined by the Chief 
Procurement Officer, evidence satisfactory to the Chief Procurement Officer of performance 
ability and possession of necessary facilities, pecuniary resources and adequate insurance to 
comply with the terms of these specifications and contract documents. 


oe Compliance with Child Support Orders Ordinance 


The Child Support Arrearage Ordinance, § 2-92-415 of the Municipal Code, furthers the 
City's interest in contracting with entities that demonstrate financial responsibility, integrity 
and lawfulness, and finds that it is especially inequitable for Contractors to obtain the 
benefits of public funds under City contracts while owners fail to pay court-ordered child 
support, and shift the support of their dependents onto the public treasury. 


In accordance with § 2-92-415 of the Municipal Code, if the Circuit Court of Cook County or 
an Illinois court of competent jurisdiction has issued an order declaring one or more 
Substantial Owner(s) in arrearage on their child support obligations and: (1) such Substantial 
Owner has not entered into a court-approved agreement for the payment of all such child 
support owed, or (2) such Substantial Owner is not in compliance with a court-approved 
agreement for the payment of all such child support owed, (see Certification of Compliance 
with Child Support Orders in EDS), then: 


For those bidders in competitive bid contracts, the City will assess an 8% penalty. This 
penalty will increase their bid price for the purpose of canvassing the bids in order to 
determine the lowest responsible bidder. This penalty will apply only for purposes of 
comparing bid amounts and will not affect the amount of any contract payment. 


For purposes of this Section only, "SUBSTANTIAL OWNER" means any person who owns 
or holds a 10% or more interest in the bidder; where the bidder is an individual or sole 
proprietorship, substantial owner means that individual or sole proprietorship. 


"PERCENTAGE OF INTEREST" includes direct, indirect and beneficial interests in the 
Contractor. Indirect or beneficial interest means that interest in a Contractor held by a 
corporation, joint venture, trust, partnership, association, estate or other legal entity, in which 
the individual holds an interest, or by agent(s) or nominee(s) on behalf of an individual or 
entity. For example, if Corporation B holds or owns a 20% interest in Contractor, and an 
individual or entity has a 50% or more percentage of interest in Corporation B, then such 
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individual or entity indirectly has a 10% or more interest in Contractor. If Corporation B is 
held by another entity, then this analysis similarly must be applied to that next entity. 


The provisions of this Section will only apply where not otherwise prohibited by federal, 
state or local law. 


8. Consideration of Proposals 


The Chief Procurement Officer represents and acts for the City in all matters pertaining to 
this proposal and contract in conjunction therewith. The Chief Procurement Officer reserves 
the right to reject any or all proposals and to disregard any informality in the bids and 
bidding, when in his opinion the best interest of the City will be served by such action. The 
proposal is contained in these contract documents and MUST NOT BE DETACHED HERE 
FROM by any bidder when submitting a proposal. Incomplete proposals are subject to 
rejection. 


9, Balanced Bids 


Bidder’s pricing for each line item should carry its share of the cost of work, plus its share of 
overhead and profit. Bidders should avoid nominal pricing for some lines and enhanced 
pricing for other lines. Bids that the Chief Procurement Officer considers in his sole opinion 
to be materially unbalanced will be rejected. 


10. Acceptance of Proposals 


The Chief Procurement Officer will accept in writing one of the proposals or reject all 
proposals, within 60 calendar days, or within 90 calendar days where approval by other 
agencies is required, from the date of opening of bids, unless the lowest responsible bidder, 
upon request of the City, extends the time of acceptance to the City. 


11. Performance Bond 


When required by the Chief Procurement Officer the successful bidder or bidders shall, 
within seven (7) calendar days of receipt of notice from the City, furnish a performance bond 
in the full amount of the contract on Form P.W.O. 62, a specimen of which is bound herein. 


Receipt of written notice from the City to furnish a bond constitutes tentative notice of 
pending award and proposal acceptance. Release of the contract shall be withheld pending 
receipt and approval of a satisfactory bond. 


Attention is called to the provisions of 30 ILCS 550/1, et. seq. and to the provisions of 
Section 2-92-030 of the Municipal Code of Chicago. 


12. Failure to Furnish Bond 


In the event that the bidder fails to furnish the performance bond in said period of seven (7) 
calendar days, then the bid deposit of the bidder shall be retained by the City as liquidated 
damages and not as a penalty. 


13. Interpretation of Contract Documents 


If any person contemplating submitting a proposal is in doubt as to the true meaning of any 
part of the specifications or other contract documents, a written request for an interpretation 
thereof may be submitted to the Chief Procurement Officer. The person submitting the 
request will be responsible for its prompt delivery. Any interpretation of the proposed 
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documents will be made only by an addendum duly issued by the Chief Procurement Officer. 
A copy of such addendum will be mailed, electronically mailed or delivered to each person 
receiving a set of such contract documents and to such other prospective bidders as shall 
have requested that they be furnished with a copy of each addendum. Failure on the part of 
the prospective bidder to receive a written interpretation prior to the time of the opening of 
bids will not be grounds for withdrawal of proposal. Bidder will acknowledge receipt of 
each addendum issued in space provided on proposal page. Oral explanations will not be 
binding. 


14. Catalogs 


Each bidder must submit, where necessary, or when requested by the Chief Procurement 
Officer, catalogs, descriptive literature, and detailed drawings, fully detailing features, 
designs, construction, appointments, finishes and the like not covered in the specifications, 
necessary to fully describe the material or work he proposes to furnish. 


15. Substitution 


The Bidder must, if awarded the Contract, provide the items specified in the Contract 
Documents when those items are specified by manufacturer’s trade name in Book-Three, 
unless equivalent alternatives have been proposed as described below. Reference to a 
specific manufacturer, trade name, or catalog is intended to be descriptive but not restrictive 
and only to indicate to the prospective bidder items that will be satisfactory. The Bidder may 
bid another product(s) provided that the alternative product is on a separate sheet of paper 
designated as such and is supported by the type of information listed in Section 
VIL.D.1.a.,b.,e.,g.,h., and Section VII.D.2., of the Terms and Conditions for Construction, in 
order to facilitate the Chief Procurement Officer’s evaluation of such product. The Chief 
Procurement Officer may, in his sole discretion, accept an alternate bid for a specified item, 
provided the alternate item so bid is, in the Chief Procurement Officer’s sole opinion, the 
equivalent of the item specified in the Contract Documents. An alternate that is not 
equivalent to the specified item may render the bid non-responsive. Unless the alternate item 
is so identified, it is understood that the Bidder proposes, and will be required to provide, the 
specific item described in the Contract Documents. No substitution of specified items will be 
allowed thereafter except as provided in Section VII.D.2., of the Terms and Conditions for 
Construction. 


16. Return of Bid Deposit 


The bid deposit of all except the two lowest bidders on each contract will be returned shortly 
after the bid opening. The Chief Procurement Officer reserves the right to hold all bid 
deposits, if the intent is to award multiple contracts for a requirement and/or if the two lowest 
responsible bidders cannot be readily determined based on price until all proposals have been 
evaluated. 


The remaining bid deposits on each contract will be returned with the exception of the 
accepted bidder, after the Chief Procurement Officer has awarded the contract. The bid 
deposit of the accepted bidder will be returned after the contract has been awarded and a 
satisfactory performance bond has been approved, where such bond is required. 
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Taxes 


With few exceptions, Federal Excise Tax does not apply to materials purchased by the City 
of Chicago. The Illinois Retailers’ Occupation Tax, Use Tax, and Municipal Retailers’ 
Occupation Tax also do not apply to materials or services purchased by the City of Chicago. 
The price or prices quoted herein shall include all other Federal and/or State, direct and/or 
indirect taxes which apply. The prices quoted herein shall agree with all Federal Laws and 
Regulations. 


Contractor’s Financial Statement 


Each bidder must either (1) submit with the bid a current and valid Illinois Department of 
Transportation (IDOT) ‘Certificate of Eligibility’ issued by IDOT as a result of filing an 
application with IDOT for PREQUALIFICATION STATEMENT OF EXPERIENCE, 
EQUIPMENT AND FINANCIAL CONDITION showing prequalification in the required 
work categories, or (2) if the bidder has not been issued an applicable IDOT 'Certificate of 
Eligibility,’ bidder must have on file in the office of the Chief Procurement Officer prior to 
bid opening a CONTRACTOR’S STATEMENT OF EXPERIENCE AND FINANCIAL 
CONDITION dated not earlier than the end of the Contractor’s last fiscal year period. This 
Statement shall be kept on file by the Chief Procurement Officer as a representative 
statement for a period of one year only. Forms are available at the office of the Bid and 
Bond Section, DEPARTMENT OF PROCUREMENT SERVICES, Room 103 City Hall, 121 
North LaSalle Street, Chicago, Illinois, 60602, 312-744-9773 or may be obtained online: 


http://www.cityofchicago.org/city/en/depts/dps/provdrs/contract/svcs/forms and_standardagr 
eements.html 


Failure to submit an IDOT ‘Certificate of Eligibility’ or alternatively to have a current 
financial statement on file in the DEPARTMENT OF PROCUREMENT SERVICES at time 
of bid opening may be cause for the rejection of Contractor’s Proposal. 


Notices 


All communications and notices to the City herein provided for shall be delivered personally, 
electronically mailed or mailed first class, postage prepaid, to the Commissioner of the using 
department by name and address listed on the cover hereof, and to the Chief Procurement 
Officer, Room 806, City Hall, 121 N. LaSalle Street, Chicago, Illinois 60602. All 
communications and notices to the bidder, unless otherwise provided for, shall be delivered 
personally, electronically mailed or mailed first class, postage prepaid, to the bidder by name 
and address listed on the proposal hereof. 


Acknowledgment of Receipt of Addenda 


The bidder must acknowledge the receipt of all formally issued addenda in the space 
provided on the signature pages of the Proposal. 


Economic Disclosure Statement and Affidavit (EDS) 


The Contractor is required to complete an online Economic Disclosure Statement and 
Affidavit, (EDS), including the Disclosure of Retained Parties as required by Executive 
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Order 97-1 prior to the bid due date. Refusal to execute such disclosure will result in the 
CPO declaring the bidder non-responsible and the City retaining the bid deposit. Moreover, 
if a bidder is deemed- non responsible under this provision, the bidder’s status as a non- 
responsible bidder may apply to the bidders subsequent bids. See the attached instructions 
for completing the on-line EDS: The web link for the on-line EDS is: 


http://www.cityofchicago.org/city/en/depts/dps/provdrs/comp/svcs/economic_disclosurestate 
mentseds.html. 


The Contractor or each joint venture partner shall be required to submit with their bid, 
proposal or response, a fully executed Economic Disclosure Statement and Affidavit, which 
includes a Disclosure for Retained Parties, on the form attached herein, signed by an 
authorized officer of the company before a notary which includes a certification that the 
Contractor or each joint venture partner, its agents, employees, officers and any 
subcontractors have not been engaged in or been convicted of bidrigging or bid-rotating 
activities as defined in the Economic Disclosure Statement and Affidavit. The certification is 
required in accordance with the Illinois Criminal Code. 


Minority-owned Business Enterprise, Women-owned Business Enterprise, and Veteran- 
owned Business Commitment 


The attention of bidders is directed to the Special Conditions Regarding Minority-owned 
Business Enterprise, Women-owned Business Enterprise, and Veteran-owned Business 
Enterprise Commitment and the Proposal Schedules that precede the Proposal form. If 
awarded the Contract, the bidder agrees to expend at least the percentage of the contract price 
indicated on bidder’s Proposal Schedules for participation by bona fide Minority-owned 
Business Enterprises, Women-owned Business Enterprises, and Veteran-owned Business 
Enterprises. Appropriate Schedules must be completed and executed by the bidder in 
submitting a proposal. Refer to Book 1. 


Protests 


The bidder shall submit any protests or claims regarding this solicitation to the office of the 
City’s Chief Procurement Officer located at City Hall, 121 North LaSalle Street, Room 806, 
Chicago, Illinois 60602. A pre-bid protest must be filed no later than the five (5) working 
days before the bid opening date, a pre-award protest must be filed no later than 10 working 
days after the bid opening date, and a post-award protest must be filed no later than 10 
working days after the award of the contract. 


All protests or claims must set forth the name and address of the protester, the specification 
number, the grounds for the protest or claim, and the course of action that the protesting party 
desires that the Chief Procurement Officer take. 


Copies of the Bid Protest Procedures are available at the Bid and Bond Room. 
Multi-Project Labor Agreement (PLA) 


The City has entered into the PLA with various trades regarding projects as described in the 
PLA, which is hereby incorporated by reference. A copy of the PLA, with appendices, may 
be found on the City’s website at: 


https://www.cityofchicago.org/city/en/depts/dps/provdrs/comp/svcs/multi- 
project_laboragreementplaandplasignatoryunions.html. 
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Contractor acknowledges familiarity with the requirements of the PLA and its applicability to 
any work under this agreement, and shall comply in all respects with the PLA 


Prevailing Wage Rates 


When engaged in construction of a “public work,” within the meaning of Illinois 
Prevailing Wage Act, 820 ILCS 130/.01 et seq. (“the Act”), the Act requires Contractors and 
Subcontractors to pay laborers, workers and mechanics performing services on public works 
projects no less than the “prevailing rate of wages” (hourly wages plus fringe benefits) in the 
county where the work is performed. 


For information regarding current prevailing wage rates, please refer to the Illinois 
Department of Labor’s website at: www:state.il-us/agency/idol/rates/rates HTM. All 
Contractors and Subcontractors rendering services under a Contract for the construction of a 
public work must comply with all requirements of the Act, including but not limited to, all 
wage, notice and record keeping duties. 


The term general prevailing hourly rate, when used in this requirement will mean the hourly 
cash wages plus fringe benefits for health and welfare, insurance, vacations and pensions 
paid generally, in the locality in which the work is being performed, to employees engaged in 
work of a similar character on public works. 


As a condition of making payment to the Contractor, the City may require the Contractor to 
submit an affidavit to the effect that not less than the prevailing hourly wage rate is being 
paid to laborers, mechanics and other workmen employed on this Contract in accordance 
with Illinois or federal law, as applicable. 


Title VI Solicitation Notice 


The City, in accordance with the provisions of Title VI of the Civil Rights Act of 1964 (78 
Stat. 252, 42 U.S.C. §§ 2000d to 2000d-4) and the Regulations, hereby notifies all bidders 
that it will affirmatively ensure that for any contract entered into pursuant to this 
advertisement, business enterprises owned by disadvantaged individuals will be afforded full 
and fair opportunity to submit bids in response to this invitation and will not be discriminated 
against on the grounds of race, color, or national origin in consideration for an award. 


Policy Prohibiting Sexual Harassment 


In accordance with Section 2-92-612, Bidder shall, as prescribed by the Chief Procurement 
Officer, attest by affidavit (in the form of the “Sexual Harassment Policy Affidavit” included 
in Book 2) that Bidder has a written policy prohibiting sexual harassment that shall include, 
at a minimum, the following information: (i) the illegality of sexual harassment; (ii) the 
definition of sexual harassment; and (ii1) the legal recourse available for victims of sexual 
harassment. Bidder shall include its “Sexual Harassment Policy Affidavit” with its bid 
submission. 


Policy Regarding Non-Disclosure of Salary History 

In accordance with Section 2-92-385 of the Municipal Code of Chicago, Bidder shall, as 
prescribed by the Chief Procurement Officer, attest by affidavit (in Appendix C to Bidder’s 
Economic Disclosure Statement) that Bidder has a written policy (i) against screening job 
applicants based on their wage or salary history and (ii) seeking an applicant’s wage or salary 
history. 
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MUNICIPAL CODE OF CHICAGO 


CHAPTER 4-36 LICENSING OF GENERAL CONTRACTORS 


LICENSING OF GENERAL CONTRACTORS 
4-36-010 Definitions. 

4-36-020 License — Required. 

4-36-030 License classifications. 

4-36-040 License — Posting — Nontransferability. 
4-36-050 License — Application. 

4-36-060 License issuance and renewal prohibited when. 
4-36-070 License — Fee — Termination. 

4-36-080 License number to be printed where. 
4-36-090 Proof of insurance — Required. 
4-36-100 Reserved. 

4-36-110 Unlawful acts. 

4-36-120 Duties. 

4-36-130 Permit privileges — Suspension. 


4-36-140 License — Immediate suspension based upon a pattern of substantial code 
violations. 

4-36-145 License suspension pending final adjudication of a bribery charge. 

4-36-150 License — Suspension or revocation. 

4-36-160 License revocation — Four-year wait for new license. 


4-36-170 Regulations. 
4-36-180 Enforcement. 
4-36-190 Violation — Penalty. 


4-36-010 Definitions. 
As used in this chapter: 


“Act related to general contracting” means: (1) any activity requiring a license under 
this chapter; or (2) any conduct regulated by this chapter; or (3) any activity requiring a building 
permit issued under Chapter 14A-4 of this Code or a sign permit under Article XII of Chapter 
13-20 of this Code; or (4) any duty or other requirement imposed by this chapter; or (5) any 
inspection of a building or premises or performance of other legal or work-related duty by a city 
inspector, city personnel or other government official in connection with: (i) the issuance of a 
general contractor license under this chapter, or (ii) the issuance of a building permit under 
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Chapter 14A-4 of this Code, or (iii) for the purpose of enforcing the requirements of the building 
code, zoning code or any other law regulating building construction or the health or safety of 
construction site workers, of the current or eventual users or occupants of a building or premises 
or of the general public. 


“Building code” has the meaning ascribed to the term in Section 1-4-090. 

“City” means the City of Chicago. 

“City personnel” means any person employed by the City of Chicago. 

“City inspector” means any person authorized by the City of Chicago to conduct an inspection. 
“Department” means the department of buildings. 

“Commissioner” means the commissioner of buildings. 


“Controlling person” means any person who: (1) is an officer, director, partner, general partner, 
limited partner, manager, managing member or member of any entity seeking or holding a 
license under this chapter; or (2) owns, directly or indirectly through one or more intermediate 
ownership entities, 25 percent or more of the interest in the licensee or applicant, as applicable. 


“General contractor” means any person who, as an investment or for compensation or with the 
intent to sell or to lease, (i) arranges or submits a bid or offers to undertake or purports to have 
the capacity to undertake or undertakes, through himself or through others, to erect, construct, 
alter, repair, move, install, replace, convert, remodel, rehabilitate, modernize, improve or make 
additions to any building as defined in Chapter 14B-2 or to any appurtenance thereto attached to 
real estate and located on the same lot as the building, including, but not limited to, driveways, 
swimming pools, porches, decks, garages, fences, fallout shelters and other accessory objects or 
uses; and (ii) retains for himself control over the means, method and manner of accomplishing 
the desired result; and (iii) whose business operations, in whole or in part, require the hiring or 
supervision of one or more persons from any building trade or craft, including, but not limited to, 
plumbing, masonry, electrical, heating, air-conditioning or carpentry. The term includes 
nonresident general contractors who do business within the city and developers of conversion 
condominiums as defined in the Condominium Property Act, as amended. “Knowingly”, — with 
respect to a material fact, means (i) having actual knowledge of the material fact; or (ii) being 
aware of facts or information that would cause a reasonable person to have actual knowledge of 
the material fact; or (111) acting in deliberate ignorance or reckless disregard of the truth or falsity 
of the material fact. 


“Knowingly”, with respect to a material fact, means (i) having actual knowledge of the material 
fact; or (ii) being aware of facts or information that would cause a reasonable person to have 
actual knowledge of the material fact; or (111) acting in deliberate ignorance or reckless disregard 
of the truth or falsity of the material fact. 


“Licensee” means any person licensed or required to be licensed under this chapter. 


“Nonresident general contractor” means any general contractor who is not domiciled in the city 
and has not maintained a permanent place of business or residence in the city for at least six 
months. 


“Zoning code” has the meaning ascribed to the term in Section 1-4-150. 
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4-36-020 License — Required. 


(A) No person shall own, operate, conduct, manage, engage in, maintain or carry on the 
business of general contractor without first having obtained a general contractor license. The 
general contractor license shall be in addition to any other license required by law, including, but 
not limited to, the excavators license issued pursuant to Chapter 4-196 of this Code, if applicable. 


(B) — The following persons are not general contractors within the meaning of this section: 


(1) Any subcontractor, employee or agent working for or under the 
supervision of a general contractor licensed or required to be licensed under this 
chapter and acting within the scope of his contract, employment or agency; 


(2) Any person who merely furnishes materials or supplies for use at a 
construction site without fabricating them into, or consuming them in the 
performance of, the work of a general contractor; 


(3) Any person licensed by the City of Chicago as a mason contractor, 
plumbing contractor or electrical contractor and acting within the scope of his 
license; 


(4) Any licensed architect or engineer acting within the scope of his license; 


(5) Any person who does general contracting work on property that constitutes 
his primary residence, if the primary residence is (i) a single-family residential 
building or (11) a multiple-family residential building that does not exceed three 
stories above grade plane in height and contains six or fewer dwelling units as 
defined in Section 14B-2* of this Code. This exception is limited to one such 
property during a calendar year; 


* Editor’s note — As set forth in Coun. J. 4-10-19, p. 100029, Art. II, § 28. 
Reference should likely be “Chapter 14B-2”; future legislation will correct if 
needed. 


(6) Any person who hires a general contractor licensed under this chapter to 
do general contracting work on the person's property; 


(7) Any property owner, or employee or agent thereof, who does minor 
nonstructural repairs on the owner's property; and 


(8) A governmental entity for work upon premises owned by the 
governmental entity and performed by employees of the governmental entity. 


4-36-030 License classifications. 


General contractor licenses shall be divided into the classifications which follow. The 
holders of such licenses shall be entitled to engage in the business of general contractor within 
the city subject to the following limitations: 


Class A license: The holder of a Class A license is subject to no limitation as to the value 
of any single contract project. 


Class B license: The holder of a Class B license is not entitled to engage in the 
construction of any single contract project of a value in excess of $10,000,000.00. 
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Class C license: The holder of a Class C license is not entitled to engage in the 
construction of any single contract project of a value in excess of $5,000,000.00. 


Class D license: The holder of a Class D license is not entitled to engage in the 
construction of any single contract project of a value in excess of $2,000,000.00. 


Class E license: The holder of a Class E license is not entitled to engage in the 
construction of any single contract project of a value in excess of $500,000.00. 


4-36-040 License — Posting — Nontransferability. 


Each license issued pursuant to this chapter shall be posted in a conspicuous place near 
the entrance of the licensee's chief place of business. A photocopy of the license shall be posted 
in a conspicuous place at each construction site maintained by the licensee. No transfer of 
ownership shall be allowed on any license issued under this chapter. 


4-36-050 License — Application. 


An application for a license under this chapter shall be made in writing to the 
commissioner on a form provided by the department of buildings, and shall be accompanied by 
the following: 


(A) — Ifthe applicant is an individual: 


(1) The applicant's full name, residence address, business address, business e- 
mail address and business telephone number; 


(2) Proof that the applicant is at least 18 years of age; 
(B) Ifthe applicant is a corporation: 


(1) The corporate name, address, e-mail address and telephone number of the 
applicant's principal office or place of business; 


(2) The date and state of incorporation; 


(3) The full name, title, residence address, e-mail address and residence 
telephone number of all controlling persons; 


(4) Proof that all corporate officers and controlling persons are at least 18 
years of age; 


(5) Proof that the corporation is in good standing under the laws of the State 
of Illinois; 


(C) — Ifthe applicant is a partnership or limited liability company: 


(1) The name, address, e-mail address and telephone number of the applicant's 
principal office or place of business; 


(2) The full name, title, residence address, e-mail address and residence 
telephone number of all partners, if a general partnership; of all general and 
limited partners, if a limited partnership; of all managers, managing members and 
members, if a limited liability company; and of all controlling persons; 


(3) Proof that all partners, managers, managing members, members and 
controlling persons are at least 18 years of age; 
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(D) — The class of license for which application is being made; 
(E) The license fee; 
(F) A description of the work and services the applicant will provide; 


(G) A statement verified by affidavit as to whether the applicant and each controlling 
person is financially solvent; 


(H) The name and address of the principal location from which the applicant has 
engaged in the business of general contracting at any time within the last five years; 


(1) If the applicant is not a sole proprietor, proof that the applicant is authorized to do 
business in the State of Illinois; 


(J) Proof of insurance as required by Section 4-36-090; 


(K) The date of birth, and social security number or other acceptable identifier, of 
each natural person named in the license application; 


(L) A statement as to whether the applicant or any controlling person has ever been 
convicted, in custody, under parole or under any other non-custodial supervision resulting from a 
conviction in a court of any jurisdiction for the commission of a felony or criminal offense of 
whatever degree involving bribery, and if so, the details surrounding each such conviction; 


(M) A statement as to whether the applicant or any controlling person is currently 
under indictment or has been charged under any State or Federal law with the crime of bribery; 
and 


(N) Any other information that the commissioner may require. 


It is a condition of the license that all information in the application be kept current. Any 
change in required information shall be reported to the department of buildings within 14 
business days after such change has occurred. 


For purposes of this section, a post office box shall not suffice as an address. 
4-36-060 License issuance and renewal prohibited when. 
No general contractor license shall be issued to the following persons: 


(A) — Any person whose license under this chapter has been revoked for cause at any 
time within the last four years; 


(B) Any person whose permit privileges have been suspended pursuant to Section 4- 
36-130 until such time that the suspension is lifted by the department of buildings; 


(C) Any person who is under the age of 18; 


(D) Any person who has been convicted, in custody, under parole or under any other 
non-custodial supervision resulting from a conviction in a court of any jurisdiction for the 
commission of a felony or criminal offense of whatever degree involving bribery, unless, upon 
request of such person, the commissioner determines that such person has been substantially 
rehabilitated to warrant the public trust. The burden of proof of substantial rehabilitation shall be 
on the person seeking such rehabilitation; and 
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(E) — Any person who is currently under indictment or has been charged under any 
State or Federal law with the crime of bribery. 


The above prohibitions and requirements shall apply to the licensee and to all controlling 
persons. 


Eligibility for issuance of a license under this chapter shall be a continuing requirement 
for maintaining a license under this chapter. Failure to maintain such eligibility may result in 
license suspension or revocation in accordance with the requirements of Section 4-4-280 of this 
Code. 


4-36-070 License — Fee — Termination. 


The license fee set forth in Section 4-5-010 of this Code shall be payable annually. The 
general contractor license shall expire on the date indicated on the face of the license. 


4-36-080 License number to be printed where. 


The licensee shall print his general contractor license number legibly on the front page of 
every estimate, contract and subcontract, and in any advertisement placed by or on behalf of a 
general contractor. The general contractor license number, and the class of general contractor 
license obtained, shall appear on every application for a building permit. The licensee shall affix 
his name and general contractor license number on all vehicles used in the course of his business. 


4-36-090 Proof of insurance — Required. 


Prior to the issuance of a general contractor license, each applicant shall furnish a 
certificate of insurance, issued by an insurer authorized to insure in Illinois with a credit rating of 
B+ or higher by A.M. Best Company, evidencing commercial general liability insurance, as 
follows: 


(A) — If the applicant is applying for a Class A license: limits of not less than 
$5,000,000.00 per occurrence (primary or umbrella) for bodily injury and property damage and 
completed operations arising in any way from the issuance of the license or activities conducted 
pursuant to the license; 


(B) If the applicant is applying for a Class B license: limits of not less than 
$3,000,000.00 per occurrence (primary or umbrella) for bodily injury or property damage 
arising in any way from the issuance of the license; 


(C) — If the applicant is applying for a Class C license: limits of not less than 
$1,000,000.00 per occurrence, $2,000,000.00 in the aggregate for bodily injury, personal injury, 
property damage and completed operations arising in any way from the issuance of the license or 
activities conducted pursuant to the license; 


(D) _ If the applicant is applying for a Class D license: limits of not less than 
$1,000,000.00 per occurrence, $2,000,000.00 in the aggregate for bodily injury, personal injury, 
property damage and completed operations arising in any way from the issuance of the license or 
activities conducted pursuant to the license; 


(E) If the applicant is applying for a Class E license: limits of not less than 
$1,000,000.00 per occurrence for bodily injury personal injury, property damage and completed 
operations arising in any way from the issuance of the license or activities conducted pursuant to 
the license. 
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Each policy of insurance required under this section shall include a provision requiring 
30 days advance notice to the commissioner prior to cancellation or lapse of the policy. The 
licensee shall maintain the insurance required under this section in full force and effect for the 
duration of the license period. A single violation of this section shall result in suspension or 
revocation of the general contractor license in accordance with Section 4-4-280 of this Code. 


Each policy of insurance required under this section shall name the City of Chicago as 
additional insured on a primary, noncontributory basis arising directly or indirectly from the 
licensee's operations. 


4-36-100 Reserved. 
4-36-110 Unlawful acts. 


It shall be unlawful for any licensee or for any person requiring a license under 
this chapter to engage in any of the following conduct: 


(A) Knowingly to allow any person to use the licensee's name or license identification 
on a building permit application unless the licensee will be performing the work attributed to the 
licensee in the permit application. Any person who violates this subsection shall be punished by 
a fine of $1,000.00 for the first offense; $1,500.00 and a 90-day license suspension for the 
second offense; and $2,000.00 and license revocation for the third offense; 


(B) To do work or to direct, permit, encourage, assist, aid, abet or cause others to do 
work without first having obtained any permit required by this Code, or in violation of Section 
14A-4-401.1 of this Code, or in violation of Section 13-20-590 of this Code; 


(C) To violate or to direct, permit, encourage, assist, aid, abet or cause others to 
violate any stop work order issued under this Code; 


(D) To hire any subcontractor or to direct, permit, encourage, assist, aid, abet or cause 
others to hire any subcontractor who lacks a valid license to perform the work for which the 
subcontractor is hired; 


(E) To submit any bid on general contracting work without a valid license issued 
under this chapter; 


(F) To fail to allow the department of buildings or the department of business affairs 
and consumer protection to examine pursuant to Section 4-36-120(B) the financial books and 
records of the business within three business days of the time a written request for such an 
examination is made by the commissioner of buildings or the department of business affairs and 
consumer protection; 


(G) — To fail to comply with the Workers' Compensation Act, as amended; 


(H) To fail to maintain any insurance required by law, including but not limited to 
workers' compensation insurance and automobile liability insurance; 


(1) To knowingly make or cause to be made a false statement of material fact on or in 
connection with a building permit application; 


(J) To knowingly submit or cause to be submitted in support of a building permit 
application any document containing false or fraudulent information; 
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(K) To knowingly affix or cause to be affixed a false signature on a building permit 
application; 


(L) — To bribe or attempt to bribe or cause others to bribe or attempt to bribe any 
building inspector, government official, city personnel or other person in connection with an act 
related to general contracting as defined in Section 4-36-010. 


(M) To knowingly engage or cause others to engage in any conduct in connection with 
a building permit application in violation of the Illinois Architecture Practice Act, the Illinois 
Professional Land Surveyor Act, the Illinois Professional Engineering Practice Act or the Illinois 
Structural Engineering Act, as amended. 


(N) To do work or to direct, permit, encourage, assist, aid, abet or cause others to do 
work in violation of the zoning code or in a manner that fails to conform to the minimum 
standards of health or safety set forth in this Code or in any other applicable law or that 
otherwise endangers the health or safety of construction site workers, or the current or eventual 
users or occupants of a building or premises or the general public. 


(O) — To fail to comply with any requirement applicable to the contractor on a project as 
set forth in Article XIV of Chapter 11-4 of this Code. 


The prohibitions set forth in subsections (A) through (O) of this section shall apply to the 
licensee and to all controlling persons. 


4-36-120 Duties. 
A licensee under this chapter shall have the following duties: 


(A) To maintain a list that includes information about all permits obtained and all 
contractors or subcontractors performing work on any project permitted or requiring a permit, 
under this Code, including the contractor's or subcontractor's name and address, and if 
applicable, their license number. If requested by the commissioner, the general contractor shall 
produce this list within 72 hours of the commissioner's request. 


(B) To maintain sufficient and proper personnel, financial ability and facility to 
coordinate, develop, provide management expertise and complete in its entirety any proposed 
work for which a permit has been issued or is required to be issued under this Code. If the 
commissioner of buildings or the department of business affairs and consumer protection 
receives a complaint, or otherwise has reasonable cause to believe, that a licensee or any person 
requiring a license under this chapter is not financially solvent, the commissioner and the 
department of business affairs and consumer protection are authorized to examine that licensee's 
or person's financial books and records in order to determine whether the person's past and 
current financial solvency and expectations for financial solvency in the future give rise to a 
reasonable expectation that the person can successfully do business as a general contractor 
without jeopardizing the public health, safety or welfare, and can carry through to completion 
any project permitted or requiring a permit under this Code. Financial solvency is a continuing 
requirement for maintaining a license under this chapter. Any financial books and records 
submitted pursuant to this subsection, and all information contained therein, shall be deemed 
confidential, shall be used for purposes of enforcing this subsection only, and shall not be 
divulged to any person or agency, except to the United States Attorney, the Illinois Attorney 
General, the State's Attorney of Cook County or to the extent required by law. Any person who 
uses or divulges confidential information in violation of the requirements of this subsection shall 
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be subject to incarceration for a term not to exceed six months or a fine not to exceed $500.00 or 
both. 


(C) To assure compliance with the building code by its employees, agents and subcontractors 
in the performance of a project. 


(D) To comply with all reasonable requests made by any authorized city official necessary or 
appropriate to implement the requirements of this chapter; 


(E) To cooperate fully with any authorized city official in any inquiry, inspection or 
investigation necessary or appropriate to implement the requirements of this chapter; 


(F) To keep a copy of proof of insurance, as required under Section 4-36-090, at the following 
locations: (1) the licensee's principal office or place of business, as identified in the license 
application; and (2) each construction site within the city managed or controlled by the licensee. 
Upon request, proof of insurance shall be made available for inspection by any city inspector or 
other authorized city official. 


The duties set forth in this section shall apply to the licensee and to all controlling persons. 


(G) If the licensee is engaged at a specific job site in the business of home repair, as defined 
in Section 4-6-280(a), to comply with the requirements set forth in paragraphs (2) through (6), 
inclusive, of Section 4-6-280(d) and in paragraphs (1) through (4), inclusive, of Section 4-6- 
280(c). 


4-36-130 Permit privileges — Suspension. 


The Commissioner of Buildings may suspend the ability of any person licensed or required to be 
licensed under this chapter to submit new applications or complete pending applications for a 
building permit or other permit issued by the Department of Buildings for cause as set forth in 
Section 14A-3-304 of this Code. 


4-36-140 License — Immediate suspension based upon a pattern of substantial code 
violations. 


If the commissioner of buildings determines that a licensee is engaging in or has engaged 
in a pattern of substantial code violations, the commissioner may order the temporary suspension 
of any license issued pursuant to this chapter for a period not to exceed ten days. Notice of the 
temporary suspension and the grounds for that suspension shall be immediately sent or delivered 
to the licensee. The licensee shall have an opportunity for a hearing before the department of 
business affairs and consumer protection prior to the expiration of the ten day temporary 
suspension. If the department of business affairs and consumer protection determines by a 
preponderance of the evidence that a pattern of substantial code violations exists, nothing in this 
section shall prevent the department of business affairs and consumer protection from 
suspending the licensee's general contractor license for a longer period of time or from revoking 
the license in accordance with Section 4-4-280 of this Code. 


For purposes of this subsection, the term “pattern of substantial code violations” means 
five or more violations of the building code which imperil the public health, safety or welfare, or 
two or more violations of any stop work order issued pursuant to this Code, or any combination 
thereof involving five or more violations of this Code, within any six-month period, at one or 
more construction sites within the city managed or controlled by the licensee. 
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4-36-145 License suspension pending final adjudication of a bribery charge. 


If the commissioner has knowledge that a licensee under this chapter or any controlling 
person has been indicted or charged with any offense set forth in item (L) of Section 4-36-110 or 
with a similar offense under any State or Federal law and the commissioner determines that 
continued operation of the licensed business or activity may pose a threat to the public health, 
safety or welfare or may threaten to impair public confidence in the licensed business or activity, 
the commissioner may suspend the general contractor license of such licensee, in accordance 
with the requirements of Section 4-4-280, until final adjudication is made with respect to such 
offense. The subject matter of any hearing conducted under Section 4-4-280 shall be limited to 
determining (1) whether the licensee or any controlling person has, in fact, been indicted or 
charged with any offense set forth in item (L) of Section 4-36-110 or with a similar offense 
under any State or Federal law; and (2) whether such offense is connected in any way with an act 
related to general contracting; and (3) whether continued operation of the licensed business or 
activity may pose a threat to the public health, safety or welfare or may threaten to impair public 
confidence in the licensed business or activity. The burden of proving that continued operation 
of the licensed business or activity does not pose a threat to the public health, safety or welfare 
and does not threaten to impair public confidence in the licensed business or activity shall be on 
the licensee. 


4-36-150 License — Suspension or revocation. 


Any violation of this chapter or of the building code or of any regulation promulgated 
thereunder may result in license suspension or revocation in accordance with Section 4-4-280 or 
Section 14A-3-305 of this Code. 


4-36-160 License revocation — Four-year wait for new license. 


No person whose license under this chapter is revoked for any cause shall be granted 
another general contractor license under the same or a different name for a period of four years 
after the date of revocation. 


4-36-170 Regulations. 


The commissioner of buildings shall have the authority to promulgate rules and 
regulations necessary to implement the requirements of this chapter. 
4-36-180 Enforcement. 

The commissioner of buildings shall (i) enforce the requirements of this chapter; (i1) 
investigate complaints regarding violations of this chapter; and (111) maintain a roster of all 


licensees under this chapter and of all persons whose general contractor license has been 
suspended or revoked within the previous four years. 


4-36-190 Violation — Penalty. 


Except as otherwise provided in this chapter, any person violating any of the 
requirements of this chapter shall be fined, as follows: 


(A) _ If the person holds or requires a Class A license under this chapter: not less than 
$1,000.00, nor more than $5,000.00, for each offense; 


(B) _ If the person holds or requires a Class B license under this chapter: not less than 
$750.00, nor more than $3,500.00, for each offense; 
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(C) If the person holds or requires a Class C license under this chapter: not less than 
$500.00, nor more than $2,500.00, for each offense; 


(D) _ If the person holds or requires a Class D license under this chapter: not less than 
$400.00, nor more than $2,000.00, for each offense; 


(E) _ If the person holds or requires a Class E license under this chapter: not less than 
$250.00, nor more than $1,000.00, for each offense. 


Each day that a violation continues shall constitute a separate and distinct offense. 
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ANTICIPATED WORKFORCE PROJECTION FORM 


AFFIRMATIVE ACTION EMPLOYMENT PROGRAM AND LOCAL EMPLOYMENT PROGRAM 


DATE OF SUBMITTAL: 
TRADE OR WORK CLASS ETHNIC CLASS 
KEY: J - | JOURNEYMAN B BLACK DATE: 
L - | LABORER H HISPANIC NAME OF FIRM: 
A - | APPRENTICE A ASIAN SIGNATURE: 
EMPL | - | EMPLOYED NA NATIVE AMERICAN SPECIFICATION NO.: 
RES - | RESIDENT O OTHER: NAME OF PROJECT: 

TRADE OR EST. DATES WAGE NO. ETHNIC MALE FEMALE CHICAGO PROJECTED 
WORK OF EMPL. RATE OF CLASS RESIDENTS NEW HIRES 
CLASS FROM-TO EMPL. 

TOTAL % OF TOTAL % OF TOTAL % OF TOTAL % OF 
PERSON TOTAL PERSON TOTAL PERSON TOTAL PERSON TOTAL 
HOURS HOURS HOURS HOURS 


Indicate above the number of employees, permanent, temporary or otherwise for each of the categories anticipated to be hired during the term of this contract and 
the date(s) for which the employee(s) are expected to be hired. 


The developer or contractor shall submit this form with copies of W4’s within five (5) working days after award of contract to the Attention of: Department of Procurement Services, Division 
of Contract Monitoring and Compliance, City Hall, Room 806, 121 North LaSalle Street, Chicago, IL 60602. 
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EXHIBIT B 


PAY PERIOD CANVASS REPORT 


Contractor: Specification #: 
Title: Award Amount: 
Week Week Journeyworker Apprentice Laborer Chicago 
Number Ending Residents 
Total | Minority Female Total Minority Female Total | Minority Female 


TOTALS 


Note: The Contract’s General Conditions require that this “Pay Period Canvass Report” be submitted by the Contractor for its own firm and 


all of its subcontractor(s) with each pay request. The report must be completed on a weekly basis for each pay period. 
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PAYROLL CANVASS SURVEY REPORT 


EXHIBIT C 


Contractor: 
Project Title: 
Specification #: Total Potential EEO 
Damages 
Award Amount: Residency 
Contractor Journeyworker Apprentice Laborer Seen 
esiaents 
Total Minority | Female | Total Minority Female | Total | Minority | Female 


TOTALS 
Journeyworker Apprentice Laborer Chicago 
Residents 
Minority Female Minority Female Minority Female 

GOALS 

ACHIEVED 

DEFICIENCY 

Damages 
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AFFIDAVIT OF UNCOMPLETED WORK 
(Complete this form by either typing or using black ink.) 


PART I. WORK UNDER CONTRACT 
List below all work you have under contract as either a prime contractor or a subcontractor, including all 


pending low bids not yet awarded or rejected. 
1 2: 3 4 5 Awards 
Pending 


IPROJECT 


CONTRACT WITH 


IESTIMATED 
COMPLETION DATE 


[TOTAL CONTRACT TOTAL 
IPRICE 


IUNCOMPLETED 
IDOLLAR VALUE 


PART Il. UNCOMPLETED WORK TO BE DONE WITH YOUR OWN FORCES. 
List below the uncompleted dollar value of work for each contract to be completed with your own forces including 
all work indicated as awards pending. All work subcontracted TO others will be listed on PART II of this form. 

In a joint venture, list only that portion of the work to be done by your company. 


TOTALS 


EXCAVATING & 
GRADING 


IPCC BASE, C&G 
PAVING 


IBIT CONCRETE 
PAVING 


STABILIZED BASE 
(BAM, CAM, PAM) 


AGGREGATE BASE 
[AND FILL 


FOUNDATION 
(CAISSON & PILE) 


HIGHWAY 
STRUCTURES 


SEWER & DRAIN 
STRUCTURES 


PAINTING 


PAVEMENT 
MARKING 


SIGNING 


LANDSCAPING 


IDEMOLITION 


IFENCING 
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Awards 
Pending 


OTHERS (LIST) 


STRUCT. STEEL 
(BLDG. CONST.) 


ORNAMENTAL STEEL 
(BLDG. CONST.) 


MISCELLANEOUS CONCRETE 


IFIREPROOFING 


MASONRY 


IH.V.A.C. 


MECHANICAL 


IELECTRICAL 


IPLUMBING 


IROOFING & SHEET METAL 


IFLOORING & TILE WORK 


IDRYWALL AND 
PLASTER WORK 


(CEILING CONST. 


IHOLLOW METAL 
AAND HARDWARE 


GLAZING AND CAULKING 


MISCELLANEOUS 
ARCH. WORK 


OTHERS (LIST) 


[TOTALS 


REMARKS: 
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PART II. WORK SUBCONTRACTED TO OTHERS. List below the work, according to each contract 
on the preceding page, which you have a subcontracted to others. DO NOT include work to be performed by 
another prime contractor in a joint venture. No work may be indicated as subcontracted to others on awards 
pending. If no work is subcontracted to others, show NONE. 


1 2 3 4 5 


SUBCONTRACTOR 


[TYPE O F WORK 


SUBCONTRACT PRICE 


AAMOUNT UNCOMPLETED 


SUBCONTRACTOR 


[TYPE OF WORK 


SUBCONTRACT PRICE 


AMOUNT UNCOMPLETED 


SUBCONTRACTOR 


[TYPE OF WORK 


SUBCONTRACT PRICE 


AAMOUNT UNCOMPLETED 


SUBCONTRACTOR 


[TYPE OF WORK 


SUBCONTRACT PRICE 


AMOUNT UNCOMPLETED 
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SUBCONTRACTOR 


TYPE OF WORK 


SUBCONTRACT PRICE 


IAAMOUNT UNCOMPLETED 


I, being duly sworn do hereby declare that this affidavit is a true and correct statement relating to ALL 
uncompleted contracts of the undersigned for Federal, State, County, City and private work including 
ALL subcontract work, ALL pending low bids not yet awarded or rejected, and ALL estimated 
completion dates. 


Subscribed and sworn to before me Signed 
this day of. 20____ Company 
Address 


My commission expires 


State of 


County of 


This instrument was acknowledged before me on this day of ,20___ by 


as President (or other authorized officer) and as Secretary of 


(Corporation Name). 
(Seal) 


Notary Public Signature 
Commission Expires: 
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PROPOSAL TO BE EXECUTED BY A CORPORATION 


The undersigned, hereby acknowledges having received Specification No. 1186934 containing a full set of Contract Documents, 
including, but not limited to, 1) Instructions to Bidders (Proposers), 2) General Conditions, 3) Special Conditions, 4) Contract Plans or 
Drawings (if applicable) 5) Detailed Specifications or Scope of Services, Evaluation/Selection Criteria and Submittal Requirements (If 
RFP/RFQ), 6) Proposal Pages, 7) Certifications and 8) Addenda Nos. (none unless indicated here) , and affirms 
that the corporation shall be bound by all the terms and conditions contained in the Contract Documents, regardless of whether a 
complete set thereof is attached to this proposal, except only to the extent that the corporation has taken express written exception 
thereto in the sections of this specification designated for that purpose. 


Under penalty of perjury, the undersigned: (1) warrants that he/she was authorized to submit an EDS on behalf of the Disclosing Party 
on-line; (2) warrants that all certifications and statements contained in the EDS are true, accurate and complete as of the date the EDS 
was submitted on-line; and (3) further warrants that, as of the date of submission of this proposal or bid, there have been no changes in 
Circumstances since the date that the EDS was submitted that would render any certification in the EDS false, inaccurate or 
incomplete. 


Further, the undersigned being duly sworn deposes and says on oath that no disclosures of ownership interests have been withheld 
and the information provided therein to the best of its knowledge is current and the undersigned has not entered into any agreement 
with any other bidder (proposer) or prospective bidder (proposer) or with any other person, firm or corporation relating to the price 
named in this proposal or any other proposal, nor any agreement or arrangement under which any act or omission in restraint of 
freedom of competition among bidders (proposers) and has not disclosed to any person, firm or corporation the terms of this bid 
(proposal) or the price named herein. 


Proposals must be submitted with original signatures in the space provided. Proposals not properly signed will be rejected. 


NAME OF CORPORATION: 

(Print or Type) 
SIGNATURE OF PRESIDENT*: 
(Or Authorized Officer) 

(Signature) 
TITLE OF SIGNATORY: 

(Print or Type) 
BUSINESS ADDRESS: 

(Print or Type) 


*Note: In the event that this bid (proposal) is signed by other than the President, attach hereto a certified copy of 
that section of Corporate By-Laws or other authorization, such as a resolution by the Board of Directors, which 
permits the person to sign the offer for the Corporation. 


ATTEST: 
(Corporate Secretary Signature) 
(Affix Corporate Seal) 
State of 
County of 
This instrument was acknowledged before me on this day of , 20 by as 
President (or other authorized officer) and as Secretary of (Corporation 
Name). 
(Seal) 


Notary Public Signature 
Commission Expires: 
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PROPOSAL TO BE EXECUTED BY A JOINT VENTURE 


The undersigned, hereby acknowledges having received Specification No. 1186934 containing a full set of Contract Documents, 
including, but not limited to, 1) Instructions to Bidders (Proposers), 2) General Conditions, 3) Special Conditions, 4) Contract Plans or 
Drawings (if applicable) 5) Detailed Specifications or Scope of Services, Evaluation/Selection Criteria and Submittal Requirements (If 
RFP/RFQ), 6) Proposal Pages, 7) Certifications and 8) Addenda Nos. (none unless indicated here) , and affirms 
that the Joint Venture shall be bound by all the terms and conditions contained in the Contract Documents, regardless of whether a 
complete set thereof is attached to this proposal, except only to the extent that the Joint Venture has taken express written exception 
thereto in the sections of this specification designated for that purpose. 


Under penalty of perjury, the undersigned: (1) warrants that he/she was authorized to submit an EDS on behalf of the Disclosing Party on- 
line; (2) warrants that all certifications and statements contained in the EDS are true, accurate and complete as of the date the EDS was 
submitted on-line; and (3) further warrants that, as of the date of submission of this proposal or bid, there have been no changes in 
Circumstances since the date that the EDS was submitted that would render any certification in the EDS false, inaccurate or incomplete. 


Further, the undersigned being duly sworn deposes and says on oath that no disclosures of ownership interests have been withheld and 
the information provided therein to the best of its knowledge is current and the undersigned has not entered into any agreement with any 
other bidder (proposer) or prospective bidder (proposer) or with any other person, firm or corporation relating to the price named in this 
proposal or any other proposal, nor any agreement or arrangement under which any act or omission in restraining of free competition 
among bidders (proposers) and has not disclosed to any person, firm or corporation the terms of this bid (proposal) or the price named 
herein. 


Proposals must be submitted with original signatures in the space provided. Proposals not properly signed will be rejected. 


JOINT VENTURE NAME: 


(Print or Type) 


JOINT VENTURE ADDRESS: 


(Print or Type) 


If you are operating under an assumed name, provide County registration number herein under as provided in the 
Illinois Revised Statutes 1965 Chapter 96 Sec. 4 et seq. 

Registration Number: 
SIGNATURES AND ADDRESSES OF ALL MEMBERS OF THE JOINT VENTURE 

(If all members of the Joint Venture do not sign, indicate authority of signatories by attaching copy of Joint Venture 
agreement or other authorizing document): 

SIGNATURE OF Authorized Party: 


(Signature) 
TITLE OF SIGNATORY: 
(Print or Type) 
BUSINESS ADDRESS: 
(Print or Type) 
ATTEST: 
(Joint Venture Secretary Signature) 
(Affix Joint Venture Seal) 
OR 
Joint Venturer Signature: 
(Signature) 
Address: 
(Print or Type) 
Joint Venturer Signature: 
(Signature) 
Address: 
(Print or Type) 
Joint Venturer Signature: 
(Signature) 
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Address: 


(Print or Type) 
State of 
County of 
This instrument was acknowledged before me on this day of , 20 by as 
President (or other authorized officer) and as Secretary of (Corporation Name). 
(Seal) 


Notary Public Signature 
Commission Expires: 
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PROPOSAL TO BE EXECUTED BY A PARTNERSHIP 


The undersigned, hereby acknowledges having received Specification No. 1186934 containing a full set of Contract Documents, 
including, but not limited to, 1) Instructions to Bidders (Proposers), 2) General Conditions, 3) Special Conditions, 4) Contract Plans or 
Drawings (if applicable) 5) Detailed Specifications or Scope of Services, Evaluation/Selection Criteria and Submittal Requirements (If 
RFP/RFQ), 6) Proposal Pages, 7) Certifications and 8) Addenda Nos. (none unless indicated here) , and affirms 
that the partnership shall be bound by all the terms and conditions contained in the Contract Documents, regardless of whether a complete 
set thereof is attached to this proposal, except only to the extent that the partnership has taken express written exception thereto in the 
sections of this specification designated for that purpose. 


Under penalty of perjury, the undersigned: (1) warrants that he/she was authorized to submit an EDS on behalf of the Disclosing Party on- 
line; (2) warrants that all certifications and statements contained in the EDS are true, accurate and complete as of the date the EDS was 
submitted on-line; and (3) further warrants that, as of the date of submission of this proposal or bid, there have been no changes in 
Circumstances since the date that the EDS was submitted that would render any certification in the EDS false, inaccurate or incomplete. 


Further, the undersigned being duly sworn deposes and says on oath that no disclosures of ownership interests have been withheld and 
the information provided therein to the best of its knowledge is current and the undersigned has not entered into any agreement with any 
other bidder (proposer) or prospective bidder (proposer) or with any other person, firm or corporation relating to the price named in this 
proposal or any other proposal, nor any agreement or arrangement under which any act or omission in restraining of free competition 
among bidders (proposers) and has not disclosed to any person, firm or corporation the terms of this bid (proposal) or the price named 
herein. 


Proposals must be submitted with original signatures in the space provided. Proposals not properly signed will be rejected. 


BUSINESS NAME: 
(Print or Type) 


BUSINESS ADDRESS: 


(Print or Type) 


If you are operating under an assumed name, provide County registration number herein under as provided in the 
Illinois Revised Statutes 1965 Chapter 96 Sec. 4 et seq. 


Registration Number: 
SIGNATURES AND ADDRESSES OF ALL MEMBERS OF THE PARTNERSHIP 

(if all General Partners do not sign, indicate authority of partner signatories by attaching copy of partnership 
agreement or other authorizing document): 

Partner Signature: 


(Signature) 
Address: 
(Print or Type) 
Partner Signature: 
(Signature) 
Address: 
(Print or Type) 
Partner Signature: 
(Signature) 
Address: 
(Print or Type) 
State of 
County of 
This instrument was acknowledged before me on this day of , 20 by as 
President (or other authorized officer) and as Secretary of (Corporation Name). 
(Seal) 


Notary Public Signature 
Commission Expires: 
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PROPOSAL TO BE EXECUTED BY A SOLE PROPRIETOR 


The undersigned, hereby acknowledges having received Specification No. 1186934 containing a full set of Contract Documents, 
including, but not limited to, 1) Instructions to Bidders (Proposers), 2) General Conditions, 3) Special Conditions, 4) Contract Plans or 
Drawings (if applicable) 5) Detailed Specifications or Scope of Services, Evaluation/Selection Criteria and Submittal Requirements (If 
RFP/RFQ), 6) Proposal Pages, 7) Certifications and 8) Addenda Nos. (none unless indicated here) , and affirms 
that the sole proprietor shall be bound by all the terms and conditions contained in the Contract Documents, regardless of whether a 
complete set thereof is attached to this proposal, except only to the extent that the sole proprietor has taken express written exception 
thereto in the sections of this specification designated for that purpose. 


Under penalty of perjury, the undersigned: (1) warrants that he/she was authorized to submit an EDS on behalf of the Disclosing Party on- 
line; (2) warrants that all certifications and statements contained in the EDS are true, accurate and complete as of the date the EDS was 
submitted on-line; and (3) further warrants that, as of the date of submission of this proposal or bid, there have been no changes in 
Circumstances since the date that the EDS was submitted that would render any certification in the EDS false, inaccurate or incomplete. 


Further, the undersigned being duly sworn deposes and says on oath that no disclosures of ownership interests have been withheld and 
the information provided therein to the best of its knowledge is current and the undersigned has not entered into any agreement with any 
other bidder (proposer) or prospective bidder (proposer) or with any other person, firm or corporation relating to the price named in this 
proposal or any other proposal, nor any agreement or arrangement under which any act or omission in restraining of free competition 
among bidders (proposers) and has not disclosed to any person, firm or corporation the terms of this bid (proposal) or the price named 
herein. 


Proposals must be submitted with original signatures in the space provided. Proposals not properly signed will be rejected. 


SIGNATURE OF PROPRIETOR: 


(Signature) 
DOING BUSINESS AS: 

(Print or Type) 
Business Address: 

(Print or Type) 


If you are operating under an assumed name, provide County registration number herein under as provided in the 
Illinois Revised Statutes 1965 Chapter 96 Sec. 4 et seq. 


Registration Number: 


(Print or Type) 
State of 
County of 
This instrument was acknowledged before me on this day of , 20 by as 
President (or other authorized officer) and as Secretary of (Corporation Name). 
(Seal) 


Notary Public Signature 
Commission Expires: 
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PROPOSAL ACCEPTANCE 


Contract No.: 
Specification No.: 
Vendor Name: 

Total Amount (Value): 
Fund Chargeable: 


The undersigned, on behalf of the CITY OF CHICAGO, a municipal corporation of the State of Illinois, hereby accept the foregoing bid 
items as identified in the proposal. 


CITY OF CHICAGO 

Mayor Date 
Comptroller Date 
Chief Procurement Officer Date 
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DPS Version 04/25/2020 SCHEDULE B: MBE/WBE/VBE Affidavit of Joint Venture 


IL. 


TH. 


IV. 


VI. 


SCHEDULE B: MBE/WBE/VBE Affidavit of Joint Venture 


1) All information requested on this schedule must be answered in the spaces provided. Do not refer 


to your joint venture agreement except to expand on answers provided on this form. If additional 
space is required, attach additional sheets. In all proposed joint ventures, each MBE, WBE, 
and/or VBE venturer must submit a copy of its current Letter of Certification. 


Name of joint venture: 
Address: 
Telephone number of joint venture: 


Email address: 

Name of non-MBE/WBE/VBE venturer: 
Address: 
Telephone number: 
Email address: 
Contact person for matters concerning MBE/WBE/VBE compliance: 


Name of MBE/WBE/VBE venturer: 
Address: 
Telephone number: 
Email address: 
Contact person for matters concerning MBE/WBE/VBE compliance: 


Describe the role(s) of the MBE, WBE, and/or VBE venturer(s) in the joint venture: 


Attach a copy of the joint venture agreement. 


In order to demonstrate the MBE, WBE, and/or VBE joint venture partner’s share in the capital contribution, 
control, management, risks and profits of the joint venture is equal to its ownership interest, the proposed joint 
venture agreement must include specific details related to: (1) the contributions of capital, personnel and equipment 
and share of the costs of bonding and insurance; (2) work items to be performed by the MBE/WBE/VBE’s own 
forces; (3) work items to be performed under the supervision of the MBE/WBE/VBE venturer; and (4) the 
commitment of management, supervisory and operative personnel employed by the MBE/WBE/VBE to be 
dedicated to the performance of the project. 


Ownership of the Joint Venture. 
A. What is the percentage(s) of MBE/WBE/VBE ownership of the joint venture? 


MBE/WBE/VBE ownership percentage(s) 
Non-MBE/WBE/VBE ownership percentage(s) 


B. Specify MBE/WBE/VBE percentages for each of the following (provide narrative descriptions and other 
details as applicable): 


1. Profit and loss sharing: 


2, Capital contributions: 
a. Dollar amounts of initial contribution: 
b. Dollar amounts of anticipated on-going contributions: 
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DPS Version 04/25/2020 SCHEDULE B: MBE/WBE/VBE Affidavit of Joint Venture 


3. Contributions of equipment (Specify types, quality and quantities of equipment to be provided by 
each venturer): 
4. Other applicable ownership interests, including ownership options or other agreements which 


restrict or limit ownership and/or control: 


5. Costs of bonding (if required for the performance of the contract): 


6. Costs of insurance (if required for the performance of the contract): 


Provide copies of all written agreements between venturers concerning this project. 


Identify each current City of Chicago contract and each contract completed during the past two years by a 
joint venture of two or more firms participating in this joint venture: 


VIL. Control of and Participation in the Joint Venture. 


Identify by name and firm those individuals who are, or will be, responsible for, and have the authority to engage in 
the following management functions and policy decisions. Indicate any limitations to their authority such as dollar 
limits and co-signatory requirements: 


A. 


City Funded 


Joint venture check signing: 


Authority to enter contracts on behalf of the joint venture: 


Signing, co-signing and/or collateralizing loans: 


Acquisition of lines of credit: 


Acquisition and indemnification of payment and performance bonds: 
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DPS Version 04/25/2020 SCHEDULE B: MBE/WBE/VBE Affidavit of Joint Venture 


F. Negotiating and signing labor agreements: 
G. Management of contract performance. (Identify by name and firm only): 
I, Supervision of field operations: 
2: Major purchases: 
3. Estimating: 
4. Engineering: 


VII. — Financial Controls of joint venture: 


A. Which firm and/or individual will be responsible for keeping the books of account? 
B. Identify the "managing partner," if any, and describe the means and measure of his/her compensation: 
C. What authority does each venturer have to commit or obligate the other to insurance and bonding 


companies, financing institutions, suppliers, subcontractors, and/or other parties participating in the 
performance of this contract or the work of this project? 


IX. State the approximate number of operative personnel by trade needed to perform the joint venture’s work under this 
contract. Indicate whether they will be employees of the non-MBE/WBE/VBE firm, the MBE/WBE/VBE firm, or 
the joint venture. 


X. If any personnel proposed for this project will be employees of the joint venture: 


A. Are any proposed joint venture employees currently employed by either venturer? 
Currently employed by non-MBE/WBE/VBE venturer (number) 
Employed by MBE/WBE/VBE venturer 


B. Identify by name and firm the individual who will be responsible for hiring joint venture employees: 
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DPS Version 04/25/2020 SCHEDULE B: MBE/WBE/VBE Affidavit of Joint Venture 


Xi. 


C. Which venturer will be responsible for the preparation of joint venture payrolls: 


Please state any material facts of additional information pertinent to the control and structure of this joint venture. 


The undersigned affirms that the foregoing statements are correct and include all material information necessary to identify and 
explain the terms and operations of our joint venture and the intended participation of each venturer in the undertaking. Further, 
the undersigned covenant and agree to provide to the City current, complete and accurate information regarding actual joint 
venture work and the payment therefore, and any proposed changes in any provision of the joint venture agreement, and to permit 
the audit and examination of the books, records and files of the joint venture, or those of each venturer relevant to the joint 
venture by authorized representatives of the City or the Federal funding agency. 


Any material misrepresentation will be grounds for terminating any contract that may be awarded and for initiating action under 
federal or state laws concerning false statements. 


Note: If, after filing this Schedule B and before the completion on the joint venture’s work on the project, there is any change in 
the information submitted, the joint venture must inform the City of Chicago, either directly or through the prime contractor if the 
joint venture is a subcontractor. 


Name of MBE/WBE/VBE Partner Firm Name of Non-MBE/WBE/VBE Partner Firm 
Signature of A ffiant Signature of Affiant 
Name and Title of Affiant Name and Title of Affiant 
Date Date 
On this _ day of , 20 , the above-signed officers 


(names of affiants) 


personally appeared and, known to me be the persons described in the foregoing Affidavit, acknowledged that they executed the 
same in the capacity therein stated and for the purpose therein contained. 


IN WITNESS WHEREOF, I hereunto set my hand and official seal. 


Signature of Notary Public 


My Commission Expires: (Seal) 
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CONSTRUCTION 


DPS Version 03/29/2019 


PROJECTS ONLY 


SCHEDULE C: MBE/WBE Letter of Intent to 
Perform as a Subcontractor to the Prime Contractor 


NOTICE: THIS SCHEDULE MUST BE AUTHORIZED AND SIGNED BY THE MBE/WBE SUBCONTRACTOR FIRM. 
FAILURE TO COMPLY MAY RESULT IN THE BID BEING REJECTED AS NON-RESPONSIVE. 


Project Name: Specification No.: 
From: 
(Name of MBE/WBE Firm) 
To: and the City of Chicago. 


(Name of Prime Contractor) 


The MBE or WBE status of the undersigned is confirmed by the attached City of Chicago or Cook County Certification Letter. 100% 
MBE or WBE participation is credited for the use of a MBE or WBE “manufacturer.” 60% participation is credited for the use of a 
MBE or WBE “regular dealer.” 


The undersigned is prepared to perform the following services in connection with the above named project/contract. If more space is 
required to fully describe the MBE or WBE proposed scope of work and/or payment schedule, attach additional sheets as necessary. 
The description must establish that the undersigned is performing a commercially useful function: 


The above described performance is offered for the following price and described terms of payment: 


Pay Item No./Description Quantity/Unit Price Total 


Subtotal: $ 


Total @ 100%: $ 


Total @ 60% (if the undersigned is performing work as a regular dealer): $ 


NOTICE: THIS SCHEDULE AND ATTACHMENTS REQUIRE ORIGINAL SIGNATURES ON EACH PAGE. 


(If not the undersigned, signature of person who filled out this Schedule C) (Date) 
(Name/Title-Please Print) (Company Name-Please Print) 
(Signature of President/Owner/CEO or Authorized Agent of MBE/WBE) (Date) 


(Name/Title-Please Print) 
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Schedule C: MBE/WBE Letter of Intent to Perform as a Subcontractor to the Prime Contractor 


Partial Pay Items 
For any of the above items that are partial pay items, specifically describe the work and subcontract dollar amount(s): 


Pay Item No./Description Quantity/Unit Price Total 


Subtotal: $ 


Total @ 100%: $ 


Total @ 60% (if the undersigned is performing work as a regular dealer): $ 


SUB-SUBCONTRACTING LEVELS 
A zero (0) must be shown in each blank if the MBE or WBE will not be subcontracting any of the work listed or attached to this 
schedule. 

% of the dollar value of the MBE or WBE subcontract that will be subcontracted to non MBE/WBE contractors. 

% of the dollar value of the MBE or WBE subcontract that will be subcontracted to MBE or WBE contractors. 


NOTICE: If any of the MBE or WBE scope of work will be subcontracted, list the name of the vendor and attach a brief 
explanation, description and pay item number of the work that will be subcontracted. MBE/WBE credit will not be given for 
work subcontracted to Non-MBE/WBE contractors, except for as allowed in the Special Conditions Regarding Minority 
Business Enterprise Commitment and Women Business Enterprise Commitment in Construction Contracts. 


The undersigned will enter into a formal written agreement for the above work with you as a Prime Contractor, conditioned upon your 
execution of a contract with the City of Chicago, within three (3) business days of your receipt of a signed contract from the City of 
Chicago. 


One or more owners or principals of the Prime Contractor( ) does /( _ ) does not have an ownership interest in the undersigned. 
Provide names of such individuals and their respective ownership percentages, or indicate “none.” Attach additional sheets if 
necessary: 


The undersigned has entered into a formal written mentor protégé agreement as a subcontractor/protégé with you as a Prime 
Contractor/mentor. ( )Yes (  )No 


NOTICE: THIS SCHEDULE AND ATTACHMENTS REQUIRE ORIGINAL SIGNATURES ON EACH PAGE. 


(If not the undersigned, signature of person who filled out this Schedule C) (Date) 
(Name/Title-Please Print) (Company Name-Please Print) 
(Email & Phone Number) 
(Signature of President/Owner/CEO or Authorized Agent of MBE/WBE) (Date) 


(Name/Title-Please Print) 


(Email & Phone Number) 
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FOR 
CONSTRUCTION 
SCHEDULE C 
MBE/WBE Letter of Intent to Perform as a PROJECTS ONLY 


2™ Tier Subcontractor to the Prime Contractor 


NOTICE: THIS SCHEDULE MUST BE AUTHORIZED AND SIGNED BY THE MBE/WBE SUBCONTRACTOR FIRM. 
FAILURE TO COMPLY MAY RESULT IN THE BID BEING REJECTED AS NON-RESPONSIVE. 


Project Name: Specification No.: 


From: 


(Name of MBE/WBE Firm) 
To: 


(Name of 1* Tier Contractor) 
To: and the City of Chicago. 
(Name of Prime Contractor) 


The MBE or WBE status of the undersigned is confirmed by the attached City of Chicago or Cook County Certification Letter. 100% 
MBE or WBE participation is credited for the use of a MBE or WBE “manufacturer.” 60% participation is credited for the use of a 


MBE or WBE “regular dealer.” 


The undersigned is prepared to perform the following services in connection with the above named project/contract. If more space is 
required to fully describe the MBE or WBE proposed scope of work and/or payment schedule, attach additional sheets as necessary. 


The description must establish that the undersigned is performing a commercially useful function: 


The above described performance is offered for the following price and described terms of payment: 


Pay Item No./Description Quantity/Unit Price Total 


Subtotal: $ 


Total @ 100%: $ 


Total @ 60% (if the undersigned is performing work as a regular dealer): $ 


NOTICE: THIS SCHEDULE AND ATTACHMENTS REQUIRE ORIGINAL SIGNATURES ON EACH PAGE. 


(If not the undersigned, signature of person who filled out this Schedule C) (Date) 
(Name/Title-Please Print) (Company Name-Please Print) 
(Signature of President/Owner/CEO or Authorized Agent of MBE/WBE) (Date) 


(Name/Title-Please Print) 
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Schedule C: MBE/WBE Letter of Intent to Perform as a 2"! Tier Subcontractor to the Prime Contractor 


Partial Pay Items 
For any of the above items that are partial pay items, specifically describe the work and subcontract dollar amount(s): 


Pay Item No./Description Quantity/Unit Price Total 


Subtotal: $ 


Total @ 100%: $ 


Total @ 60% (if the undersigned is performing work as a regular dealer): $ 


SUB-SUBCONTRACTING LEVELS 
A zero (0) must be shown in each blank if the MBE or WBE will not be subcontracting any of the work listed or attached to this 
schedule. 

% of the dollar value of the MBE or WBE subcontract that will be subcontracted to non MBE/WBE contractors. 

% of the dollar value of the MBE or WBE subcontract that will be subcontracted to MBE or WBE contractors. 


NOTICE: If any of the MBE or WBE scope of work will be subcontracted, list the name of the vendor and attach a brief 
explanation, description and pay item number of the work that will be subcontracted. MBE/WBE credit will not be given for 
work subcontracted to Non-MBE/WBE contractors, except for as allowed in the Special Conditions Regarding Minority 
Business Enterprise Commitment and Women Business Enterprise Commitment in Construction Contracts. 


The undersigned will enter into a formal written agreement for the above work with you as a Prime Contractor, conditioned upon your 
execution of a contract with the City of Chicago, within three (3) business days of your receipt of a signed contract from the City of 
Chicago. 


One or more owners or principals of the Prime Contractor (_ _) does /( __) does not have an ownership interest in the undersigned. 
Provide names of such individuals and their respective ownership percentages, or indicate “none.” Attach additional sheets if 
necessary: 


The undersigned has entered into a formal written mentor protégé agreement as a subcontractor/protégé with you as a Prime 
Contractor/mentor: ( )Yes ( )No 


NOTICE: THIS SCHEDULE AND ATTACHMENTS REQUIRE ORIGINAL SIGNATURES ON EACH PAGE. 


(If not the undersigned, signature of person who filled out this Schedule C) (Date) 


(Name/Title-Please Print) (Company Name-Please Print) 


(Email & Phone Number) 


(Signature of President/Owner/CEO or Authorized Agent of MBE/WBE) (Date) 


(Name/Title-Please Print) 


(Email & Phone Number) 
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SCHEDULE C (Construction): MBE/WBE Letter of Intent to Perform as a SUPPLIER 


Project Name: Specification Number: 


From: 


(Name of MBE or WBE Firm) 
To: and the City of Chicago: 
(Name of Prime Contractor) 


The MBE or WBE status of the undersigned is confirmed by the attached City of Chicago or Cook County Certification Letter. 100% MBE or WBE 
participation is credited for the use of a MBE or WBE “manufacturer”. 60% participation is credited for the use of a MBE or WBE “regular dealer”. The 
undersigned is prepared to supply the following goods in connection with the above named project/contract. On a separate sheet, fully describe the 
MBE or WBE proposed scope of work and/or payment schedule, including a description of the commercially useful function being performed. Attach 
additional sheets as necessary: 


Pay Item No. / Description Quantity / Unit Price Total 
Line 1: Sub Total: $ 
Line 2: Total @ 100%: $ 
Line 3: Total @ 60%: $ 


Partial Pay Items. 
For any of the above items that are partial pay items, specifically describe the work and subcontract dollar amount(s): 


Pay Item No. / Description Quantity / Unit Price Total 
Line 1: Sub Total: $ 
Line 2: Total @ 100%: $ 
Line 3: Total @ 60%: $ 


SUB-SUBCONTRACTING LEVELS - A zero (0) must be shown in each blank if the MBE or WBE will not be subcontracting any of the work listed or 
attached to this schedule. 


% of the dollar value of the MBE or WBE subcontract that will be subcontracted to non-MBE/WBE contractors. 


% of the dollar value of the MBE or WBE subcontract that will be subcontracted to MBE or WBE contractors. 


NOTICE: If any of the MBE or WBE scope of work will be subcontracted, list the name of the vendor and attach a brief 
explanation, description and pay item number of the work that will be subcontracted. MBE/WBE credit will not be given for 
work subcontracted to non-MBE/WBE contractors, except for as allowed in the Special Conditions Regarding Minority 
Business Enterprise Commitment and Women Business Enterprise Commitment in Construction Contracts. 


The undersigned will enter into a formal written agreement for the above work with you as a Prime Contractor, conditioned upon your 
execution of a contract with the City of Chicago, within three (3) business days of your receipt of a signed contract from the City of 
Chicago. 


One or more owners or principals of the Prime Contractor ( )does/( ) does not have an ownership interest in the undersigned. 
Provide names of such individuals and their respective ownership percentages, or indicate “none.” Attach additional sheets if 
necessary: 


The undersigned has entered into a formal written mentor protégé agreement as a subcontractor/protégé with you as a Prime 
Contractor/mentor: ( )Yes (  )No 


NOTICE: THIS SCHEDULE AND ATTACHMENTS REQUIRE ORIGINAL SIGNATURES. 


Signature of Owner, President or Authorized Agent of MBE or WBE Date 


Name /Title (Print) 


Phone Number Email Address 
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CONSTRUCTION 


SCHEDULE C-V PROJECTS ONLY 
VBE Letter of Intent to 
Perform as a Subcontractor to the Prime Contractor 


NOTICE: THIS SCHEDULE MUST BE AUTHORIZED AND SIGNED BY THE VBE SUBCONTRACTOR FIRM. 
FAILURE TO COMPLY MAY RESULT IN THE BID BEING REJECTED AS NON-RESPONSIVE. 


Project Name: Specification No.: 


From: 


(Name of VBE Firm) 
To: and the City of Chicago. 
(Name of Prime Contractor) 


The VBE status of the undersigned is confirmed by the attached City of Chicago Certification Letter. 100% VBE 
participation is credited for the use of a VBE “manufacturer.” 60% participation is credited for the use of a VBE “regular 
dealer.” 


The undersigned is prepared to perform the following services in connection with the above named project/contract. If 
more space is required to fully describe the VBE proposed scope of work and/or payment schedule, attach additional 
sheets as necessary. The description must establish that the undersigned is performing a commercially useful function: 


The above described performance is offered for the following price and described terms of payment: 


Pay Item No./Description Quantity/Unit Price 
es 


Subtotal: $ 


Total @ 100%: $ 


Total @ 60% (if the undersigned is performing work as a regular dealer): $ 


NOTICE: THIS SCHEDULE AND ATTACHMENTS REQUIRE ORIGINAL SIGNATURES ON EACH PAGE. 


(If not the undersigned, signature of person who filled out this Schedule C-V) (Date) 
(Name/Title-Please Print) (Company Name-Please Print) 
(Signature of President/Owner/CEO or Authorized Agent of VBE) (Date) 


(Name/Title-Please Print) 
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Schedule C-V: VBE Letter of Intent to Perform as a Subcontractor to the Prime Contractor 


Partial Pay Items 
For any of the above items that are partial pay items, specifically describe the work and subcontract dollar amount(s): 


Pay Item No./Description Quantity/Unit Price Total 
Subtotal: $ 


Total @ 100%: $ 


Total @ 60% (if the undersigned is performing work as a regular dealer): $ 


SUB-SUBCONTRACTING LEVELS 
A zero (0) must be shown in each blank if the VBE will not be subcontracting any of the work listed or attached to this 
schedule. 

% of the dollar value of the VBE subcontract that will be subcontracted to non-VBE contractors. 

% of the dollar value of the VBE subcontract that will be subcontracted to VBE contractors. 


NOTICE: If any of the VBE scope of work will be subcontracted, list the name of the vendor and attach a brief 
explanation, description and pay item number of the work that will be subcontracted. VBE credit will not 
be given for work subcontracted to Non-VBE contractors, except for as allowed in the Special 
Conditions Regarding Minority-owned Business Enterprise, Women-owned Business Enterprise, and 
Veteran-owned Business Enterprise Commitment in Construction Contracts. 

The undersigned will enter into a formal written agreement for the above work with you as a Prime Contractor, conditioned 

upon your execution of a contract with the City of Chicago, within three (3) business days of your receipt of a signed 

contract from the City of Chicago. 

One or more owners or principals of the Prime Contractor (| )does/(  ) does not have an ownership interest in the 

undersigned. Provide names of such individuals and their respective ownership percentages, or indicate “none.” Attach 

additional sheets if necessary: 


NOTICE: THIS SCHEDULE AND ATTACHMENTS REQUIRE ORIGINAL SIGNATURES ON EACH PAGE. 


(If not the undersigned, signature of person who filled out this Schedule C-V) (Date) 


(Name/Title-Please Print) (Company Name-Please Print) 


(Email & Phone Number) 


(Signature of President/Owner/CEO or Authorized Agent of VBE) (Date) 


(Name/Title-Please Print) 


(Email & Phone Number) 
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SCHEDULE C-V CONSTRUCTION 
VBE Letter of Intent to Perform as a 
24 Tier Subcontractor to the Prime Contractor 


NOTICE: THIS SCHEDULE MUST BE AUTHORIZED AND SIGNED BY THE VBE SUBCONTRACTOR FIRM. 
FAILURE TO COMPLY MAY RESULT IN THE BID BEING REJECTED AS NON-RESPONSIVE. 


PROJECTS ONLY 


Project Name: Specification No.: 


From: 


(Name of VBE Firm) 
To: 


(Name of 1% Tier Contractor) 
To: and the City of Chicago. 
(Name of Prime Contractor) 


The VBE status of the undersigned is confirmed by the attached City of Chicago or Cook County Certification Letter. 100% 
VBE participation is credited for the use of a VBE “manufacturer.” 60% participation is credited for the use of a VBE 
“regular dealer.” 


The undersigned is prepared to perform the following services in connection with the above-named project/contract. If 
more space is required to fully describe the VBE proposed scope of work and/or payment schedule, attach additional 
sheets as necessary. The description must establish that the undersigned is performing a commercially useful function: 


The above described performance is offered for the following price and described terms of payment: 


Pay Item No./Description Quantity/Unit Price Total 
Subtotal: $ 


Total @ 100%: $ 


Total @ 60% (if the undersigned is performing work as a regular dealer): $ 


NOTICE: THIS SCHEDULE AND ATTACHMENTS REQUIRE ORIGINAL SIGNATURES ON EACH PAGE. 


(If not the undersigned, signature of person who filled out this Schedule C-V) (Date) 
(Name/Title-Please Print) (Company Name-Please Print) 
(Signature of President/Owner/CEO or Authorized Agent of VBE) (Date) 


(Name/Title-Please Print) 
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Schedule C-V: VBE Letter of Intent to Perform as a 2" Tier Subcontractor to the Prime Contractor 


Partial Pay Items 
For any of the above items that are partial pay items, specifically describe the work and subcontract dollar amount(s): 


Pay Item No./Description Quantity/Unit Price Total 
Subtotal: $ 


Total @ 100%: $ 


Total @ 60% (if the undersigned is performing work as a regular dealer): $ 


SUB-SUBCONTRACTING LEVELS 
A zero (0) must be shown in each blank if the VBE will not be subcontracting any of the work listed or attached to this 
schedule. 

% of the dollar value of the VBE subcontract that will be subcontracted to non-VBE contractors. 

% of the dollar value of the MBE or WBE subcontract that will be subcontracted to VBE contractors. 


NOTICE: If any of the VBE scope of work will be subcontracted, list the name of the vendor and attach a brief 
explanation, description and pay item number of the work that will be subcontracted. VBE credit will not 
be given for work subcontracted to Non-VBE contractors, except for as allowed in the Special 
Conditions Regarding Minority-owned Business Enterprise, Women-owned Business Enterprise, and 
Veteran-owned Business Enterprise Commitment in Construction Contracts. 

The undersigned will enter into a formal written agreement for the above work with you as a Prime Contractor, conditioned 

upon your execution of a contract with the City of Chicago, within three (3) business days of your receipt of a signed 

contract from the City of Chicago. 

One or more owners or principals of the Prime Contractor (_ )does/(  ) does not have an ownership interest in the 


undersigned. Provide names of such individuals and their respective ownership percentages, or indicate “none.” Attach 
additional sheets if necessary: 


NOTICE: THIS SCHEDULE AND ATTACHMENTS REQUIRE ORIGINAL SIGNATURES ON EACH PAGE. 


(If not the undersigned, signature of person who filled out this Schedule C-V) (Date) 


(Name/Title-Please Print) (Company Name-Please Print) 


(Email & Phone Number) 


(Signature of President/Owner/CEO or Authorized Agent of VBE) (Date) 


(Name/Title-Please Print) 


(Email & Phone Number) 
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FOR 
CONSTRUCTION 


SCHEDULE C-V (Construction) PROJECTS ONLY 


VBE Letter of Intent to Perform as a SUPPLIER 


Project Name: Specification Number: 


From: 
(Name of VBE Firm) 

To: and the City of Chicago: 
(Name of Prime Contractor) 


The VBE status of the undersigned is confirmed by the attached City of Chicago or Cook County Certification Letter. 100% VBE 
participation is credited for the use of a VBE “manufacturer”. 60% participation is credited for the use of a VBE “regular dealer’. 

The undersigned is prepared to supply the following goods in connection with the above-named project/contract. On a separate sheet, 
fully describe the VBE proposed scope of work and/or payment schedule, including a description of the commercially useful function 
being performed. Attach additional sheets as necessary: 


Pay Item No. / Description Quantity / Unit Price Total 
Line 1: Sub Total: $ 
Line 2: Total @ 100%: $ 
Line 3: Total @ 60%: $ 


Partial Pay Items. 
For any of the above items that are partial pay items, specifically describe the work and subcontract dollar amount(s): 


Pay Item No. / Description Quantity / Unit Price Total 
Line 1: Sub Total: $ 
Line 2: Total @ 100%: $ 
Line 3: Total @ 60%: $ 


SUB-SUBCONTRACTING LEVELS - A zero (0) must be shown in each blank if the VBE will not be subcontracting any of the work 
listed or attached to this schedule. 


% of the dollar value of the VBE subcontract that will be subcontracted to non-VBE contractors. 
% of the dollar value of the VBE subcontract that will be subcontracted to VBE contractors. 


NOTICE: If any of the VBE scope of work will be subcontracted, list the name of the vendor and attach a brief explanation, 
description and pay item number of the work that will be subcontracted. VBE credit will not be given for work subcontracted 
to non-VBE contractors, except for as allowed in the Special Conditions Regarding Minority-owned Business Enterprise, 
Women-owned Business Enterprise, and Veteran-owned Business Enterprise Commitment in Construction Contracts. 


The undersigned will enter into a formal written agreement for the above work with you as a Prime Contractor, conditioned upon your 
execution of a contract with the City of Chicago, within three (3) business days of your receipt of a signed contract from the City of 
Chicago. 


One or more owners or principals of the Prime Contractor (_ )does/( ) does not have an ownership interest in the undersigned. 


Provide names of such individuals and their respective ownership percentages, or indicate “none.” Attach additional sheets if 
necessary: 
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NOTICE: THIS SCHEDULE AND ATTACHMENTS REQUIRE ORIGINAL SIGNATURES. 


Signature of Owner, President or Authorized Agent of VBE Date 


Name /Title (Print) 


Phone Number Email Address 
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DPS 03/29/2019 
FOR 
CONSTRUCTION 


PROJECTS ONLY 


SCHEDULE D: Compliance Plan Regarding MBE & WBE Utilization 
Affidavit of Prime Contractor 


MUST BE SUBMITTED WITH THE BID. FAILURE TO SUBMIT THE SCHEDULE D WILL CAUSE THE 
BID TO BE REJECTED. DUPLICATE AS NEEDED. 


Project Name: 


Specification No.: 


In connection with the above captioned contract, | HEREBY DECLARE AND AFFIRM that lam the 


and a duly authorized representative of 


(Title of Affiant) 


(Name of Prime Contractor) 


and that | have personally reviewed the material and facts set forth in the attached Schedule Cs regarding Minority 
Business Enterprise and Women Business Enterprise (MBE/WBE) to perform as subcontractor, Joint Venture 
Agreement, and Schedule B (if applicable). All MBEs and WBEs must be certified with the City of Chicago or Cook 
County in the area(s) of specialty listed. 


PD entand Total MBE 
Type of Work to be Total MBE MBE Baniapalca 
Performed in accordance Participation Participation ware lPalon 


with Schedule Cs ; in in 
Iecilers percentage j percentage 


Name of 


City Funded Instructions and Execution Documents (Rev. July 2020) 74 


DPS 03/29/2019 


Mentor 
Mentor | Total WBE 
Type of Work to be Total wBE |. WBE | Protégé | 522" = 


Performed in accordance —_| Participation | Patticivatio| Program ee 


with Schedule Cs in dollars nun Credit | percentage 
percentage ie iaimedt | 


m% 
m% 


% % 
% 


C1Check here if the following is applicable: The Prime Contractor intends to enter into mentor protégé agreements with 
certain MBEs/WBEs listed above as indicated by entries in the “Mentor Protégé Program Credit Claimed” column. Copies 
of each proposed mentoring program, executed by authorized representatives of the Prime Contractor and respective 
subcontractor, are attached to this Schedule D. The Prime Contractor may claim an additional 0.5 percent participation 
credit (up to a maximum of five (5) percent) for every one (1) percent of the value of the contract performed by the 
MBE/WBE protégé firm. 


Total MBE Participation $ 


Total MBE Participation % (including any Mentor Protégé Program credit) 


Total WBE Participation $ 


Total WBE Participation % (including any Mentor Protégé Program credit) 


Total Bid $ 


To the best of my knowledge, information and belief the facts and representations contained in the aforementioned 
attached Schedules are true, and no material facts have been omitted. 


One or more owners or principals of the Prime Contractor ( )does/(  ) does not have an ownership interest in any 
MBE or WBE listed in this Schedule D. Provide names of such individuals and their respective ownership percentages, 
and identify the MBE/WBE firms in which such ownership is held, or indicate “none.” Add additional sheets if necessary: 


The Prime Contractor designates the following person as its MBE/WBE Liaison Officer: 


(Name- Please Print or Type) (Phone) 
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| DO SOLEMNLY DECLARE AND AFFIRM UNDER PENALTIES OF PERJURY THAT THE CONTENTS OF THE 
FOREGOING DOCUMENT ARE TRUE AND CORRECT, AND THAT I AM AUTHORIZED ON BEHALF OF THE PRIME 
CONTRACTOR TO MAKE THIS AFFIDAVIT. 


(Name of Prime Contractor — Print or Type) State of: 


County of: 


(Signature) 


(Name/Title of Affiant — Print or Type) 


(Date) 
On this day of , 20 , the above signed officer 


(Name of Affiant) 
personally appeared and, known by me to be the person described in the foregoing Affidavit, acknowledged that (s)he 
executed the same in the capacity stated therein and for the purposes therein contained. 


IN WITNESS WHEREOF, | hereunto set my hand and seal. 


(Notary Public Signature) 


SEAL: 
Commission Expires: 
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SCHEDULE D-V 


Compliance Plan Regarding VBE Utilization 
Affidavit of Prime Contractor 


MUST BE SUBMITTED WITH THE BID. FAILURE TO SUBMIT THE SCHEDULE D WILL CAUSE THE 
BID TO BE REJECTED. DUPLICATE AS NEEDED. 


Project Name: 


Specification No.: 


In connection with the above captioned contract, | HEREBY DECLARE AND AFFIRM that lam the 


and a duly authorized representative of 


(Title of Affiant) 


(Name of Prime Contractor) 


and that | have personally reviewed the material and facts set forth in the attached Schedule C-Vs regarding VBEs to 
perform as subcontractors, Joint Venture Agreement, and Schedule B (if applicable). All VBEs must be certified with 
the City of Chicago in the area(s) of specialty listed. 


Type of Work to be Total VBE VBE 


Performed in accordance Participation | Participation 
with Schedule C-Vs in dollars jin percentage 


= 


& 1s 


es ee ee % 


$ 
$ 
$ 
$ 
$ 
$ 
% 
$ 


Ss 1S 1s 


s 


& 


& 


Total VBE Participation $ 


Total VBE Participation % 


Total Bid $ 
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To the best of my knowledge, information and belief the facts and representations contained in the aforementioned 
attached Schedules are true, and no material facts have been omitted. 


One or more owners or principals of the Prime Contractor ( )does/(  ) does not have an ownership interest in any 
VBE listed in this Schedule D-V. Provide names of such individuals and their respective ownership percentages, and 
identify the VBE firms in which such ownership is held, or indicate “none.” Add additional sheets if necessary: 


The Prime Contractor designates the following person as its VBE Liaison Officer: 


(Name- Please Print or Type) (Phone) 


|DO SOLEMNLY DECLARE AND AFFIRM UNDER PENALTIES OF PERJURY THAT THE CONTENTS OF THE 


FOREGOING DOCUMENT ARE TRUE AND CORRECT, AND THAT I AM AUTHORIZED ON BEHALF OF THE PRIME 


CONTRACTOR TO MAKE THIS AFFIDAVIT. 


(Name of Prime Contractor — Print or Type) State of: 


County of: 


(Signature) 


(Name/Title of Affiant — Print or Type) 


(Date) 
On this day of , 20 , the above signed officer 


(Name of Affiant) 
personally appeared and, known by me to be the person described in the foregoing Affidavit, acknowledged that (s)he 
executed the same in the capacity stated therein and for the purposes therein contained. 


IN WITNESS WHEREOF, | hereunto set my hand and seal. 


(Notary Public Signature) 


SEAL: 
Commission Expires: 
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SCHEDULE F: REPORT OF SUBCONTRACTOR SOLICITATIONS FOR CONSTRUCTION 


CONTRACTS 


Submit Schedule F with the bid. Failure to submit the Schedule F may cause the bid to be rejected. 


Duplicate sheets as needed. 


Project Name: 


Specification #: 


I, on behalf of 


(Name of reporter) (Prime contractor) 


(A) have either personally solicited, or permitted a duly authorized representative of this firm to solicit, work for this 
contract from the following subcontractors which comprise all MBE/WBE/VBE and non-MBE/WBE/VBE 


subcontractors who bid or quoted price information on this contract 


Company Name 


Business Address 


Contact Person 


Date of contact 


Method of contact 


Response to solicitation 


Type of Work Solicited 
Please circle each classification that applies: 
MBE Certified WBE Certified VBE Certified Non- Certified 


Company Name 


Business Address 


Contact Person 


Date of contact 


Method of contact 


Response to solicitation 


Type of Work Solicited 


Please circle each classification that applies: 
MBE Certified WBE Certified VBE Certified Non- Certified 


Company Name 


Business Address 


Contact Person 


Date of contact 


Method of contact 


Response to solicitation 


Type of Work Solicited 


Please circle each classification that applies: 
MBE Certified WBE Certified VBE Certified Non- Certified 


Company Name 


Business Address 


Contact Person 


Date of contact 
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Method of contact 


Response to solicitation 
Type of Work Solicited 


Please circle each classification that applies: 
MBE Certified WBE Certified VBE Certified 


Company Name 


Non- Certified 


Business Address 


Contact Person 


Date of contact 


Method of contact 


Response to solicitation 
Type of Work Solicited 


Please circle each classification that applies: 
MBE Certified WBE Certified VBE Certified 


Company Name 


Non- Certified 


Business Address 


Contact Person 


Date of contact 


Method of contact 


Response to solicitation 
Type of Work Solicited 


Please circle each classification that applies: 
MBE Certified WBE Certified VBE Certified 


Company Name 


Non- Certified 


Business Address 


Contact Person 


Date of contact 


Method of contact 


Response to solicitation 


Type of Work Solicited 


Please circle each classification that applies: 
MBE Certified WBE Certified VBE Certified 


Company Name 


Non- Certified 


Business Address 


Contact Person 


Date of contact 


Method of contact 


Response to solicitation 


Type of Work Solicited 


Please circle each classification that applies: 
MBE Certified WBE Certified VBE Certified 


Company Name 


Non- Certified 


Business Address 


Contact Person 


Date of contact 


Method of contact 
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Response to solicitation 
Type of Work Solicited 
Please circle each classification that applies: 

MBE Certified WBE Certified VBE Certified Non- Certified 


I DO SOLEMNLY DECLARE AND AFFIRM UNDER PENALTIES OF PERJURY THAT THE CONTENTS OF THE 
FOREGOING DOCUMENT ARE TRUE AND CORRECT, AND THAT I AM AUTHORIZED ON BEHALF OF THE 
PRIME CONTRACTOR TO MAKE THIS AFFIDAVIT. 


(Name of Prime Contractor - Print or Type) 


(Signature) 


(Name/Title of Affiant) - Print or Type) 


(Date) 


On this day of , 20 P 


the above signed officer, : 
(Name of Affiant) 


personally appeared and, known by me to be the person described in the foregoing Affidavit, acknowledged 
that (s)he executed the same in the capacity stated therein and for the purposes therein contained. 


IN WITNESS WHEREOF, I hereunto set my hand and seal. 


Notary Public Signature 


(Seal) 
Commission Expires: 
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SCHEDULE H: DOCUMENTATION OF GOOD FAITH EFFORTS 
TO UTILIZE MBEs AND WBEs, and VBEs ON CONSTRUCTION CONTRACT 


Project Name: 
Specification # 


The Department of Procurement Services reserves the right to audit and verify all Good Faith Efforts as a condition of award. 
Material misrepresentations and omissions shall cause the bid to be rejected. 


(B) The following is documentation and explanation of the bidder’s Good Faith Efforts to meet the contract specific goals as 
described in the Good Faith Efforts Checklist as part of Schedule D. The Schedule D cannot be modified without the 
written approval of DPS. 


I, on behalf of. 
(Name of reporter) (Prime contractor) 


have determined that it is unable to meet the contract specific goals in full or in part as set forth in the Special Conditions 
Regarding Minority Owned Business Enterprise, Women Business Enterprise, and Veteran Owned Business Enterprise 
Commitment in Construction Contracts. I hereby declare and affirm that the following good faith efforts were undertaken by 
the Bidder/Contractor to meet the MBE, WBE, and/or VBE contract specific goals of this project. 


Good Faith Efforts Checklist from Schedule D 
Attach additional sheets as needed. 


Solicited through reasonable and available means at least 50% (or at least 5 when there are more than 11 certified 
firms in the commodity area) of MBEs, WBEs, and VBEs certified in the anticipated scopes of subcontracting of the 
contract, within sufficient time to allow them to respond, as described in the Schedule F. 

Attach copies of written notices sent to MBEs, WBEs, and VBEs. 


Provided timely and adequate information about the plan, specifications and requirements of the contract. 
Attach copies of contract information provided to MBEs, WBEs, and VBEs. 


Advertised the contract opportunities in media and other venues oriented toward MBEs, WBEs, and VBEs. 
Attach copies of advertisements. 


Negotiated in good faith with interested MBEs, WBEs, or VBEs that have submitted bids and thoroughly 
investigated their capabilities. 
Attach Schedule F, Report of Subcontractor Solicitations for Construction Contracts. 


Selected those portions of the work or material consistent with the available MBE, WBE, or VBE subcontractors 
and suppliers, including, where appropriate, breaking out contract work items into economically feasible units to 
facilitate MBE, WBE, or VBE participation. 

Describe selection of scopes of work solicited from MBEs, WBEs, and VBEs and efforts to break out work 
items. 
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SCHEDULE H: DOCUMENTATION OF GOOD FAITH EFFORTS 
TO UTILIZE MBEs, WBEs, AND VBEs ON CONSTRUCTION CONTRACT 


Made efforts to assist interested MBEs, WBEs, or VBEs in obtaining bonding, lines of credit, or insurance as 
required by the City or bidder or contractor. 


Describe assistance efforts. 


Made efforts to assist interested MBEs, WBEs, or VBEs in obtaining necessary equipment, supplies, materials, or 
related assistance or services. 
Describe assistance efforts. 


Effectively used the services of the City; minority or women community organizations; minority or women 
assistance groups; local, state, and federal minority or women business assistance offices; and other organizations to 
provide assistance in the recruitment and placement of MBEs, WBEs, or VBEs as listed on Attachment A. 


Describe efforts to use agencies listed on Attachment A. 
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SCHEDULE H: DOCUMENTATION OF GOOD FAITH EFFORTS 
TO UTILIZE MBEs, WBEs, AND VBEs ON CONSTRUCTION CONTRACT 


I DO SOLEMNLY DECLARE AND AFFIRM UNDER THE PENALTIES OF PERJURY THAT THE CONTENTS OF 
THE FOREGOING DOCUMENT ARE TRUE AND CORRECT, AND THAT I AM AUTHORIZED, ON BEHALF OF 
THE CONTRACTOR, TO MAKE THIS AFFIDAVIT. 


Name of Contractor: 
(Print or Type) 


Signature: 


(Signature of Affiant) 


Name of A ffiant: 


(Print or Type) 


Date: 


(Print or Type) 


State of 
County (City) of 


This instrument was acknowledged before me on (date) 


by (name/s of person/s) 
as (type of authority, e.g., officer, trustee, etc.) 


of (name of party on behalf of whom instrument 


was executed). 


Signature of Notary Public 


(Seal) 
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STATUS REPORT OF MBE/WBE/VBE (SUB) CONTRACT PAYMENTS 


Specification No.: 
Department Project No.: 
Date: 
Voucher No.: 

STATE OF: ) 

COUNTY (CITY) OF: ) 


In connection with the above-captioned contract: 


I HEREBY DECLARE AND AFFIRM that I am the 


(Title - Print or Type ) 


and duly authorized representative of 


(Name of Comp any - Print or Type ) 


( ) 


(Address of Company) (Phone) 
and that the following Minority Owned, Women Owned, and Veteran Owned Business Enterprises (MBE/WBE/VBEs) have been 
contracted with, and have furnished, or are furnishing and preparing materials for, and have done or are doing labor on the above 
referenced project; that there is due and to become due them, respectively the amounts set opposite their names for material or labor 
as stated; and that this a full, true and complete statement of all such MBE/WBE/VBEs and of the amounts paid, due, and to 
become due to them: 


MBE/WBE/VBE GOODS/SERVICES AMOUNT OF AMOUNT PAID 
PROVIDED CONTRACT TO DATE 

$ $ 
$ $ 
$ $ 
$ $ 
$ $ 
$ $ 

TOTAL AMOUNT PAID TO MBEs TO DATE: $ 

TOTAL AMOUNT PAID TO WBEs TO DATE: $ 

TOTAL AMOUNT PAID TO VBEs TO DATE: $ 
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I DO SOLEMNLY DECLARE AND AFFIRM UNDER THE PENALTIES OF PERJURY THAT THE CONTENTS OF THE 
FOREGOING DOCUMENT ARE TRUE AND CORRECT, AND THAT I AM AUTHORIZED, ON BEHALF OF THE 


CONTRACTOR, TO MAKE THIS AFFIDAVIT. 


Name of Contractor: 


(Print or Type) 
Signature: 
(Signature of A ffiant) 
Name of Affiant: 
(Print or Type) 
Date: 
(Print or Type) 
State of 
County (City) of 
This instrument was acknowledged before me on (date) 
by (name/s of person/s) 
as (type of authority, e.g., officer, trustee, etc.) 
of (name of party on behalf of whom instrument was executed). 
Signature of Notary Public 
(Seal) 
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INSTRUCTIONS FOR COMPLETING ECONOMIC DISCLOSURE STATEMENT AND AFFIDAVIT 


1.1. 


1.2. 


1.3. 


1.4, 


1.5. 


(EDS) ON-LINE 


The Bidder shall complete an online EDS prior to the bid due date. A Bidder who 
does not file an electronic EDS prior to the bid due date may be found non- 
responsive and its bid rejected. If you are unable to complete the online EDS and 
print a Certificate of Filing prior to the response due date, the City will accept a 
paper EDS provided written justification is provided explaining the Bidders good 
faith efforts to complete it before the response due date and the reasons why it could 
not be completed. 


ONLINE EDS FILING REQUIRED PRIOR TO BID OPENING 

The Bidder must complete an online EDS prior to the bid opening date. 

A Bidder that does not file an electronic EDS prior to the bid opening will be found non-responsive and its 
bid will be rejected unless a paper EDS and written justification is submitted with the bid as explained in 
the above paragraph). 

ONLINE EDS WEB LINK 

The web link for the Online EDS is https://webapps.cityofchicago.org/EDS Web 


ONLINE EDS NUMBER 


Upon completion of the online EDS submission process, the Proposer will be provided an EDS number. Bidders should 
provide this number here: 


EDS Number: 


ONLINE EDS CERTIFICATION OF FILING 


Upon completion of the online submission process, the Proposer will be able to print a hard copy Certificate of Filing. The 
Proposer should submit the signed Certificate of Filing with its bid. Please insert your Certification of Filing following this 


page. 


A Proposer that does not include a signed Certificate of Filing with its bid must provide it upon the request of the Chief 
Procurement Officer. 


PREPARATION CHECKLIST FOR REGISTRATION 


To expedite and ease your registration process, we recommend that you collect the following information prior to registering 
for an Online EDS user account: 


1. Invitation number, if you were provided an invitation number. 


EDS document from previous years, if available. 


Email address to correspond with the Online EDS system. 


eh 


Company Information: 


a. __ Legal Name 
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b. _ FEIN/SSN 
c. _ City of Chicago Vendor Number, if available. 


d. Address and phone number information that you would like to appear on 
your EDS documents. 

e. EDS Captain. Check for an EDS Captain in your company - this maybe 
the person that usually submits EDS for your company, or the first person 
that registers for your company. 


1.6. PREPARATION CHECKLIST FOR EDS SUBMISSION 


To expedite and ease your EDS submission, we recommend that you collect the following information prior to updating your 
EDS information online. 


Items #1 through #7 are needed for both EDS information updates and contract related EDS documents: 


1. Invitation number, if you were provided with an invitation number. 
2. Site address that is specific to this EDS. 
3. Contact that is responsible for this EDS. 
4. EDS document from previous years, if available. 
5. Ownership structure, and if applicable, owners’ company information: 
a. % of ownership 
b. Legal Name 
c. FEIN/SSN 
d. City of Chicago Vendor Number, if available. 
e. Address 
6. List of directors, officers, titleholders, etc. (if applicable). 
7. For partnerships/LLC/LLP/Joint ventures, etc.: 


a. List of controlling parties (if applicable). 


Items #8 and #9 are needed ONLY for contract related EDS documents: 


8. Contract related information (if applicable): 
a. City of Chicago contract package 
b. Cover page of City of Chicago bid/solicitation package 
c. IfEDS is related to a mod, then cover page of your current contract with the 
City. 
9. List of subcontractors and retained parties: 
a. Name 
b. Address 


c. Fees — Estimated or paid 
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1.7. EDS FREQUENTLY ASKED QUESTIONS 
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Q: 


A 
Q: 
A 


Where do I file? 
The web link for the Online EDS is https://webapps.cityofchicago.org/EDS Web 
How do I get help? 


If there is a question mark on a page or next to a field, click on the question mark for help filling out the page or field. 
You may also consult the User Manual and the Training Videos available on the left menu. 


Why do I have to submit an EDS? 


The Economic Disclosure Statement (EDS) is required of applicants making an application to the City for action 
requiring City Council, City department or other City agency approval. For example, all bidders seeking a City contract 
are required to submit an EDS. Through the EDS, applicants make disclosures required by State law and City 
ordinances and certify compliance with various laws and ordinances. An EDS is also required of certain parties related 
to the applicant, such as owners and controlling parties. 


Q: Who is the Applicant? 


e 


Pr Oo F © 
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“Applicant” means any entity or person making an application to the City for action requiring City Council or other City 
agency approval. The applicant does not include owners and parent companies. 


Who is the Disclosing Party? 
“Disclosing Party” means any entity or person submitting an EDS. This includes owners and parent companies. 
What is an entity or legal entity? 


“Entity’ or ‘Legal Entity” means a legal entity (for example, a corporation, partnership, joint venture, limited liability 
company or trust). 


What is a person for purposes of the EDS? 
“Person” means a human being. 
Who must submit an EDS? 


An EDS must be submitted in any of the following three circumstances: 


An Applicant must always file this EDS. If the Applicant is a legal 
Applicants: entity, state the full name of that legal entity. If the Applicant is a 
person acting on his/her own behalf, state his/her name. 


Whenever a legal entity has a beneficial interest (E. G. direct or indirect 
ownership) of more than 7.5% in the Applicant, each such legal entity 
must file an EDS on its own behalf. 


Entities holding 
an interest: 


Whenever a Disclosing Party is a general partnership, limited 
Controlling partnership, limited liability company, limited liability partnership or 
entities: joint venture that has a general partner, managing member, manager or 
other entity that can control the day-to-day management of the 
Disclosing Party, that entity must also file an EDS on its own behalf. 
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Each entity with a beneficial interest of more than 7.5% in the 
controlling entity must also file an EDS on its own behalf. 


What information is needed to submit an EDS? 

The information contained in the Preparation Checklist for EDS submission. 

I don’t have a user ID & password. Can I still submit an Online EDS? 

No. You must register and create a user ID and password before submitting an Online EDS. 

What information is needed to request a user ID & password for Online EDS? 

The information contained in the Preparation Checklist for Registration is needed to request a login for the Online EDS. 

I already have a username and password from another City web site (City Web Portal, Department of 
Construction and Permits, Department of Consumer Services, etc.). Can I log-in the Online EDS with that 
account? 

Usually not. The Online EDS uses a user ID and password system that is shared by the Public Vehicle Advertising and 
Water Payment web sites. You may use a username and password from those sites by answering “Yes” to “Is this an 


existing City of Chicago user ID?” when registering. Other usernames and passwords will not be automatically 
recognized. However, you may choose to create an identical username for the Online EDS if it is not already taken. 


Q: I don’t have an email address. How do I submit an Online EDS? 


You cannot get an account to submit an online EDS without an email address. If you need an e-mail address, we suggest 
that you use a free internet email provider such as www.hotmail.com or www.yahoo.com or gmail.com to open an 
account. The City does not endorse any particular free internet email provider. Public computers are available at all 
Chicago Public Library branches. 


Q: I forgot my user ID. Can I register again? 


No. If you are the EDS Captain of your organization, please contact the Department of Procurement Services at 312-744- 
4900. If you are an EDS team member, contact your EDS Captain, who can look up your user ID. 


Q: Who is the EDS Captain? 


© 


The EDS Captain is a person who performs certain administrative functions for an organization which files an EDS. 
Each organization registered with the Online EDS has at least one EDS Captain. There may be co-captains, who are all 
equal. EDS Captains approve new users, change contact information for an organization, and de-active accounts of 
employees who have left the organization. Please see the User Manual for more information. 


: Why do we need EDS Captains? 


The Online EDS is designed to be a self-service web application which allows those doing or seeking to do business with 
the City to perform as many routine functions as possible without City intervention. Because many organizations have 
multiple staff filing an EDS, the EDS Captain role allows those organizations to self-manage the contact information and 
users. 


Q: Who is the EDS team? 


The EDS team for an organization is everyone who is registered to file an EDS on behalf of the organization. 


I forgot my password. What should I do? 
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To retrieve a temporary password, click the “Forgot your password?” link on the login page. Enter your user ID that you 
provided when you registered your account. The system will automatically generate a temporary password and send it to 
you. When you log-in with your temporary password, you will be asked to create a new password. 


Q: How do I complete an Online EDS? 


Click on “Create New” after logging in. The Online EDS system will walk you through the EDS questions. Please see 
the User Manual for details. 


Q: How do I fill out a Disclosure of Retained Parties? 


There is no longer a separate Disclosure of Retained Parties filing. After logging in, click on “Create New”. Answer 
(click) “Contract” to “Is this EDS for a contract or an EDS information update?” Click “Fill out EDS”, and click on the 
“Retained Parties” tab. When finished, click on “Ready to Submit.” 


Q: How do I attach documents? 


Attachments are discouraged. If at all possible, please provide a concise explanation in the space provided in the online 
form. Attachments with pages of officers are not acceptable. Names of officers must be typed into the system. If you 
must provide an attachment for another reason, please send it to your City of Chicago contact (contract administrator or 
negotiator for procurements) and they will attach it for you. Documents can be sent in PDF (preferred), Word, or paper 
format. 


Q: Who can complete an Economic Disclosure Statement online? 


Any authorized representative of your business with a user ID and password can complete your EDS online. One person, 
such as an assistant, can fill in the information and save it, and another person can review and electronically sign the 
Online EDS. 


Q: What are the benefits of filing my Economic Disclosure statement electronically? 


Filing electronically reduces the chance of filing an incomplete EDS and speeds up the processing of contract awards. A 
certificate of filing can be printed at the completion of the process and inserted into your bid package. The biggest 
benefit for those who frequently do business with the City is that after the first EDS, each EDS is much easier to fill out 
because non-contract specific information is pre-filled from the last submitted EDS. 


Q: Will my information be secure? 


Yes. When making your internet connection to our Web Server, you will connect through a Secure Socket Layer (SSL 
for short) to the “Online EDS” login page. All information you type will be protected using strong encryption. Within the 
login page, you will provide us with a user ID, password, and secret question for user authentication, only you will have 
knowledge of this unique identification information. 


Q: I am filing electronically. How do I sign my EDS? 


Once you have completed the EDS, you will be prompted to enter your password and answer to your secret question. 
Together, these will serve as your electronic signature. Although you will also print and physically sign an EDS 
certification of filing as a notice that your EDS was filed, your EDS is complete as a legal document with only the 
electronic filing. 


Q: My address has changed. How can I update my information? 


You must be an EDS Captain for your organization to update this. Log-in and click on “Vendor Admin, Site 
Administration.” Select the appropriate site and click edit. 


Q: Ihave more questions. How can I contact the Department of Procurement Services? 


Please contact the contract administrator or negotiator assigned to your solicitation or contract. You may call DPS at 
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312-744-4900 between 8:30 AM and 5:00 PM Central Time. 
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Can I save a partially complete EDS? 
Yes. Click “Save”. To avoid data loss, we recommend you save your work periodically while filling out your EDS. 
Do I have to re-type my information each time I submit an EDS? 


No. The system will remember non-contract specific information from your last submitted EDS for one year. This 


information will be filled-in for you in your new EDS. You will have an opportunity to correct it if it has changed since 
your last filing. When you submit your new EDS, the information is saved and the one-year clock begins running anew. 


Q: What are the system requirements to use the Online EDS? 


The following are minimum requirements to use the Online EDS: 


A PDF viewer such as Adobe Reader is installed and your web browser is configured to display PDFs automatically. 
You may download and install Adobe Reader free at http://get.adobe.com/products/reader/ 


Your web browser is set to permit running of JavaScript. 


Your web browser allows cookies to be set for this site. Please note that while we use cookies in the Online EDS, we 
do not use them to track personally identifiable information, so your privacy is maintained. 


Your monitor resolution is set to a minimum of 1024 x 768. 


While not required to submit an EDS, if you wish to view the training videos, you must have Adobe Flash Plug in 
version 9 or higher, speakers, and sound. Please note that very old computers may not be able to run Adobe Flash 
and will not be able to play the training videos. In that case, we encourage you to seek help using the Online EDS 
Manuals. You may download and install Adobe Flash Plug in free at htty://get.adobe.com/flashplayer 


The Online EDS has been tested on Internet Explorer 6.0 and 7.0 and Firefox 2.0 and 3.0 on Windows XP and Mac OS X. 
Although it should work on other browsers and operating systems, the City of Chicago cannot guarantee compatibility. 


92 


CITY-BASED BUSINESS AFFIDAVIT 


The City-Based Business bid preference of 4%, 6%, or 8%, as described in Section 2-92-412 of the Municipal Code of Chicago ("MCC"), is applicable 
to competitively bid Contracts funded in whole by City funds. Bidder must complete this form, and provide a copy of its Chicago business license(s) 
if applicable, if it desires to be considered for this preference. Bidders that do not complete this page will not be regarded as City-Based Businesses. 
Bidder understands that it may be required to produce records to the chief procurement officer to verify the information provided. If bidder's 
operations are at multiple locations in the City of Chicago, use additional sheets if necessary. If this preference is allocated, the Local Goods 
Incentive described in MCC 2-92-410 will not be allocated to the same bid. 


1. 


9. 


Of the three following bid preference options from 2-92-412, check the one option that Bidder qualifies for and wishes to apply to this Bid: 
( )4% Bidder is a City-based business. 


( )6% _ Bidder meets 4% requirements and majority of Prime Contractor’s employees are City resident employees and if applicable are not 
counted towards work hours required by Section 2-92-330. 


( )8% _ Bidder meets 6% requirements and majority of Prime Contractor’s City resident employees are residents of a socio-economically 
disadvantaged area and are not counted towards work hours required by Section 2-92-330. 


Is bidder a “City-Based Business” as defined in the Requirements for Bidding and Instructions for Bidders portion of this bid solicitation and in 
MCC 2-92-412? ( ) Yes ( )No 


Does the bidder report to the Internal Revenue Service that the place of employment for the majority (more than 50%) of its regular, full-time 
workforce is a facility within the City of Chicago? ( ) Yes ( )No 


Does the bidder conduct meaningful day-to-day business operations at a facility within the City of Chicago? 
( ) Yes ( )No 


Street address of business location within the City of Chicago (P.O. address not accepted): 


Describe the business activities are carried out at the location listed above: 


How many full-time regular employees are currently employed at the location listed above? 


How many full-time regular employees at the location listed above are “City resident employees,” as that term is defined in this bid solicitation 
and MCC 2-92-412? (for 6% and 8% preferences only) 


How many of Bidder’s full-time City resident employees identified above are residents of a socio-economically disadvantaged area, as that 
term is defined in this bid solicitation and MCC 2-92-412? (for 8% preference only) 


Total number of full-time regular employees employed at all locations worldwide? 


10. List City of Chicago business license(s) held; attach copies. If none are required, indicate "none required": 


Under penalty of perjury the person signing below: (1) warrants that he/she is authorized to execute this Affidavit on behalf of bidder, and (2) 
warrants that all certifications and statements contained in this Affidavit are true, accurate, and complete as of the date of execution. 


Name of Bidder (Print or Type): 


Signature of Authorized Officer (Sign): Date: 


Title of Signatory (Print or Type): 


State of ; County of ; Signed and sworn (or affirmed) to before me on 


(date) by (name/s of person/s making statement) 


(Signature of Notary Public) (seal) 
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ELIGIBLE BUSINESS FOR BID INCENTIVE FOR ALTERNATIVELY POWERED VEHICLES AFFIDAVIT 

If this is a competitively bid Contract funded in whole by City funds, an Eligible Business preference for 
alternatively powered vehicles may be applicable. Bidder must complete this form if it desires to be considered for 
this preference. Bidders who do not complete and submit this form with their bid will be deemed to be non-Eligible 
Businesses. 


1. Is bidder a business located within the counties of Cook, DuPage, Kane, Lake, McHenry or Will in the 
State of Illinois (the “Six County Region”)? ( ) Yes ( ) No 

2. Street address of principal place of business: 

3. How many total vehicles, as defined in the Terms and Conditions, "Bid Incentive for Alternatively 


Powered Vehicles," are currently owned, operated, leased or otherwise controlled by bidder? 


Line 3(a): 


4. How many of bidder’s vehicles are located and used within the Six County Region? 


Line 4(a): number of vehicles 


Line 4(b): percentage of fleet (line 4(a) divided by line 3(a)) 
% 


5: How many of bidder’s vehicles located and used within the Six County Region are alternatively powered 
vehicles, as defined in the Terms and Conditions, Bid Incentive for Alternatively Powered Vehicles? 


Line 5(a): number of vehicles 


Line 5(b): percentage of Six County fleet (line 5(a) divided by line 4(a)) 
% 


Bidder understands that it may be required to produce records to the chief procurement officer to verify the 
information provided. 


Under penalty of perjury the person signing below: (1) warrants that he/she is authorized to execute this Affidavit on 
behalf of bidder, and (2) warrants that all certifications and statements contained in this Affidavit are true, accurate, 
and complete as of the date of execution. 


Name of Bidder: 


(Print or Type) 


Signature of Authorized Officer: 


(Signature) 
Title of Signatory: 
(Print or Type) 
State of 
County of 
Signed and sworn (or affirmed) to before me on (date) by 


(name/s of person/s making statement). 


(Signature of Notary Public) 
(Seal) 
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VETERAN-OWNED SMALL LOCAL BUSINESSES AND ELIGIBLE JOINT VENTURES AFFIDAVIT 

Bidder must complete this form if it desires to be considered for the bid incentive as described in Section 2-92-950 
of the Municipal Code of Chicago ("MCC") for Veteran-Owned Small Local Businesses and Eligible Joint Ventures. 
Bidders that do not complete this page will not be regarded as veteran-owned small local businesses or eligible 
joint ventures. In some circumstances application of this incentive will affect counting MBE or WBE participation 
when the small local business involved in claiming the incentive is an MBE or WBE, please consult DPS regulations. 
Please use additional sheets if necessary. Attach all relevant certifications and/or support documents. 


1. Is bidder a “veteran-owned small local business” as defined in Book 1, Section XXII.D. of this bid 
solicitation and in MCC 2-92-920? 
( ) Yes ( )No If Yes, attach the bidder’s current City of Chicago VBE certification 
letter and skip to #7 below. 
2. Is bidder an “eligible joint venture” as defined in Book 1, Section XxXII.D. of this bid solicitation and in MCC 
2-92-920? 
( ) Yes ( )No 
3. Is at least one member of the eligible joint venture a “small business enterprise” as defined in MCC 2-92- 
920? 
( ) Yes ( )No 
4. Is at least one member of the eligible joint venture a “veteran-owned business enterprise” as that term is 
defined in MCC 2-92-920? 
( ) Yes ( )No 
5. Is the veteran-owned business identified in #4 above an enterprise which is at least 51 percent owned by 


one or more veterans, or in the case of a publicly held corporation, at least 51 percent of all classes of stock of 
which are owned by one or more veterans? 


( ) Yes ( )No 


If yes, please list all owners, their percentage of ownership interest, and provide appropriate 
documentation demonstrating status as veteran, as that term is defined in MCC 2-92-920. 


6. Is the veteran-owned business identified in #4 above certified by either: (i) the City as a veteran-owned 
small local business pursuant to MCC 2-92-930; (ii) the County of Cook as a veteran business enterprise; (iii) the 
State of Illinois as a qualified service-disabled veteran-owned small business or a qualified veteran-owned small 
business pursuant to 30 ILCS 500/45-57; or (iv) verified and approved by the United States Department of Veterans 
Affairs as a service-disabled veteran-owned small business or a veteran-owned small business? If yes to any of the 
above, please provide appropriate documentation. 


( ) Yes ( )No 
7. List City of Chicago business license(s) held. If none are required, indicate "none required": 
8. Provide address of the veteran-owned business, including the County in which it is located. 


County: 


Bidder understands that it may be required to produce records to the chief procurement officer to verify the 
information provided. 

Under penalty of perjury the person signing below: (1) warrants that he/she is authorized to execute this Affidavit 
on behalf of bidder, and (2) warrants that all certifications and statements contained in this Affidavit are true, 
accurate, and complete as of the date of execution. 


Bidder must complete the applicable signature line(s) on the following page. 
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Veteran-Owned Small Local Businesses and Eligible Joint Ventures Affidavit — signature page 


Required Signature for All Applicants 
Name of Veteran-Owned Business: 
(Print or Type) 
Signature of Authorized Officer for Veteran-Owned Business: 
(Signature) 
Title of Signatory: 
(Print or Type) 


Additional Required Signatures for Eligible Joint Venture Applicants 
Name of Joint Venture (for eligible joint ventures only): 
(Print or Type) 

Name of SBE (for eligible joint ventures only): 

(Print or Type) 
Signature of Authorized Officer for SBE (for eligible joint ventures only): 

(Signature) 
Title of Signatory: 
(Print or Type) 


State of 
County of 
Signed and sworn (or affirmed) to before me on (date) by 
(name/s of person/s making statement). 


(Signature of Notary Public) 
(Seal) 
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BIDDER'S COMMITMENT TO UTILIZE VETERAN-OWNED SUBCONTRACTORS AFFIDAVIT 

The Veteran-Owned Subcontractors Incentive as described in Section 2-92-940 of the Municipal Code of Chicago 
("MCC") is applicable to competitively bid construction projects funded in whole by City funds. Bidder must submit 
this form with the bid if it desires to be considered for this bid incentive. Bidders that do not submit this page with 
their bid will not be eligible for this bid incentive. Bidders must attach a copy of each veteran-owned 
subcontractor’s City of Chicago VBE certification letter. No other certification letters will be accepted for purposes 
of determining eligibility for this bid incentive. If this incentive is allocated, neither the Bid Incentive for Certain 
City-Based Manufacturers described in MCC 2-92-410, nor any other procurement set-aside benefit for a veteran- 
owned business enterprise under the MCC, will be allocated to the same bid. 


Note: The CPO may request additional information or documentation before determining to apply the preference. 


1. Contract title: 


Specification #: 


2. The value of work performed by veteran-owned subcontractors (as defined in MCC 2-92-920 and the 
applicable bid solicitation) that Bidder commits to provide will be what percentage of the total dollar 
value of the contract? 


( )1% to 16%-- 0.5% incentive ( )17% to 32%-- 1% incentive 
( ) 33% to 49%-- 1.5% incentive ( )50% or greater-- 2% incentive 


Bidder understands that if it fails to utilize the committed percentage of veteran-owned subcontractors, under 
MCC 2-92-940 it may be fined in an amount equal to three times the amount of the bid incentive allocated, unless 
the prime contractor can demonstrate that due to circumstances beyond the prime contractor’s control, the prime 
contractor for good cause was unable to retain the percentage of veteran-owned subcontractors throughout the 
duration of the contract period. 


Bidder understands that it may be required to produce records to the CPO to verify the information provided. 


Bidder understands that if a veteran-owned subcontractor is also an MBE/WBE, any participation on the contract 
that is utilized toward MBE/WBE goals on the prime contractor’s compliance plan shall not count toward the total 
dollar value of work performed by veteran-owned subcontractors for purposes of this Bid Incentive. 


Signature page follows. 
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BIDDER'S COMMITMENT TO UTILIZE VETERAN-OWNED SUBCONTRACTORS AFFIDAVIT — 
SIGNATURE PAGE 

Under penalty of perjury the person signing below: (1) warrants that he/she is authorized to execute this Affidavit 
on behalf of bidder, and (2) warrants that all certifications and statements contained in this Affidavit are true, 
accurate, and complete as of the date of execution. 


Name of Bidder: 
(Print or Type) 


Signature of Authorized Officer: 
(Signature) 


Title of Signatory: 
(Print or Type) 


State of 
County of 
Signed and sworn (or affirmed) to before me on (date) by 
(name/s of person/s making statement). 


(Signature of Notary Public) 
(Seal) 
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BIDDER'S COMMITMENT TO UTILIZE APPRENTICES THAT ARE GRADUATES 
OF CHICAGO SCHOOLS 


The Apprentice Ordinance Bid Incentive as described in Section 2-92-335 of the Municipal Code of 
Chicago ("MCC") is applicable to competitively bid construction projects funded in whole by City funds 
with an estimated contract value of $100,000.00 or more. 


Bidder must submit this form with the bid if it desires to be considered for this bid incentive on a future 
eligible construction project. Bidders that do not submit this page with their bid may still be eligible for 
this future bid incentive if it is awarded a contract under this specification and submits this affidavit to the 
CPO during the contract term. Attach additional sheets if necessary. 


Note: The CPO may request additional information or documentation before determining to award an 
earned credit certificate for use on a future eligible construction project bid following contract close-out. 


1. Contract title: 


Specification #: 


2 The percentage of total labor hours for which Bidder commits to utilize apprentices (as defined in 
MCC 2-92-335 and the applicable bid solicitation) will be what percentage of the total hours 
performed under the contract? 


( )5% to 10%-- 0.5% incentive 


( )11% to 15%-- 1.0% incentive 


Bidder understands that, pursuant to MCC 2-92-335, unless it meets or exceeds its apprentice utilization 
goals upon completion of this construction project, Bidder will not receive the above bid incentive for 
future construction project contracts. 


Name of Bidder: 
(Print or Type) 


Signature of Authorized Officer: 
(Signature) 


Title of Signatory: 
(Print or Type) 
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REQUEST TO APPLY BID INCENTIVE: CHICAGO GRADUATES APPRENTICE 
UTILIZATION 


The Apprentice Ordinance Bid Incentive as described in Section 2-92-335 of the Municipal Code of 
Chicago ("MCC") is applicable to competitively bid construction projects funded in whole by City funds 
with an estimated contract value of $100,000.00 or more. 


Bidder must submit this form with the bid if it desires to use a previously obtained earned credit 
certificate bid incentive on its bid for this contract. Bidders that do not submit this page with their bid 
will not be eligible for this bid incentive. Attach additional sheets if necessary. 


Note: The CPO may request additional information or documentation before determining to award this 
bid incentive. 


1. Current Contract title: 


Current Specification #: 


2, Value of previously earned credit certificate for application to this contract bid: 
$ 


Previous Contract title: 


Previous Specification #: 


Attach a copy of the earned credit certificate for verification. 


Under penalty of perjury the person signing below: (1) warrants that he/she is authorized to execute this 
Affidavit on behalf of bidder; (2) warrants that all certifications and statements contained in this Affidavit 
are true, accurate, and complete as of the date of execution; and (3) warrants that bidder did in fact 
employ those apprentices on the identified previous contract and take all other actions that were 
required to qualify for this bid incentive. 


Name of Bidder: 


(Print or Type) 


Signature of Authorized Officer: 


(Signature) 
Title of Signatory: 
(Print or Type) 
State of 
County of 
Signed and sworn (or affirmed) to before me on (date) by 


(name/s of person/s making statement). 


(Signature of Notary Public) 
(Seal) 
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BIDDER'S COMMITMENT TO UTILIZE EX-OFFENDER APPRENTICES 


The Ex-Offender Apprentice Ordinance Bid Incentive as described in Section 2-92-336 of the 
Municipal Code of Chicago ("MCC") is applicable to competitively bid construction projects 
funded in whole by City funds with an estimated contract value of $100,000.00 or more. 


Bidder must submit this form with the bid if it desires to be considered for this bid incentive on a 
future eligible construction project. Bidders that do not submit this page with their bid may still 
be eligible for this future bid incentive if it is awarded a contract under this specification and 
submits this affidavit to the CPO during the contract term. Attach additional sheets if necessary. 


Note: The CPO may request additional information or documentation before determining to 
award an earned credit certificate for use on a future eligible construction project bid following 
contract close-out. 


1. Contract title: 


Specification #: 


2D. The percentage of total labor hours for which Bidder commits to utilize ex-offender 
apprentices (as defined in MCC 2-92-336 and the applicable bid solicitation) will be what 
percentage of the total hours performed under the contract? 


( )5% to 10%-- 0.5% incentive 


( )11% to 15%-- 1.0% incentive 


Bidder understands that, pursuant to MCC 2-92-336, unless it meets its ex-offender apprentice 
utilization goals upon completion of this construction project, Bidder will not receive the above 
bid incentive for future construction project contracts. 


Name of Bidder: 
(Print or Type) 


Signature of Authorized Officer: 
(Signature) 


Title of Signatory: 
(Print or Type) 
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REQUEST TO APPLY BID INCENTIVE: EX-OFFENDER APPRENTICE 
UTILIZATION 


The Ex-Offender Apprentice Ordinance Bid Incentive as described in Section 2-92-336 of the Municipal 
Code of Chicago ("MCC") is applicable to competitively bid construction projects funded in whole by 
City funds with an estimated contract value of $100,000.00 or more. 


Bidder must submit this form with the bid if it desires to use a previously obtained earned credit 
certificate bid incentive on its bid for this contract. Bidders that do not submit this page with their bid 
will not be eligible for this bid incentive. Attach additional sheets if necessary. 


Note: The CPO may request additional information or documentation before determining to award this 
bid incentive. 


1. Current Contract title: 


Current Specification #: 


2. Value of previously earned credit certificate for application to this contract bid: 
$ 


Previous Contract title: 


Previous Specification #: 


Attach a copy of the earned credit certificate for verification. 


Under penalty of perjury the person signing below: (1) warrants that he/she is authorized to execute this Affidavit on 
behalf of bidder; (2) warrants that all certifications and statements contained in this Affidavit are true, accurate, and 
complete as of the date of execution; and (3) warrants that bidder did in fact employ those apprentices on the 
identified previous contract and take all other actions that were required to qualify for this bid incentive. 


Name of Bidder: 
(Print or Type) 


Signature of Authorized Officer: 


(Signature) 
Title of Signatory: 
(Print or Type) 
State of 
County of 
Signed and sworn (or affirmed) to before me on (date) by 


(name/s of person/s making statement). 


(Signature of Notary Public) 
(SEAL) 
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BIDDER'S COMMITMENT TO UTILIZE BUSINESS ENTERPRISES OWNED BY PEOPLE 
WITH DISABILITIES (BEPD) 


The BEPD Incentive as described in Section 2-92-337 of the Municipal Code of Chicago ("MCC") is applicable to 
competitively bid contracts funded in whole by City funds. Bidder must submit this form with the bid if it desires to 
be considered for this bid incentive. Bidders that do not submit this page with their bid will not be eligible for this 
bid incentive. Attach additional sheets if necessary. 


Note: The CPO may request additional information or documentation before determining to apply the preference. 


1. Contract title: 


Specification #: 


2. The value of work performed by BEPD prime contractors or subcontractors (as defined in MCC 2-92-586 
and the applicable bid solicitation) that Bidder commits to provide will be what percentage of the total 
dollar value of the contract? 


( )2% to 5%-- 1% incentive ( )6% to 9%-- 2% incentive 
( ) 10% to 13%-- 3% incentive ( )14% or greater-- 4% incentive 


Bidder understands that if it fails to utilize the committed percentage of BEPD subcontractors, under MCC 2-92-337 
it may be fined in an amount equal to three times the amount of the bid incentive allocated, unless the prime 
contractor can demonstrate that due to circumstances beyond the prime contractor’s control, the prime contractor for 
good cause was unable to retain the percentage of BEPD subcontractors throughout the duration of the contract 
period. 


Bidder understands that it may be required to produce records to the CPO to verify the information provided. 


Under penalty of perjury the person signing below: (1) warrants that he/she is authorized to execute this Affidavit on 
behalf of bidder, and (2) warrants that all certifications and statements contained in this Affidavit are true, accurate, 
and complete as of the date of execution. 


Name of Bidder: 


(Print or Type) 


Signature of Authorized Officer: 


(Signature) 
Title of Signatory: 
(Print or Type) 
State of 
County of 
Signed and sworn (or affirmed) to before me on (date) by 


(name/s of person/s making statement). 


(Signature of Notary Public) 
(Seal) 
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MENTORING PROGRAM BID PREFERENCE AFFIDAVIT 


The Mentoring Program bid preference as described in Section 2-92-535 of the Municipal Code 
of Chicago (“MCC”) is applicable to contracts having an estimated value of $100,000 or more. 


A bid preference of 1 percent of the contract base bid is available to qualified bidders that are 
prime contractors that have entered into a mentoring agreement or whose subcontractor has 
entered into a subcontractor-to-subcontractor mentoring agreement. The bid preference is used 
only to calculate an amount to be used in evaluating the bid to determine the low bidder, and it 
does not affect the contract price. 


Bidder must submit this form, and a copy of either its mentoring agreement or a subcontractor- 
to-subcontractor mentoring agreement, with the bid if it desires to be considered for this bid 
preference. Bidders that do not submit this page with their bid will not be eligible for this bid 
preference. Attach additional sheets if necessary. 


Note: The CPO may request additional information or documentation before determining to 
apply the preference. 


Contract title: 


Specification #: 


Bidder understands that if it fails to maintain a mentoring agreement or a subcontractor that has a 
subcontractor-to-subcontractor mentoring agreement, for which this bid preference was taken 
into consideration in awarding of a contract, Bidder shall be fined in an amount equal to three 
times the amount of the bid preference allocated, unless the Bidder can demonstrate that due to 
circumstances beyond the Bidder’s control, Bidder for good cause was unable to maintain a 
mentoring agreement or a subcontractor that has a subcontractor-to-subcontractor mentoring 
agreement throughout the duration of the contract period. 


Bidder understands that it may be required to produce records to the CPO to verify the 
information provided. 


Under penalty of perjury the person signing below: (1) warrants that he/she is authorized to 
execute this Affidavit on behalf of bidder, and (2) warrants that all certifications and statements 
contained in this Affidavit are true, accurate, and complete as of the date of execution. 


Name of Bidder: 

(Print or Type) 
Signature of Authorized Officer: 

(Signature) 

Title of Signatory: 

(Print or Type) 
State of 
County of 
Signed and sworn (or affirmed) to before me on (date) by 


(name/s of person/s making statement). 


(Signature of Notary Public) (Seal) 
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AFFIDAVIT 
BIDDER'S COMMITMENT TO UTILIZE PROJECT AREA SUBCONTRACTORS 


Bidder must complete and execute this affidavit ("Affidavit") if it desires to be considered for the 
bid incentive described in Section 2-92-405 (the "Ordinance") of the Municipal Code of Chicago 
("MCC") for the utilization of eligible Project Area Subcontractors or Suppliers in the 
performance of this contract (the "Incentive"). Bidder must also submit with its bid a 
Subcontractor Affidavit for each project area subcontractor which the Bidder commits to utilize 
in the performance of the contract. The value of the work a project area subcontractor intends to 
provide will not be counted towards this Incentive if the Bidder does not submit an affidavit 
completed by such project area subcontractor. Bidders that do not submit this affidavit and the 
relevant Lower Tier Affidavit(s) with their bid will not be considered for the Incentive. Attach 
additional sheets if necessary. 


For purposes of this Affidavit, "project area subcontractor" means a person or entity that is a 
subcontractor or sub-subcontractor to the bidder and that (i) conducts meaningful day-to-day 
business operations at a facility located within that part of the City designated as the project area 
in the Specification listed below and that facility is the place of employment for the majority of 
that person's regular, full-time workforce; (ii) holds all appropriate city licenses; (iii) is a small 
business enterprise; and (iv) is subject to applicable city taxes; provided that a project-area 
subcontractor shall not include the prime contractor. Terms used in this Affidavit whether or not 
capitalized that are not defined herein but are defined in the Contract or in the Ordinance have 
the meaning ascribed to such terms therein. This Affidavit is subject to and should be construed 


in accordance with the terms of the Contract. 

1. Contract title: 
Specification #: 

2. The value of the work to be performed by project area subcontractors that the Bidder 
commits to provide will be what percentage of the total dollar value of the contract: 


% 
Also check the % incentive that would apply below: 
( )1% to 16%-- 0.5% of contract base ( )33% to 49%-- 1.5% of contract base bid 
bid 
( )17% to 32%-- 1% of contract base ( )50% or greater-- 2% of contract base 
bid bid 


Note: contract self-performance by the bidder cannot be counted toward the percentage commitment made above. To 


the extent the project area subcontractor subcontracts part of the subcontract, only that part of the subcontract 
or of the work performed by it can be counted toward the percentage commitment above unless the sub- 
subcontractor is also a project area subcontractor. 


3. Identify the bid lines under which the bidder intends to utilize project area subcontractors in the performance of 
the contract and their respective value, based on the bid specification's estimated quantities (attach additional 
sheets if necessary): 


Type of Work to be Project Area Value of work % of total contract value 
Performed by project Subcontractor 


area subcontractors 


Total % of total contract value to be performed 
by all project area subcontractors 


*Bidder must provide Project Area Subcontractor Affidavit for each subcontractor listed. 
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Bidder understands that (i) it may be required, as requested by the Chief Procurement Officer 
("CPO"), to produce such records and documents related to this Incentive to verify the 
information provided herein, and (ii) failure to do so may result in the denial of the Incentive by 
the CPO. 


Bidder also understands that (i) if this Incentive, whether by itself or in conjunction with any or 
all other bid incentive(s) applied for by the Bidder, results in the Bidder being awarded the 
contract, this Affidavit becomes part of the contract; and (11) if the Bidder fails to utilize the 
committed percentage of project-area subcontractors, the bidder will be subject to the 
consequences set forth in the Contract, including a fine in equal to three times the amount of the 
bid incentive allocated. 


Under penalty of perjury the person signing below: (1) warrants that he/she is authorized to 
execute this Affidavit on behalf of bidder, and (2) warrants that all certifications and statements 
contained in this Affidavit and the Lower Tier Affidavits are true, accurate, and complete as of 
the date of execution. 


Name of Bidder (Print or Type): 


Signature of Authorized Officer (Sign): Date: 


Title of Signatory (Print or Type): 
Name of Signatory (Print or Type): 


State of 
County of 
Signed and sworn (or affirmed) to before me on (date) by: 


(name/s of person/s 


making statement). 


(Signature of Notary Public) (Seal) 
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PROJECT AREA SUBCONTRACTOR AFFIDAVIT 


The Project Area Subcontractor Utilization Incentive as described in Section 2-92-405 of the Municipal Code 
of Chicago ("MCC") may be available to the Bidder. Bidder must submit this Project Area Subcontractor 
Affidavit ("Affidavit") for each Project Area Subcontractor the bidder intends to utilize. The value of the work 
a project area subcontractor intends to provide will not be counted towards this Incentive if the Bidder does not 
submit an affidavit completed by such project area subcontractor. Attach additional sheets if necessary. 


Contract Title: Specification #: 
Bidder Name: 

Is Affiant a person or entity who: (i) conducts meaningful day-to-day business operations at a facility located within that part 
of the City designated as the project area in the Specification listed above (ii) holds all appropriate city licenses, and (iii) is 
subject to applicable city taxes? 

( ) Yes ( )No 

Is Affiant a “Small Business Enterprise” as defined by the U.S. Small Business Administration, pursuant to the business size 
standards found in 13 C.F.R. Part 121, relevant to the scope of work the business seeks to perform on the contract? 

( ) Yes ( )No 

What percentage of the number of Affiant’s full-time regular workforce work at Affiant’s facility located in the City of 
Chicago project area designated for this contract? 


(a) Total number of Affiant’s regular full-time employees at all locations: 

(b) Number of employees at project area facility: 

(c) Percentage of subcontractor’s regular full-time employees whose place of employment project area 
facility: % 


If the answer to 2 or 3 is No, or the answer to 4(c) is not more than 50%, the Affiant participation cannot be counted towards 
fulfilling Bidder’s project area subcontractor participation commitment. 

Street address of the facility located within the part of the city designated by City of Chicago as project area for this Contract 
(P.O. address not accepted): 


Does the Affiant intend to sub-subcontract any portion of its subcontract? 

( )Yes ( )No 

If the answer to 6 is Yes, is the intended sub-subcontractor also a project area subcontractor as defined in Section 2-92-405 of 
the MCC? 

( )Yes ( )No 

Submit a Project Area Subcontractor Affidavit for each such sub-subcontractor. If any sub-subcontractor is not also a project 
area subcontractor, the portion of the work such sub-subcontractor will perform may not be counted by the Bidder for this 
Incentive. 

List the work to be performed by subcontractor for the Bidder and the estimated value of such work (attach additional pages 
as necessary): 


Type of Work to be Performed | Project Area Sub-Subcontractor, if | Expected value of the work 


applicable 


9. 


List City of Chicago business license(s) held. If none are required, indicate "none required": 


The bidder understands that it may be required to produce records to the chief procurement officer to verify the 
information provided herein and that its failure to do so as required by the CPO may result in the intended 
performance by the Affiant not being taken into account for Incentive purposes. 
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Under penalty of perjury the person signing below: (1) warrants that he/she is authorized to execute this 
Affidavit on behalf of bidder, and (2) warrants that all certifications and statements contained in this Affidavit 
are true, accurate, and complete as of the date of execution. 


Name of Name of Project Area Subcontractor (Print or Type): 


Signature of Authorized Officer (Sign): Date: 


Title of Signatory (Print or Type): 
Name of Signatory (Print or Type): 


State of 
County of 
Signed and sworn (or affirmed) to before me on (date) by: 
(name/s of person/s making 
statement). 
(Signature of Notary Public) (Seal) 


Affidavits 108 


SEXUAL HARASSMENT POLICY AFFIDAVIT 


The policy prohibiting sexual harassment as described in Section 2-92-612 of the Municipal Code of Chicago 
("MCC") is applicable to contracts paid from funds belonging to or administered by the City. 


Contract title: 
Specification #: 


In accordance with requirements set forth in Section 2-92-612 of the MCC, Contractor hereby attests that 
Contractor has a written policy prohibiting sexual harassment that includes, at a minimum, the following 
information: 


(i) the illegality of sexual harassment; 
(i1) the definition of sexual harassment; and 
(iii) the legal recourse available for victims of sexual harassment. 


Contractor understands that it may be required to produce records to the CPO to verify the information 
provided. 


Under penalty of perjury the person signing below: (1) warrants that he/she is authorized to execute this 
Affidavit on behalf of Contractor, and (2) warrants that all certifications and statements contained in this 
Affidavit are true, accurate, and complete as of the date of execution. 
Name of Contractor: 

(Print or Type) 


Signature of Authorized Officer: 


(Signature) 
Title of Signatory: 
(Print or Type) 
State of 
County of 
Signed and sworn (or affirmed) to before me on (date) by 


(name/s of person/s making statement). 


(Signature of Notary Public) 
(Seal) 
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BIDDER'S COMMITMENT TO ENCOURAGE DIVERSE MANAGEMENT AND WORKFORCE 
The Bid Incentive to Encourage Diverse Management and Workforce as described in Section 2-92-407 of the Municipal Code of 
Chicago ("MCC") is applicable to competitively bid contracts funded in whole by City funds. Bidder must submit this form with the 
bid if it desires to be considered for this bid incentive. Bidders that do not submit this page with their bid will not be eligible for this 
bid incentive. Attach additional sheets if necessary. 


Note: The CPO may request additional information or documentation before determining to apply the preference. 


1. Contract title: 


Specification #: 


2: The total percentage of Diverse Management (as defined in MCC 2-92-407 and the applicable bid solicitation) that Bidder 
commits to retain will be what percentage of the total Management? 


( ) 10% to 20% -- 0.5% incentive 
(_) Greater than 20% to 40% -- 2% incentive 


( ) Greater than 40% -- 4% incentive 


3) The total percentage of Diverse Workforce (as defined in MCC 2-92-407 and the applicable bid solicitation) that Bidder 
commits to retain will be what percentage of the total Workforce? 


( ) 10% to 20% -- 2% incentive 

(_) Greater than 20% to 40% -- 4% incentive 

( ) Greater than 40% -- 6% incentive 
Bidder may qualify for and apply both the diverse management and diverse workforce bid incentives. 
Bidder understands that if it fails to retain the committed percentage of Diverse Management and/or Workforce, under MCC 2-92-407 
it may be fined in an amount equal to three times the amount of the bid incentive allocated, unless the prime contractor can 


demonstrate that due to circumstances beyond the prime contractor’s control, the prime contractor for good cause was unable to retain 
the percentage of Diverse Management and/or Workforce throughout the duration of the contract period. 


Bidder understands that it may be required to produce records to the CPO to verify the information provided. 


Signature page follows. 
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Signature Page For Bidder's Commitment To Encourage Diverse Management And Workforce 


Under penalty of perjury the person signing below: (1) warrants that he/she is authorized to execute this Affidavit on behalf of bidder, 
and (2) warrants that all certifications and statements contained in this Affidavit are true, accurate, and complete as of the date of 
execution. 


Name of Bidder: 

(Print or Type) 
Signature of Authorized Officer: 

(Signature) 

Title of Signatory: 

(Print or Type) 
State of 
County of 
Signed and sworn (or affirmed) to before me on (date) by 


(name/s of person/s making statement). 


(Signature of Notary Public) 
(Seal) 
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CONTRACTOR’S AFFIDAVIT REGARDING REMOVAL OF ALL WASTE MATERIALS AND 
IDENTIFICATION OF ALL LEGAL DUMP SITES 


Contractor to show here the name and location of the ultimate disposal site he/she is proposing to use for the 
subject project: 


SPECIFY THE TYPE OF MATERIALS TO BE DISPOSED OF: 


LEGAL NAME OF LANDFILL/DISPOSAL SITE: 


(The Contractor must provide to the commissioner of his/her designated representative with copies of all dump 
tickets, manifests, etc.) 


LOCATION ADDRESS: 


PHONE: ( ) 


CONTACT PERSON: 


Disposal site submitted shall be of sufficient capacity as to insure acceptance of the volume of Construction 
and/or Demolition Debris received for the period of this contract. These disposal sites must meet all zoning and 
other requirements that may be necessary. 


If requested by the Chief Procurement Officer, the Contractor shall submit copies of all contractual agreements, 
sanitary landfill permits and/or licenses for these disposal site(s) proposed by the Contractor. 


(Revised 6/30/2000) 
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BID BOND 
For use when bidding on City of Chicago projects. See instructions following. 


PRINCIPAL (Legal name and business address) 


State of incorporation or organization: 


SURETY (Legal name and business address) 


State of incorporation: 
BID IDENTIFICATION 


BID OPENING DATE: 
SPECIFICATION NUMBER: 
SPECIFICATION TITLE (AND PROJECT NUMBER IF AVAILABLE): 


PENAL SUM OF BOND 


%, PERCENT OF BASE BID 


Surety Bond No.: 

Obligation: 

We, the Principal and Surety, are firmly bound to the City of Chicago (hereinafter called the City) in the above 
penal sum. For payment of the penal sum, we bind ourselves, our heirs, executors, administrators, and 
successors, jointly and severally. 

Conditions: 

The Principal has submitted the bid identified above. 

Therefore: 


The above obligation is void if the City accepts the bid identified above and the Principal enters into a Contract 
with the City in accordance with the terms of such bid, executes such further contractual documents that may be 
required by the terms of the bid or contract documents, and gives such bond(s) as may be specified in the bidding 
or contract documents with surety acceptable to the City. 


The Surety executing this instrument agrees that its obligation is not impaired by any extension(s) of the time for 
acceptance of the bid that the Principal may grant to the City. Notice to the surety of extension(s) is waived. 

In the event the City brings suit upon this bond, Surety will pay reasonable attorney’s fees and costs incurred by 
the City in such suit. 

Witness: 
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| The Principal and Surety executed this bid bond and affixed their seals on the below dates. The person signing | 

below on behalf of the Principal warrants that he or she is authorized to execute this document on behalf of the 
Principal. 

PRINCIPAL 
PRINCIPAL Corporate Seal 
NAME 
PRINCIPAL 
SIGNATURE 
SIGNER'S 
NAME & TITLE 
DATE 

SURETY 
Corporate Seal 
SURETY NAME 
ATTORNEY-IN- 
FACT SIGNATURE 
ATTORNEY-IN- 
FACT NAME 
DATE 
NOTARY 

STATE OF , COUNTY OF 
I, , a Notary Public in the County and State aforesaid, do hereby 
certify that of the 

who is personally known to be the same person whose name 
he/she subscribed in the foregoing instrument as such Attorney-in-Fact, appeared before me this day in person 
and acknowledged that he/she signed, sealed, and delivered the said instrument of writing as his/her free and 
voluntary act, and as the free and voluntary act of the said for the uses 
and purposes therein set forth, and caused the corporate seal of said company to be thereto attached. 
GIVEN UNDER MY HAND AND NOTARIAL SEAL THIS DAY OF , 20 ae) 

NOTARY PUBLIC 


The signature of the Surety's attorney-in-fact must be notarized, and an original power of attorney 
granting him or her authority to sign this document must be attached to this document. 
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INSTRUCTIONS FOR CITY OF CHICAGO BID BOND FORM 
Bidders/Proposers: Give these instructions to your surety. 


— 


The Bond must be on the City’s form. No substitutions will be acceptable. 

2. Copies of the form are acceptable. However, copies of the Bond must be double sided, with page | on one side of 
the paper, and page 2 on the opposite side of the paper. 

3. The amount of the Bond must be that stated in the Legal Advertisement. Unless otherwise specified, the amount 
of the bond should be expressed as a percentage of the bid amount. 

4. All blank spaces to be filled in must be completed using a typewriter or legible hand printing unless otherwise 
indicated. Determinations of legibility will be in the sole discretion of the Chief Procurement Officer. 
Photocopied insertions will not be accepted, nor will any Bond form on which there is any evidence of correction 
fluid ("white-out"). 

5. Insert the full legal name and business address of the Principal in the space designated "Principal" on the face of 
the form. If the Bidder/ Proposer is bidding under an assumed name (“d/b/a”) the assumed name must be 
separately stated in the same space as the full legal name for identification purposes. 

6. The address of the Principal must be complete. If a different mailing address should be used, it should be 
included as well, as bonds to be returned will be mailed to address shown on the bond. 

7. The Bond must include the Surety’s name, the state in which the Surety was incorporated, and the Surety’s 
address. 

8. The specification number must appear on the Bond. 

9. The Surety executing the bond must appear on the Department of the Treasury’s list of approved sureties 
(available at http://www.fms.treas.gov/c570/c570.html) and must act within the limitations listed therein. 

10. The names and titles of the people signing the bond must be given in the spaces provided. 

11. Corporations executing the bond shall affix their corporate seals if required. If a seal is not required, please 
indicate "seal not required" in the space where the seal would otherwise be affixed. 

12. A person authorized to bind the Bidder/Proposer as the Principal must sign the bond. 

13. The Bond must be signed by an attorney-in-fact of the surety company. An original Power of Attorney that 
identifies the surety company’s signatory as an attorney-in-fact must be attached. 

14. The date on which the Surety's Power of Attorney was certified should be the same or later than the date on which 
the bond was signed by the Surety. 

15. In its application to negotiated contracts, the terms “bid” and “bidder” shall include "proposal" and "offeror." 
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CONTRACTOR’S PERFORMANCE & PAYMENT BOND 


Kuow All Men by these Presents, That we, 


Principal, hereinafter referred to as Contractor, and 
, Surety 


of the County of Cook and State of Illinois, are held and firmly bound unto the CITY OF CHICAGO in the penal sum of 


lawful money of the United States, for the payment of which sum of money, well and truly to be made, we bind ourselves, our heirs, 


executors, administrators, successors and assigns, jointly and severally, firmly by these presents. 


Sealed with our seals and dated this day of A.D., 20 
Oke Condition of the Above Obligation is such, 


That whereas the above bounden Contractor has entered into a certain contract with the CITY OF CHICAGO, bearing 


Contract No. and Specification No. all in conformity with said contract, for, 


The said contract is incorporated herein by reference in its entirety, including without limitation, any and all indemnification provisions. 


Noy, if the said Contractor shall in all respects well and truly keep and perform the said contract on its part, in accordance with 
the terms and provisions of all of the Contract Documents comprising said contract, and in the time and manner therein prescribed, and 
further shall save, indemnify, and keep harmless the City of Chicago against all loss, damages, claims, liabilities, judgements, costs and 
expenses which may in anywise accrue against said City of Chicago, in consequence of the granting of said contract, or which may in 
anywise result therefrom, or which may result from strict liability, or which may in anywise result from any injuries to, or death of, any 
person, or damage to any real or personal property, arising directly or indirectly from or in connection with, work performed or to be 
performed under said contract by said Contractor, its Agents, Employees or Workmen, assignees, subcontractors, or anyone else, in any 
respect whatever, or which may result on account of any infringement of any patent by reason of the materials, machinery, devices or 
apparatus used in the performance of said contract, and moreover, shall pay to said City any sum or sums of money determined by the 
Purchasing Agent, and/or by a court of competent jurisdiction, to be due said City by reason of any failure or neglect in the performance 
of the requirements of said contract, wherefore the said Purchasing Agent shall have elected to suspend or cancel the same, and shall pay 
all claims and demands whatsoever, which may accrue to each and every materialman and subcontractor, and to each and every person 
who shall be employed by the said Contractor or by its assignees and subcontractors, in or about the performance of said contract, and 
with wages paid at prevailing wage rates if so required by said contract, and shall insure its liability to pay the compensation, and shall 
pay all claims and demands for compensation which may accrue to each and every person who shall be employed by them or any of them in or 
about the performance of said contract, or which shall accrue to the beneficiaries or dependents of any such person, under the provisions 
of the Workers’ Compensation Act, 820 ILCS 305, as amended, and the Workers’ Occupational Disease Act, 820 ILCS 310, as amended 
(hereinafter referred to as “Acts”’) then is this obligation to be null and void, otherwise to remain in full force and effect. 
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And it is hereby expressly understood and agreed, and made a condition hereof, that any judgement rendered against said City in 
any suit based upon any loss, damages, claims, liabilities, judgements, costs or expenses which may in anywise accrue against said City 
as a consequence of the granting of said contract, or which may in anywise result therefrom, or which may in anywise result from any 
injuries to, or death of, any person, or damage to any real or personal property, arising directly or indirectly from, or in connection with, 
work performed, or to be performed under said contract by said Contractor or its agents, employees or workmen, assignees, subcontrac- 
tors, or anyone else and also any decision of the Industrial Commission of the State of Illinois, and any order of court based upon such deci- 
sion, or judgement thereon, rendered against said City of Chicago in any suit or claim arising under the aforementioned Acts when notice 
of the pendency or arbitration proceedings or suit shall have been given said Contractor, shall be conclusive against each and all parties 
to this obligation, as to amount, liability and all other things pertaining thereto. 


Every person furnishing material or performing labor in the performance of said contract, either as an individual, as a subcontractor, 
or otherwise, shall have the right to sue on this bond in the name of the City of Chicago for his use and benefit and in such suit said person 
as plaintiff, shall file a copy of this bond, certified by the party or parties in whose charge this bond shall be, which copy shall be, unless 
execution thereof be denied under oath, prima facie evidence of the execution and delivery of the original; provided, that nothing in this 
bond contained shall be taken to make the City of Chicago liable to any subcontractor, materialman, laborer or to any other person to any 
greater extent than it would have been liable prior to the enactment of the Public Construction Bond Act, 30 ILCS 550, as amended; 
provided further, that any person having a claim for labor and materials furnished in the performance of this contract shall have no right of 
action unless he shall have filed a verified notice of such claim with the Clerk of the City of Chicago within 180 days after the date of the 
last item of work or the furnishing of the last item of materials, and shall have furnished a copy of such verified notice to the contractor 
within 10 days of the filing of the notice with the City of Chicago. Such claim shall be verified and shall contain the name and address of 
the claimant, the business address of the claimant within the State of Illinois, if any, or if the claimant be a foreign corporation having no 
place of business with the State the principal place of business of said corporation, and in all cases of partnership the names and residences 
of each of the partners, the name of the contractor for the City of Chicago, the name of the person, firm or corporation by whom the 
claimant was employed or to whom such claimant furnished materials, the amount of the claim and a brief description of the public 
improvement for the construction or installation of which the contract is to be performed. Provided, further, that no defect in the notice 
herein provided for shall deprive the claimant of his right of action under the terms and provisions of this bond unless it shall affirmatively 
appear that such defect has prejudiced the rights of an interested party asserting the same; provided, further, that no action shall be 
brought until the expiration of one hundred twenty (120) days after the date of the last item of work or of the furnishing of the last item of 
material, except in cases where the final settlement between the City of Chicago and the Contractor shali have been made prior to the 
expiration of the 120 day period in which case action may be taken immediately following such final settlement, and provided, further, that 
no action of any kind shall be brought later than six (6) months after the acceptance by the City of Chicago of the completion of work. 
Any suit upon this bond shall be brought only in a circuit court of the State of Ilinois in the judicial district in which the contract shall have 
been performed. 


The said Surety, for value received, hereby stipulates and agrees that no change, extension of time, alteration or addition to the terms 


of any of the Contract Documents comprising said contract, or to the work to be performed thereunder, shall in anywise affect the 
obligations on this bond, and it does hereby waive notice of any such change, extension of time, alteration or addition to the terms of said 


Contract Documents or to the work. 


___._ Seal) 


Approved , 20. 


(Seal) 


(Seal) 


Purchasing Agent 


(Seal) 


Approved as to form and legality: (Seal) 


(Seal) 


Assistant Corporation Counsel} 
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STATE OF ILLINOIS, 
COUNTY OF COOK, 


IL, , a Notary Public in and for the County and State 


Ss. 


aforesaid, DO HEREBY CERTIFY that. President and 


Secretary of the 


Zz 
io) 
a = who are personally known to me to be the same persons whose names are subscribed in the foregoing instrument as 
- ze such President and Secretary, appeared 
Z | before me this day in person and acknowledged that they signed, sealed and delivered the said instrument of writing as 
se) 
eo their free and voluntary act, and as the free and voluntary act of the said. 
=| for the uses and purposes therein set forth, and caused the corporate seal of said Company to be thereto attached. 
GIVEN under my hand and Notarial Seal this day of 20 
Notary Public 
STATE OF ILLINOIS, ee 
COUNTY OF COOK, 
I, , a Notary Public in and for the County and State 


aforesaid, DO HEREBY CERTIFY that. 


of the. who. personally known 


to be the same person whose name. subscribed in the foregoing instrument as such 


, appeared before me this day in person and acknowledged that 


signed, sealed and delivered the said instrument of writing as. free and voluntary act, and as the free 


and voluntary act of the said. 
for the uses and purposes therein set forth, and caused the corporate seal of said Company to be thereto attached. 


SURETY, IF CORPORATE 


GIVEN under my hand and Notarial Seal this day of 20 


Notary Public 


STATE OF ILLINOIS, } og 
COUNTY OF COOK, J * 


i, , a Notary Public in and for the County and State 


= aforesaid, DO HEREBY CERTIFY that 
- 

=) 
S = who. personally known to me to be the same persons whose name subscribed in the foregoing 
OF 

x instrument, appeared before me this day in person and acknowledged that. he. signed, sealed and delivered the 
ee 
aa fay said instrument of writing as. free and voluntary act, for the uses and purposes therein set forth. 

GIVEN under my hand and Notarial Seal this, day of 20 
Notary Public 
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